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EXTRACTS 


FE03I    THE 


EECOKDS  OF  THE  TRUSTEES  OF  THE  PUBLIC 
LIBRARY  OF  THE  CITY  OF  BOSTON, 


BEL.ATIYE    TO 


THE  NEW  LIBRARY  BUILDING  ON  COPLEY  SQUARE. 


8  P.M.,  March  22,  1887. 

Present :  Messrs.  Greenough,  Abbott,  Haynes,  and  Whit- 
more. 

The  record  of  the  meeting  of  March  15  was  read  and  ap- 
proved. 

The  Librarian  laid  before  the  Board  a  letter  from  Mr. 
Yinal,  the  City  architect,  transmitting  four  photographic 
copies  of  the  plan  of  the  piling  for  the  New  library  building 
as  approved  at  a  meeting  of  the  Board  held  May  19,  1886, 
and  stating  that  he  would  ho  plcased-to  render  the  Trustees 
and  the  architect -they  may  select  any  assistance  in  his  power. 
Read  and  ordered  to  be  placed  on  tile. 

lie  laid  before  the  Board  a  certified  copy  of  "An  Act  to 
amend  chapter  114  of  the  Acts  of  1878,  incorporating  the 
Trustees  of  th'.-  Public  Library,"  which  was  read  and  ordered 
to  be  placed  on  tile. 

[ACTS  1887.     CHAPTER  (30.] 

AX  ACT   'I'O    AMEND   CHAPTER    ONE   HUNDRED   AND  FOUR- 
TEEN OF  THE  ACTS  or  'I'm:  YEAR  EIGHTEEN  HUNDRED 
AND   SEVENTY-EIGHT,    [NCORrORATING    Till':   TRUSTJ 
OF  Till:  PUBLIC  LIBRARY  OF  THE  CITY  OF  BOSTON. 

Bt  it  enacted,  <  tc. : 

Section   !■     Section  five  of  chapter  one  hundred  and  fourteen  oi 
Acts  of  the  year  eighteen  hundred  and  seventy-eight  is  hereby  amen 


SO  as  Id  read   as  follows:   the   S&id   Tri  -hall    have  the  general  care 

and  coni ml  of  the  Central  Public  Libran  in  -aid*  !ity,  and  of  all  branches 
thereof  which  bave  been  or  which  may  hereafter  be  established,  and  the 
fixtures  connected  therewith,  and  also  of  the  expenditures  of  money  ap- 
propriated t  herefor. 

Sect.  2.  The  said  Board  of  trustees  shall  have  full  power  and  con- 
trol of  the  design,  construction,  erection,  and  maintenance  of  the  <  lentral 
Public  Library  building  to  be  erected  in  the  City  of  Boston,  and  are 
hereby  fully  authorized  and  empowered  to  and  employ  an  archi- 

tect or  architects  to  design  said  building  and  supervise  the  construction 
and  erection  thereof,  and  a  superintendent  or  superintendents  to  take 
charge  of  and  approve  the  work  ;  but  work  upon  said  building  shall  not 
be  commenced  until  full  general  plans  for  the  buildings  shall  have  been 
prepared,  and  no  specific  work  shall  be  commenced  until  the  same  shall 
have  heeii  duly  advertised,  proposals  for  doing  such  work  -hall  have 

been  received  from  responsible  parties,  and  contracts  have  been  entered 

into  with  satisfactory  guarantees  for  their  performance  . 

Si .  r.  ::.     Said  Board  shall  semiannually,  and  whenever  required  by 

the  mayor  or  city  council,  make  and  present  in  writing  a  particular 
port  and  a  statement  of  all  their  act-  and  proceedings  ;  and  of  the  condi- 
tion and  progress  of  the  work  on  -aiil  new  building  in  process  of  erection 

by  them. 

r.    1.     This    act    shall   take  effect    upon    it<  p  [J/ij/roved 

March  Jo.  1887.2 

Ordered,  that  one  hundred  copies  of  the  same  he  printed 
in  letter-sheet  form. 

The  suhjeet  of  the  New  lihrary  building  was  considered. 
Voted,  to  hold  meetings  every  Saturday  and  Wednesday, 
at  3   P.M.  until  otherwise  ordered,  tor  the  consideration  of 
this  matter. 

:i  P.M.,  March  26,  1887. 

Present:  Messrs.  Greenough,  Abbott,  and  Haynes. 

The  reading  of  the  record-  of  the  meeting;  of  March  22 
was  deterred. 

On  motion  of  Mr.  Abbott, 

Voted,  That  the  President  he  directed  to  confer  with 
Messrs.  McKini.  Mead,  and  White,  architects,  and  make  with 
them  such  contract  under  the  law  as  shall  in  his  judgment  he 
proper  for  the  architect's  work  for  the  proposed  new  building 
and  the  grounds  adjacent  thereto,  and  report  the  said  contract 
to  the  next  meeting  for  approval. 

The  Clerk  was  directed  to  address  the  following  letter  to 
Mr.  Edward  C.  Cabot:  — 

M  I  am  requested  by  the  Trustees  of  the  Lihrary  to  ask  you 
to  defer  any  further  action  in  relation  to  the  lihrary  plans 
until  further  notice. 

"  They  desire  me  to  thank  you  for  the  attention  which  y  i 
have  kindly  given  to  the  consideration  of  the  suhjeet." 

Voted,  that  the  services  of  a  private  watchman  on  the  New 
lihrary  premises  are  no  longer  required. 
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3  P.M.,  March  30,.  1887. 

Present:  Messi's.  Greenough,  Haynes,  and  Abbott. 

The  records  of  the  meetings  of  March  22  and  March  26 
were  read  and  approved. 

Voted,  That  the  contract  with  Messrs.  McKim,  Mead,  and 
White,  architects,  dated  March  30,  1887,  by  the  President, 
for  the  Trustees,  under  the  vote  passed  at  the  meeting  of 
March  26,  1887,  be  and  hereby  is  approved,  and  the  said 
McKim,  Mead,  and  White  are  hereby  selected  and  employed 
as  architects  to  design  and  supervise  the  construction  of  the 
Central  library  building  to  be  erected  on  Dartmouth  street. 

Voted,  That  said  contract  be  entered  upon  the  records. 

Contract  with  McKim,  Mead,  and  White. 

Memoranda  of  an  agreement  made  this  thirtieth  day  of 
March,  A.D.  1887,  by  and  between  the  Trustees  of  the 
Public  Library  of  the  city  of  Boston  of  the  first  part,  and 
Messrs.  McKim,  Mead,  and  White,  architects  and  copartners, 
of  the  second  part. 

First.  The  parties  of  the  first  part  by  virtue  of  the 
authority  conferred  upon  them  by  an  act  of  the  General 
Court  of  the  Commonwealth  of  Massachusetts  approved 
March  10,  1887,  hereby  select  and  employ  the  said  McKim, 
Mead,  and  White  as  architects  to  design  and  supervise  the 
construction  and  erection  of  the  Central  public  library  build- 
ing, to  be  erected,  on  Dartmouth  street  in  the  City  of  Boston, 
upon  the  terms  and  subject  to  the  conditions  and  agreements 
hereinafter  set  forth. 

Second.  The  parties  of  the  second  part  agree  to  design 
said  Library  building,  and  supervise  the  construction  and 
erection  thereof  upon  the  terms  and  subject  to  the  conditions 
and  agreements  hereinafter  set  forth. 

Third.  The  parties  of  the  second  part  agree  that  all 
designs,  plans,  and  work  requiring  consultation  with,  and 
inspection  by,  the  parties  of  the  first  part,  shall  be  done  in 
Boston,  and  for  this  purpose  agree  to  establish  and  maintain 
in  Boston  during  the  continuance  of  the  work  under  this 
contract  a  suitable  office,  to  the  end  that  the  parties  of  the 
first  part  may  at  all  times,  in  said  Boston,  consult  personally 
with  the  parties  of  the  second  part,  and  inspect  the  designs 
and  plans  for  said  building. 

Fourth.  The  patties  of  the  second  part  agree  to  begin  at 
once  to  prepare  designs  and  plans  for  said  building,  and  to 
complete  full  general  plans  thereof  with  the  least  possible 
delay  consistent  with  good  and  careful  work,  to  the  end  that 
the  erection  of  said  building  may  begin  as  soon  as  may  be. 


Fifth.  The  parties  of  the  second  part  agree  to  prepare 
preliminary  studies,  general  drawings,  specifications,  details. 
estimates,  and  drafts  of  contracts  for  all  work  interior  and 
exterior,  necessary  for  the  erection  and  completion  of  said 
building,  all  of  which  studies,  drawings,  specifications,  de- 
tails, estimates,  and  draft-  shall  be  subject  to  the  approval 
of  the  parties  of  the  liist  part. 

Sixth.  The  parties  of  the  second  part  agree  to  furnish  the 
parties  of  the  first  pail  with  a  model,  of  suitable  material,  of 
the  proposed  building  before  they  shall  be  called  upon  to  ap- 
prove the  final  plans  for  the  said  building. 

Seventh.  Work  upon  the  said  building  shall  not  be  com- 
menced until  full  general  plans  for  the  building  have  been 
prepared,  and  no  specific  work  shall  be  commenced  until  the 
same  shall  have  been  fully  advertised,  proposals  for  doing 
such  work  shall  have  been  received  from  responsible  parties, 
and  contracts  have  been  entered  into  with  satisfactory  guar- 
antees for  their  performance. 

Eighth.  The  parties  of  the  second  pari  shall  constantly 
supervise  and  inspect  the  work  upon  said  building  in  such 
manner  as  at  all  times  to  know  whether  said  work  is  being 
executed  in  conformity  with  the  designs  and  specifications, 
and  to  be  enabled  to  decide  when  successive  instalments,  or 
payments,  provided  for  in  any  contract,  arc;  dm;  and  payable, 
and  shall  have  power  to  determine  in  constructive  emergen- 
cies to  order  necessary  changes,  and  to  detine  the  true  intent 
and  meaning  of  the  drawings  and  specifications,  and  to  have 
authority  to  stop  the  progress  of  the  work  and  order  its  re- 
moval when  not  in  accordance  with  them. 

Ninth.  The  parties  of  the  first  part  agree  to  employ  and 
pay  a  competent  and  satisfactory  superintendent,  or  clerk  of 
the  works,  to  assist  the  parties  of  the  second  part  in  super- 
vising and  in-pecting  the  work  upon  said  building  during 
every  day  that  it  i>  in  progress,  and  said  superintendent  or 
clerk  of  the  works  -hall  be  subject  to  the  direction  and  con- 
trol of  the  parties  of  the  second  part. 

Tenth.  The  parties  of  the  second  part  agree  to  perform 
all  other  services  in  the  erection  of  said  building  that  are 
necessary  and  arc  customarily  required  and  performed  by 
architects  of  good  standing  in  regard  to  like   work. 

Eleventh.  The  parties  of  the  first  part  agree  to  pay  the 
parties  of  the  second  part  in  full  compensation  for  the  service 
hereinbefore  set  forth  five  per  cent,  upon  the  entire  cost  of 
the  said  building  when  completed,  including  all  fixtures  nec- 
essary to  render  it  fit  for  occupation,  and  said  commission  is 
to  be  paid  as  follows  :  namely,  one  per  cent,  when  preliminary 
drawings  are  completed,  one  and  one-half  per  cent,  when 


general  drawings  and  specifications  are  completed,  one  per 
cent,  when  details  and  contracts  are  completed,  and  the 
remaining  one  and  one-half  per  cent,  when  the  work  is 
completed.  It  is  agreed  that  until  estimates  are  made  from 
completed  drawings  and  specifications,  the  cost  of  said 
building  for  the  purposes  of  the  above-named  payments  shall 
be  considered  as  four  hundred  thousand  dollars. 

Twelfth.  The  said  parties  of  the  second  part  shall  also  be 
charged  with  the  duty  of  preparing  plans  for  the  suitable 
laying  out  and  improvement  of  the  land  not  occupied  by  the 
Library  buildings,  whether  in  the  front  or  rear  of  the  main 
Library  building,  whether  for  use,  convenience,  or  ornament, 
in  grass  plats,  for  such  access  by  driveways  as  may  be  needed 
for  convenience  of  stores  of  fuel,  for  introduction  of  large 
packages  of  books  or  other  merchandise,  with  such  fences, 
gates,  and  descent  or  descents  from  the  street  level  as  may  be 
necessary  or  convenient. 

Thirteenth.  It  is  agreed  that  no  additional  charges  or 
commission  be  demanded  or  paid  in  any  event  unless  material 
departures  and  additions  are  made  in  plans  or  contracts  after 
they  have  been  finally  approved  by  the  parties  of  the  first 
part,  and  in  such  cases  the  parties  of  the  second  part  shall 
receive  a  reasonable  compensation  according  to  the  time  and 
trouble  involved  for  services  rendered  necessary  by  such  ma- 
terial departures  ;  but  the  parties  of  the  second  part  agree 
that  no  claim  shall  be  made  for  such  extra  services  unless  it 
is  presented  to  the  parties  of  the  first  part  within  ten  days 
of  the  time  such  extra  services  are  rendered. 

(Signed.)         McKIM,    MEAD,  and   WHITE. 

(Signed.)         WM.    W.    GREENOUGH, 

Prest.  Trustees  Public  Library . 

On  motion  of  Professor  Haynes  the  yeas  and  nays  were 
ordered  with  the  following  result :  — 

Mr.  Greenough        ....       Yea. 

Mr.  Abbott Yea. 

Mr.  Haynes      .....       Yea. 

Voted,  That  the  records  of  the  Trustees,  acting  as  Com- 
missioners for  building  the  New  library  building,  be  kept 
in  a  separate  volume. 

Voted,  That  an  assistant  clerk  be  appointed  to  act  as 
secretary  for  all  matters  relating  to  the  construction  of  the 
New  library  building. 

Louis  F.  Gray  was  appointed  assistant  clerk. 

Mr.  Abbott  reported  that  he  had  had  an  interview  with 
the  agents  or  representatives  of  the  Georgia  Marble  com- 
pany. 


Voted,  That  the  President  he  requested  to  inform  Rev. 
Dr.  Clarke  of  the  substance  of  the  proceedings  in  regard  to 
the  New  library  building. 

October  8,  1887. 

The  regular  monthly  meeting  was  called  for  this  day,  but 
a  quorum  failed  to  appear. 

3  P.M.,  Octobek  20,  1887. 

Present:   Messrs.  Greenough,  Abbott,  and  Haynes. 

The  records  of  the  meetings  of  September  20  and  Octo- 
ber ")  were;  read  and  approved. 

The  President  reported  that  the  architects  would  report 
plans  next  week. 

3  P.M.,  Novembeb  1,  1887. 

Present:  Messrs.  Abbott,  Haynes,  and  Whithiore. 

The  records  of  October  18  and  20  were  read  and  ap- 
proved. 

Ordered,  That  the  Clerk  notify  the  architect  of  the  New 
library  building  that  the  Trustees  wish  him  to  meet  them  at 
their  room,  with  the  plans  of  the  new  building,  at  ten  o'clock 
on  Thursday  next. 

Adjourned  to  Thursday,  Nov.  3,  1887,  at  10  A.M. 

10  A.M..  Novembeb  3,  1887. 

Present:  Messrs.  Greenough,  Abbott,  Clarke,  Haynes, 
and  Whitmore,  and  Messrs.  McKim  and  Everett  of  the 
architects. 

The  reading  of  the  records  of  the  last  two  meetings  was 
deferred. 

Plans  were  exhibited  and  the  front  elevation  and  perspec- 
tive view  of  the  proposed  New  library  building. 

Mr.  Whitmore  asked  if  any  estimate  of  the  probable  cost 
of  the  building  had  been  made  and  whether  it  could  be 
erected  for  $400,000.  Mr.  McKim  replied  that  no  estimate 
had  as  yet  been  made,  but  that  he  was  of  opinion  that  the 
amount  named  would  not  be  sufficient. 

Mr.  Whitmore  then  called  the  attention  of  the  Board  to  the 
opinions  of  the  Corporation  counsel,  given  June  27  to  the 
Trustees,  and  October  17  to  the  City  architect,  both  of  which 
he  read,  to  the  effect  that  no  liability  can  be  incurred  on 
behalf  of  the  City  for  any  object  beyond  the  amount  duly 
appropriated  therefor.  That  the  Trustees  ought  not  to  go  on 
and  incur  expense,  but  to  report  back  the  matter  to  the  City 
Council  when  a  definite  estimate  shall  have  been  made. 


■Voted,  That  the  architects  be  requested  to  go  on  perfecting 
the  plans  for  the  New  library  building,  so  that  an  estimate  of 
the  cost  can  be  had. 

On  motion  of  Mr.  Whitmore, 

Ordered,  That  the  matter  of  the  plans  be  referred  to  the 
chairman  to  call  a  special  meeting  when  the  architect  is  ready 
to  report  the  probable  cost. 

3  P.M.,  November  30,  1887. 

Present :  Messrs.  Greenough,  Haynes,  and  Whitmore,  and 
Messrs.  McKim  and  Everett  from  the  architects'  office. 

Mr.  McKim  stated  that  he  had  estimates  all  ready  of  the 
cost  of  the  New  building  upon  the  plans  previously  submitted 
by  him,  but  that  a  great  deal  of  time  would  be  needed  for 
the  explanation  of  the  particulars.  The  subject  was  therefore 
laid  upon  the  table,  and  the  Board  was  adjourned  to  the  call  of 
the  President,  at  such  time  as  he  shall  find  that  a  session  of 
the  full  Board  can  be  had. 

3  P.M.,  December  16,  1887. 

Present :  Messrs.  Greenough,  Abbott,  Clarke,  and  Haynes, 
and  Messrs.  McKim,  Everett,  and  Kellogg,  of  the  architects' 
office. 

Voted,  That  the  President  be  authorized  to  draw  on  the 
City  treasury,  in  favor  of  McKim,  Mead,  and  White,  archi- 
tects, for  $4,275,  in  conformity  with  the  provisions  of  their 
contract  with  the  Trustees,  made  and  entered  into  March  30, 
1887. 

Mr.  McKim  submitted  an  estimate,  based  upon  the  entire 
cost  of  the  finished  building  in  all  its  details,  of  $898,253. 

He  stated  that  about  $200,000  of  this  amount  would  be 
saved  if  half  only  of  the  stack  were  built  now,  and  that  the 
estimate  included  a  percentage  for  possible  omissions. 

Certain  plans  were  exhibited,  and  specimens  of  marble  and 
granite  were  also  shown  as  desirable  to  be  used  in  the  pro- 
posed New  building. 

The  Board  then  adjourned  to  Tuesday,  December  20,  at 
3.30  P.M. 

3.30  P.M.,  December  20,  1887. 

Present:  Messrs.  Greenough,  Abbott,  Haynes,  and  Whit- 
more, and  Messrs.  McKim  and  Everett  of  the  architects. 

Mr.  McKim  exhibited  certain  plans  and  proposed  some 
modifications  in  the  shape  of  the  stack  to  gain  room  and 
light  from  a  larger  court-yard,  at  some  saving  of  expense. 
No  definite  action   was  taken  by  the  Commissioners. 

Mr.  Whitmore  came  in  after  the  above  action. 

Adjourned  to  Thursday,  Dec.  22,  at  3.30  P.M. 
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3.30  P.M.,  December  22,  1887. 

Present:  Messrs.  Greenough,  Abbott,  Clarke,  and 
Haynes,  and  Messrs.  MeKim  and  Everett  of  the  architects. 

On  motion  of  the  Rev.  Dr.  Clarke, 

Voted,  That  the  stone  to  be  selected  for  the  exterior  of  the 
New  library  building  shall  also  be  used  in  the  construction 
of  the  parts  facing  upon  the  interior  court-yard. 

Voted,  To  extend  the  stack  building  back  to  the  full  limit 
of  the  lot,  as  proposed  by  the  architects. 

Voted,  That  the  architects  be  authorized  to  proceed  to 
make  working  plans,  with  the  view  of  utilizing  the  entire 
lot  for  the  stack  building  and  central  court. 

On  motion  of  Professor  Haynes, 

Voted,  That  the  material  for  the  construction  of  the  New 
library  building  be  granite,  with  the  exception  of  the  rear 
wall,  which  is  to  be  of  brick. 

3  P.M.,  March  9,  1888. 

Present:   Messrs.  Greenough,  Haynes,  and  Whitmore. 

Some  conversation  was  had  in  respect  to  the  power  of  the 
Trustees  to  go  forward  and  expend  the  balance  of  the  appro- 
priation for  the  Dartmouth-street  estate,  unless  the  same  be 
sufficient  to  erect  the  building,  and,  on  motion  of  Mr.  Whit- 
more, it  was 

Ordered,  That  Messrs.  Whitmore,  Haynes,  and  Abbott  be 
a  committee  to  confer  with  the  Corporation  counsel,  and  to 
obtain  his  written  opinion  whether  or  not  the  Trustees,  hav- 
ing had  prepared  plans  for  a  building  to  cost  largely  in  ex- 
cess of  their  appropriation,  are  authorized  to  make  contracts 
for,  and  erect  such  portion  of  such  larger  building  as  can  be 
paid  for  by  such  present  appropriation. 

4  P.M.,  March  16,  1888. 

Present :  Messrs.  Greenough,* Abbott,  and  Haynes. 

The  records  of  the  meetings  of  Feb.  2,  Feb.  11,  Feb.  18, 
and  March  i),  were  read  and  approved. 

Voted,  That  the  committee  provided  for  in  the  follow- 
ing :  — 

"Ordered,  That  Messrs.  Whitmore,  Haynes,  and  Abbott  be 
a  committee  to  confer  with  the  Corporation  counsel,  and  to 
obtain  his  written  opinion  whether  or  not  the  Trustees,  hav- 
ing had  prepared  plans  for  a  building  to  cost  largely  in  ex- 
cess of  their  appropriation,  are  authorized  to  make  contracts 
for,  and  erect  such  portion  of  such  larger  building  as  can  be 
paid  for  by  such  present  appropriation,"  be  discharged  from 
further  consideration  of  the  matter. 

Mr.  Abbott  was  chosen  President  pro  tern. 
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Voted,  That  the  President  pro  tern,  be  authorized  to  draw 
'  on  the  City  treasury,  in  favor  of  Messrs.  McKim,  Mead, 
and  White,  architects,  for  $6,000,  being  one  and  one-half  per 
cent,  of  $400,000,  in  conformity  with  the  provisions  of  their 
contract  with  the  Trustees  made  and  entered  into  March 
30,  1887. 

Ordered,  That  the  President  pro  tern,  be  authorized  to 
advertise  for  proposals  for  the  additional  piling  needed  for 
the  New  library  building  on  Dartmouth  street. 

4  P.M.,  March  30,  1888. 

Present :  Messrs.  Abbott  and  Haynes. 

The  architects,  Messrs.  McKim,  Mead,  and  White,  having 
presented  general  and  working  plans  for  the  New  public 
library  building  in  accordance  with  the  vote  of  the  Commis- 
sioners of  Dec.  22,  1887,  upon  estimates  reported  Dec.  16, 

1887,  it  was 

Voted,    That  said  plans  be  approved. 

Voted,  That  the  Trustees  proceed  to  erect  a  Library  build- 
ing capable  of  containing  the  present  collection  of  books, 
with  accommodations  for  the  public,  as  far  as  may  be,  and 
the  present  working  force,  adopting  so  much  of  the  plans 
already  submitted  as  can  be  completed  within  the  appro- 
priation made  therefor  by  the  City,  and  capable  of  enlarge- 
ment so  as  to  conform  with  the  full  plans. 

The  President  pro  tern,  reported  that  bids  for  additional 
piling  for  the  New  library  building  were  received  from 
P.  O'Kiordan,  George  H.  Cavanagh,  John  T.  Scully,  and 
Horace  Si  as. 

That  said  bids  were  opened  by  Mr.  Flanagan,  represent- 
ing His  Honor  the   Mayor,  at  12  o'clock,    noon,  March  28, 

1888,  whereupon  it  was 

Voted,  That  the  lowest  bid,  that  of  John  T.  Scully,  at 
$3.24  per  pile,  extra  material  excavated  and  carted  away  at  22 
cents  per  cubic  yard,  and  an  allowance  of  $2.86  to  the  city 
for  piles  not  driven,  be  accepted,  and  that  the  President 
pro  tern,  be  authorized  to  conclude  a  contract  with  said 
John  T.  Scully,  in  behalf  of  the  City,  for  the  necessary 
piling,  and  to  take  and  approve  a  suitable  bond. 

Voted,  That  the  President  pro  tern,  be  authorized  to  order 
of  the  Heliotype  company  1,500  sets  of  plans  to  accompany 
the  report  of  the  Board  upon  the  progress  of  the  New  library 
building. 

Voled,  That  the  model  in  plaster  of  the  proposed  New 
library  building  prepared  by  Messrs.  McKim,  Mead,  and 
White,  be  exhibited  in  Bates  Hall. 
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4.55  P.M.,  May  12,  1888. 

Present :  Messrs.  Abbott,  Haynes,  and  Prince. 

The  records  of  March  80,  1888,  Were  read  and  approved. 

Upon  motion  of  Mr.  Haynes,  voted  to  rescind  the  vote 
passed  March  30,  1888,  as  follows  :  — 

"  Voted,  That  the  Trustees  proceed  to  erect  a  Library  build- 
ing capable  of  containing  the  present  collection  of  hooks, 
with  accommodations  for  the  public,  as  far  as  may  be,  and 
the  present  working  force,  adopting  so  much  of  the  plans 
already  submitted  as  can  be  completed  within  the  appropria- 
tion made  therefor  by  the  City,  and  capable  of  enlargement  so 
as  to  conform  with  the  full  plans." 

On  motion  of  Mr.  Haynes, 

Voted,  That  the  Trustees  of  the  Public  library  proceed 
to  commence  the  construction  and  erection  of  the  New  pub- 
lic library  building,  according  to  the  plans  made  by  Messrs. 
McKim,  Mead,  and  White,  and  approved  by  the  said  Trus- 
tees by  vote  of  March  30,  1888,  and  go  on  with  the  work 
thereon  so  far  as  it  can  be  done  within  the  limits  of  the  ap- 
propriation made  for  the  erection  of  a  New  library  building 
on  Dartmouth  street,  St.  James  avenue, and  Boy  Is  ton  street, 
according  to  the  vote  of  the  City  Council,  approved  May  12, 
1888,  and  expend  the  balance  of  said  appropriation  therefor, 
and  that  the  President  be  authorized  to  advertise  for  bids  for 
such  work. 

On  motion  of  Mr.  Prince, 

Voted,  That  the  President  be  authorized  to  select  and  em- 
ploy such  inspectors  as  may  be  necessary  for  the  work. 

3  P.M.,  May  18,  1888. 

Present :  Messrs.  Abbott,  Haynes,  and  Prince. 

The  records  of  the  two  meetings  held  May  12,  1888,  were 
read  and  approved. 

A  communication  was  received  from  the  City  government, 
as  follows :  — 

City  of  Boston. 
In  Board  of  Aldermen,  May  7,  1888. 

Whereas,  It  appears  from  careful  estimates  presented  by  the  archi- 
tects appointed  by  the  Trustees  of  the  Public  Library,  that  the  cost  of 
the  new  building  will  be  $1,166,000  ;  now,  therefore,  in  order  to  expedite 
the  erection  of  said  building,  but  intending  that  no  more  than  the  above 
sum  shall  be  used  in  said  construction,  — 

Ordered,  That  the  Trustees  of  the  Public  Library  be  and  hereby  are 
authorized  to  commence  the  construction  and  erection  of  the  new  Public 
Library  building,  according  to  the  plans  made  by  the  architects.  .McKim, 
Mead,  and  White,  and  approved  by  said  Trustee-,  and  to  proceed  with 
the  work  thereon  so  far  as  it  can  be  done  within  the  limits  of  the  appro- 
priation made  for  the  erection  of  a  new  Library  building  on  Dartmouth 
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street,  St.  James  avenue,  and  Boylston  street,  and  the  said  Trustees  are 
.  authorized  to  expend  the  balance  of  said  appropriation  therefor. 

Passed,  yeas  10,  nays  2.     Sent  down  for  concurrence.     In  Common 
Council,  May  10,  concurred,  yeas  62,  nays  1.     Approved  by  the  Mayor, 
May  12,  1888. 
A  true  copy. 

Attest:*  (Signed.)  J.  H.  O'lSTEIL, 

City  Clerk. 

Mr.  Abbott  reported  the  state  of  the  Dartmouth-street  es- 
tate appropriation  to  the  1st  May,  1888. 

That  he  had  drawn  upon  it  since  that  date  for  $17.60  for 
advertising  for  bids  for  additional  piling. 

That  he  had  engaged  Hubbard  C.  Packard  as  Inspector,  at 
$4.50  per  day;  James  A.  Berrill,  Assistant  Inspector,  at 
$4.00  per  day,  and  Dennis  J.  McCarthy,  Night  Watchman,  at 
$2.25  per  day,  from  May  21,  each. 

Ordered,  That  the  action  of  the  President  be  approved. 

4  P.M.,  June  15,  1888. 

Present:  Messrs.  Abbott  and  Prince. 

The  record  of  the  meeting  held  May  18,  was  read  and 
approved. 

Mr.  McKim,  the  architect,  being  present  the  following 
business  in  respect  to  the  New  building  was  transacted  :  — 

Ordered,  That  the  west  wall  of  the  building  be  set  back 
eighteen  inches  from  the  line  of  the  lot,  and  constructed  of 
brick,  with  a  four-inch  facino;  of  such  brick  as  will  be  in  har- 
mony  with  the  other  walls. 

The  President  reported  that  work  on  the  Dartmouth-street 
building  began  May  14. 

Also,  that,  by  the  authority  given  him,  he  had  concluded  a 
contract  for  piling.     The  contract  being  read,  was  approved. 

Also,  that  proposals  for  the  erection  of  the  first  story  of 
the  New  building  would  be  advertised  in  a  few  days. 

He  also  reported  the  following  requisitions  on  the  fund  of 
the  Library  building,  Dartmouth  street,  which  Avere  ap- 
proved :  — 

June  1,  1888,  for  advertising  .         .  .  .  $17  60 

Pay-roll 243  00 

Special  draft  on  the  City  treasury  in  favor  of 
McKim,  Mead,  and  White  on  account  of  com- 
mission as  per  contract         ....      18,875  00 

Also,  that  the  City  Auditor  had  declined  to  allow  the  pay 
of  the  inspectors,  authorized  at  the  meeting  of  May  12th,  and 
the  following  correspondence  had  ensued  :  — 


12 


June  18,  1888. 
My  dear  Mr.  Bailey: — Referring  to  our  conversation  this  morn- 
big  in  regard  to  hiring  of  inspectors  for  the  new  Public  Library  Build- 
ing, I  would  say  that  I  do  not  think  the  Trustees  of  the  Public  Libra  r\ 
contemplated  or  intended,  when  they  made  the  contracl  with  MeKiin, 
Mead,  and  White  that  the  latter  should  pay  for  the  inspectors.  The 
Trustees  think  that  it  is  for  the  best  interests  of  the  city  that  they  should 
have  inspectors  responsible  to  them  and  outside  of  the  architect-,  and 
have  therefore  authorized  tin-  present  men. 

Very  truly  yours, 
(Signed.)  S.  A.  1*.  ABBOTT. 

A.  J.  Bailey,  Esq.,  City  Solicitor. 

Hereupon  the  City  Solicitor  advised  tin-  allowance  of  said 
claims,  and  the  auditor  therefore  allowed  them. 

Ordered,  That  the  President  be  authorized  to  employ  a 
suitable  person  or  persons  as  watchmen  of  the  New  building, 
nights  and  holidays,  at  a  rate  not  exceeding  $3  per  night 
or  day. 

Ordered,  That  the  word  "Commissioners,"  as  applied  to 
the  Trustees  as  having  in  charge  the  erection  of  the  Xew 
building  he  discontinued,  the  same  having  been  used  inad- 
vertently. 

3  P.M.,  July  9,  1888. 

Present  :   Messrs.  Abbott  and  Prince. 

The  record  of  the  meeting  of  June  15,  1888,  was  read  and 
approved. 

The  President  reported  that  under  the  authority  given  him 
by  the  Trustees,  May  12,  1888,  he  had  advertised  in  four 
Boston  papers,  and  in  the  ''American  Architect  and  Building 
News,"  of  New  York,  proposals  for  the  New  building,  as 
follows  :  — 

Boston  Puhlic  Library.  —  Sealed  proposals  will  be  received  at  the 
Trustees1  room  of  the  Boston  Public  Library,  Boylston  street,  on  or  he- 
fore  July  5,  1888,  at  12  M.,  when  said  proposals  will  be  opened  in  said 
Trustees"  room,  for  building  the  new  Public  Library  on  Dartmouth  street, 
up  to  the  Bates  Hall  floor:  proposals  to  be  addressed  to  His  Honor  Hugh 
O'Brien,  Mayor,  and  deposited  in  a  sealed  box  at  the  Public  Library; 
the  right  is  reserved  to  reject  any  or  all  proposals  received.  For  speci- 
fications and  proposal  blanks  apply  at  the  office  of  Messrs.  McKim, 
Mead,  &  White,  -J3  Beacon  street.  The  Trustees  of  the  Public  Library, 
by  S.  A.  B.  Abbott,  President. 

Also,  that  in  consequence  of  some  delay  in  the  completion 
of  the  necessi  ry  number  of  blue  prints  of  the  plans,  be  had 
extended  the  time  for  filing  proposals  for  the  New  building 
from  the  5th  of  July  to  the  17th. 

Voted,    To  approve  the  foregoing  acts  of  the  President. 
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He  further  reported  that  he  had  directed  the  architects  and 
inspectors  to  make  weekly  report  of  all  work  clone  on  the 
New  building. 

He  also  presented  a  plan  of  the  piling,  masonry,  and  iron 
work  of  the  New  building,  and  the  proposed  contract  in  re- 
lation thereto. 

Ordered,  That  the  same  be  approved ;  but  the  contract 
only  so  far  as  the  form  is  concerned. 

The  President  presented  a  report  of  the  architects  up  to 
and  including  July  3,  and  three  reports  of  the  inspector, 
from  May  21  to  July  3. 

Read,  and  ordered  to  be  placed  on  file. 

Ordered,  That  the  contracts  for  the  New  building  be 
printed,  and  also  abstracts  of  the  proceedings  of  the  Trustees 
relative  thereto. 

Adjourned  to  July  17  at  12  M. 

12  M,,  July  17,  1888. 

Present:  Messrs.  Abbott,  Prince,  and  Whitmore,  of  the 
Trustees,  and  Messrs.  McKim  and  Benton,  of  the  architects' 
office. 

Mr.  Whitmore  desired  to  file  a  protest,  as  follows  :  — 

Boston,  July  17,  1888. 

I  hereby  protest  against  any  action  being  taken  by  the  Board  of  Trus- 
tees of  the  Boston  Public  Library,  in  the  matter  of  contracting  for  the 
building  of  any  portion  thereof,  according  to  certain  advertisements 
calling  for  tenders,  for  the  following  reasons:  — 

1.  That  no  plans  and  specifications  have  been  approved  by  the 
Board  after  it  had  the  power  to  build,  and  before  the  tenders  were 
called  for. 

2.  That  no  such  adveitisements  have  ever  been  ordered  by  the 
Board. 

3.  That  the  specifications  have  not  been  examined  by  the  Trustees, 
my  copy  only  being  sent  me  on  July  13,  1888. 

4.  Because  one  new  member  of  the  Board  was  only  confirmed  July 
16,  and  has  not  seen  the  plans,  etc. 

5.  Because  the  plans  and  specifications  have  not  been  approved  by 
the  Inspector  of  Buildings  (Mr.  Damrell),  and  all  work  under  them  is 
illegal.  We  ought  not  to  make  contracts  for  work  which  may  be  disal- 
lowed, and  which  we  cannot  construct. 

WM.  H.  WHITMORE, 

Trustee. 

Mr.  Whitmore  made  a  motion  to  postpone  opening  the  bids 
until  such  time  as  the  Board  shall  order  public  notice  thereof 
to  1)0  given  by  advertisement. 

Mr.  Prince  said  that  time  was  of  great  value,  and  that  he 
should  vote  against  such  a  proposition. 

The  yeas  and  nays  were  taken  with  the  following  results  : 

Abbott,  nay  ;  Prince,  nay  ;  Whitmore,  yea. 
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Voted,  To  proceed  to  open  the  bids  :  Abbott  and  Prince, 
yea  ;  Whitmore,  nay. 

At  12.45  P.M.,  Mr.  Dover,  of  the  Mayor's  office,  opened 
the  box  containing  the  bids,  and  Mr.  Abbott  read  the  pro- 
posals, as  follows  :  — 

Hezekiuh  McLaughlin     .         .         .  $354,555 

Augustus  Lotbrop .         .         .         .  347,s.">s 

Norcross  Brothers  ....  300,000 

Woodbury  &  Leightoo    .         .         .  266,776 

The  President  laid  before  the  Board  the  report  of  the  chief 
inspector  of  the  work  on  the  New  library  building,  to  July 
10th,  inclusive,  which  was  ordered  to  be  placed  on  Hie. 

Voted,  That  the  President  be  authorized  to  communicate 
with  the  lowest  bidders,  and  after  consultation  with  the  archi- 
tects, to  make  such  inquiries  respecting  their  proposal  as 
may  be  necessary,  and  at  the  same  time  to  consult  with  re- 
spect to  their  bondsman. 

Voted,  That  the  architects  be  requested  to  tile  copies  of 
their  plans  with  the  Inspector  of  Buildings. 

Adjourned  to  July  18,  at  12  M. 

12  M.,  July  18,  1888. 

Present  :  Messrs.  Abbott,  Pierce,  and  Prince,  of  the  Trus- 
tees, and  Messrs.  McKim  and  Benton,  from  the  Architects' 
office. 

The  Trustees  considered  the  proposals  for  building  the  New 
public  library  up  to  the  Bates  Hall  floor,  which  were  opened 
the  17th  inst.,  and  without  deciding  the  matter,  adjourned  to 
Monday,  July  23,  at  3  P.M. 

Contract  for  Additional  Piling. 

Articles  ok  Agreement,  made  and  concluded  tin-  fourteenth  day  of 
May,  in  the  year  one  thousand  eight  hundred  and  eighty-eight,  by  and 
between  the  Trustees  of  the  Public  Library  of  the  City  of  Boston,  of  the 
County  of  Suffolk,  in  the  State  of  Massachusetts,  of  the  firs!  part. and  John 
T.  Scully,  pile-driver  and  contractor,  of  said  City,  County,  and  State,  of 
the  second  part :  — 

Whereas,  the  said  party  of  the  second  part  has  agreed,  and  by  these 
presents  does  agree,  with  the  said  party  of  the  first  part,  for  the  consid- 
eration hereinafter  mentioned  and  contained,  at  his  own  proper  cost  and 
expense,  to  do  all  the  work  and  furnish  all  the  material  called  lor  by 
this  agreement,  for  furnishing  and  driving  the  piles  and  performing  the 
excavation  for  the  same,  for  the  new  foundations  of  the  "  Stack  Build- 
ing," so  called,  of  the  new  Public  Library  Building  to  be  erected  on 
Dartmouth  street,  Boston,  in  the  manner  and  under  the  conditions  stipu- 
lated for  in  the  folios  of  the  specification  attached  to  this  document, 
which  specification  is  hereby  made  a  part  of  the  contract,  and  in  accord- 
ance  with  the  plans  therefor,  in  the  office  of  McKim,  Mead,  &  White, 
Architects,  53  Beacon  street,  Boston. 
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Whereas,  the  said  party  of  the  second  part  further  agTees  that  all 
materials  entering  into  the  construction  of  the  various  parts  mentioned 
and  shown  shall  be  first-class,  and  of  the  best  selected  quality  of  then- 
several  kinds  ;  and  that  the  workmanship  shall  be  thorough,  substantial, 
and  first-class  also,  and  that  every  part  shall  be  made  complete,  and  that 
all  work  contemplated,  described,  and  shown,  shall  be  done  to  the  satis- 
faction of  the  Architects,  who  shall  be  sole  judge  as  to  the  fitness  of  the 
materials  and  the  quality  of  the  work  as  herein  set  forth;  and  if  any 
person  employed  by  the  parties  of  the  second  part  should  appear  to  the 
said  Architects  to  be  incompetent  or  unskilful,  he  shall  be  discharged 
immediately  on  requisition  of  the  said  Architects,  and  such  person  shall 
not  again  be  employed  on  the  works.  Also  any  unfaithful  or  imperfect 
work  that  may  be  discovered  before  the  final  acceptance  of  the  work: 
shall  be  corrected  immediately  on  the  requisition  of  the  said  Architects, 
notwithstanding  that  it  may  have  been  overlooked  by  the  proper  inspec- 
tor. The  inspection  of  the  work  shall  not  relieve  the  contractor  of  any 
obligations  to  perform  sound  and  reliable  work  as  herein  described. 
And  all  work  of  whatever  kind,  which,  during  its  progress,  may 
become  damaged  from  any  cause,  shall  be  taken  or  removed,  so  much 
of  it  as  maybe  objectionable,  and  replaced  by  good  and  sound  work  sat- 
isfactory to  the  said  Architects. 

The  said  John  T.  Scully,  of  the  second  part,  further  covenants  and 
agrees  that  the  work  aforesaid  shall  be  commenced  on  or  before  May  15, 
1888,  and  be  prosecuted  as  rapidly  as  possible,  with  as  many  men  as  can 
be  beneficially  employed  so  as  not  to  delay  the  City,  or  any  person  em- 
ployed upon  the  works  ;  and  if,  at  any  time,  any  of  the  works  mentioned 
in  the  said  specifications  are  not  progressing,  or  any  materials  are  not  in 
accordance  with  the  said  specifications,  or  this  contract,  to  the  entire 
satisfaction  of  said  Architects,  the  Trustees  of  the  Public  Library  shall 
have  the  right  to  enter  upon  and  take  possession  of  said  works,  and  re- 
move all  materials  that  are  considered  by  them  unfit  for  said  work  and 
to  furnish  suitable  materials  therefor ;  and  the  said  Corporation  shall 
also  have  the  right  to  employ  workmen  on  the  said  works  for  the  com- 
pletion of  the  same  ;  and  all  workmen  so  employed,  and  all  the  materials 
furnished  by  the  said  Corporation  on  said  works,  are  to  be  paid  for  by 
the  Trustees  of  the  Public  Library ;  and  the  amount  of  such  payments 
shall  be  deducted  from  the  amount  payable  on  this  contract,  and  the 
balance,  if  any,  shall  be  paid  to  the  said  John  T.  Scully. 

The  said  party  of  the  second  part  hereby  further  agrees  that  he  will 
give  his  personal  attention  to  the  fulfilment  of  this  contract;  and  that  he 
will  not  sub-let  the  aforesaid  wrork,  but  will  keep  the  same  under  his 
own  control ;  and  that  he  will  not  assign,  by  power  of  attorney  or  other- 
wise, this  contract,  or  any  part,  of  the  same,  unless  by  or  with  the  pre- 
vious consent  of  the  said  Architects,  to  be  signified  by  indorsement  on 
this  agreement. 

And  the  said  party  of  the  second  part  hereby  further  agrees  that  he  will 
begin  driving  piles  within  ten  (Id)  days  after  the  signing  of  this  con- 
tract, and  that  he  will  have  all  the  work  completed  before  duly  twentieth 
(20th),  ^88,  and  will  pay  to  the  Trustees  of  the  Public  Library  ten  dol- 
lars ($10)  as  liquidated  damages  for  each  day  which  elapses  between 
July  20th  and  the  completion  of  the  work. 

And  it  is  hereby  further  agreed  that  the  Architects  shall  make  approxi- 
mate monthly  estimates,  as  the  work  progresses,  of  the  work  done,  and 
that  payments  shall  be  made  of  eighty-five  per  cent,  of  the  amount  of 
such  monthly  estimates. 

And  the  said  party  of  the  second  part  hereby  further  agrees  that  he 
will  not  be  entitled  to  demand  or  receive  payment  tor  any  portion  of  the 
aforesaid  work  or  materials  except  in  the  manner  set  forth  in  this  agree- 
ment, nor  until  each  and  all  of  the  Stipulations  hereinbefore  mentioned 
are  complied  with,  and  the  Architects  shall  have  given  their  certificate 
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to  that  effect;  whereupon  the  party  of  the  first  part  will,  at  the  expira- 
tion of  thirty-one  (lavs  after  such  completion  and  the  delivery  of  such 
certificate,  pay,  and  it  hereby  binds  itself  to  pay.  the  said  parly  of  the 
second  part,  in  cash,  the  balance  of  money  accruing  to  the  said  party  of 
the  second  part  under  this  contract,  excepting  such  sum  or  sums  as  may 
be  law  fully  retained  under  any  of  the  provisions  of  this  contract  herein- 
before mi  forth. 

And  it  is  further  agreed  thai  this  <  ontract  shall  not  be  altered  in  any 
particular  except  as  provided  in  Section  6,  Chapter  17,  of  the  Revised 

Ordinances  of  1885;  and  in  ease  of  such  alteration,  so  much  of  this  (-on- 
tract as  is  not  necessarily  affected  by  the  change  shall  remain  in  force 
upon  all  parlies  thereto.  And  no  payment  for  work  done  under  such 
alteration  shall  be  made  until  the  completion  of  the  whole  contract,  and 

the    adjustment  and   payment  of    the   bill   then    rendered    for  such  work 

shall  release  and  discharge  the  Trustees  of  the  Public  Library  from  any 
and  all  claims  or  liability  on  account  of  any  work  performed  under  said 

contract  or  any  alteration  thereof. 

And  it  is  herein  further  agreed  that  incase  the  work  is  delayed  by 
any  action  of  the  Trustees,  the  party  of  the  Becond  part  shall  be  entitled 
to  receive  from  the  Trustees  the  amount  of  the  damage  caused  him  by 
such  action,  provided  the  claim  for  damages  is  made  forthwith. 

And  it  is  further  agreed  thai  the  party  of  the  first  pari  may,  if  it  deems 
it  expedient  to  do  BO,  retain  out  of  any  amounts  dut-  the  party  of  the 
Second  part  On  this  contract,  sums  sufficient    to  COVer  any  unpaid  claims 

of  mechanics  or  laborer-,  for  work  or  labor  performed  under  this  con- 
tract, provided  thai  notice  in  writing  of  Mich  claim-.  Bigned  by  the 
claimants,  has  been  previously  filed  in  the  office  of  the  City  Clerk  of  the 
( 'ity  of  Boston. 

The  Trustees  of  the  Public  Library,  in  consideration  of  the  materia] 
being  provided,  and  the  work  performed  to  the  entire  satisfaction  of  the 
said  Architects  and  agreeably  to  the  said  specifications  and  plans,  cove- 
nants to  and  with  tin  said  John  T.  Scully  that  it,  the  said  Corporation, 
will  well  and  truly  pay,  or  cause  to  be  paid,  in  the  manner  aforesaid, 
unto  the   said  John  '1'.  Scully  or  his  legal  representative,  the  sum  of 

$3.24  for  each  and  every  pile  driven  for  the  foundation- of  the  .-aid 
"Stack  Building,'"  so  called,  to  the  number  of  2,351,  more  or  less,  as 
the  Architects  may  direct,  including  all  incidental  work,  provided  that 
no  paymenl  -hall  he  made  lor  such  piles  a.-  may  he  driven  to  replace 
those  condemned  for  any  reason. 

For  all  extra  piles  lid  inches  in  diameter,  four  feet  from  the  butt,  and 
7  inches  in  diameter  at  the  point,  (3.24  per  pile. 

For  all  extra  material  excavated  and  cither  placed  on  the  lot  or  carted 
away,  22  cents  per  cubic  yard. 

And  the  -aid  party  of  the  second  part  further  agrees  to  make  an  allow- 
ance to  the  Trustees  of  the  Public  Library  of  $2.86  lor  each  and  every 
pile  subtracted  from  the  number  to  be  driven  as  shown  by  the  Piling 
Plan. 

In  witness  whereof,  the  said  Corporation  has  caused  its  name  and  cor- 
porate seal  to  be  hereunto  affixed  by  it<  President,  hereto  duly  author- 
ized, and  the  said  John  T.  Scully  has  hereunto  set  his  hand  and  seal  the 
day  and  year  first  above  written. 

(Signed.) 
The  Trustees  of  the  Public  Library  of  the  City  of  Boston  by 

(Signed.)  S.  A.  B.  ABBOTT,  [seal.] 

President. 

(Signed.)  JOHN  T.  SCULLY.       [seal.] 
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Specification 

For  Pile  Driving  for  the  New  Public  Library  Building  on  land  belonging 
to  the  City  of  Boston,  situated  on  Dartmouth  street,  Boylston  street,  and 
St.  James  avenue  ;  the  ivork  to  be  confined  to  that  portion  of  the  building 
intended  for  both  immediate  and  future  use  as  Stack-rooms. 

Estimates  of  the  work  must  be  given  per  pile,  and  the  Architects 
reserve  the  right  to  add  to  or  diminish  the  number  shown  by  the  plans 
at  their  option  without  vitiating  the  contract. 

The  work  to  be  commenced  within  three  days  after  the  awarding  the 
contract,  and  a  suitable  bond  to  be  required  for  the  performance  thereof. 

The  right  is  reserved  to  reject  any  and  all  bids. 

The  contractor  is  to  put  in  as  many  machines  as  may  be  found  desir- 
able by  the  Architects,  and  prosecute  the  work  as  rapidly  as  may  be 
directed. 

Each  and  every  pile  to  be  driven  under  the  personal  supervision  of  an 
authorized  representative  of  the  Architects,  in  accordance  with  his  in- 
struction and  to  his  satisfaction. 

The  work  to  be  done  in  strict  accordance  with  the  piling  plans,  and 
the  piles  are  to  be  all  of  sound  spruce,  perfectly  straight,  free  from 
shakes,  bad  knots,  or  other  defects,  of  even  growth  ;  each  properly  freed 
from  bark,  pointed  and  ringed,  and  driven  vertically  from  ten  to  twelve 
inches  into  blue  clay,  as  may  be  directed,  the  length  of  piles  to  vai-y  ac- 
cording to  location,  and  the  contractor  will  be  required  to  find  blue  clay 
in  all  cases  to  the  entire  satisfaction  of  the  Architects.  The  full  run  of 
the  hammer  will  not  be  allowed  in  driving  the  pile  the  last  fifteen  or 
twenty  feet,  but  it  must  be  driven  by  short  runs  as  directed.  If  any  pile 
show  indications  of  not  having  reached  firm  bottom,  or  should  be 
broken  or  split  in  driving,  an  extra  pile  is  to  be  driven  beside  it. 

Set  proper  batter-boards  for  the  laying  out  of  your  work  within  forty- 
eight  hours  of  the  signing;  of  the  contract. 

Set  ten  (10)  sound  cedar  posts,  8  inches  in  diameter,  on  north-east 
corner  of  lot  (Dartmouth  and  Boylston  streets),  according  to  the  Archi- 
tects' direction,  and  move  the  wooden  building  which  now  stands  in  the 
south-west  corner  of  the  lot  on  to  these  posts,  levelling  it  up  and  making 
it  secure,  having  cut  off  the  posts  at  grade  20.00.  All  to  be  done  when 
called  for  by  the  Architects. 

All  the  gravel  or  soil  within  the  full  line  designated  on  the  piling 
plan,  as  the  boundary  of  the  bottom  of  the  piling  excavation  at  grade 
8.00  is  to  be  excavated  to  grade  8.00,  and  either  piled  on  the  lot  as 
directed,  or  carted  away  at  a  week's  notice  from  the  Architects. 

All  the  piles  shown  by  circles  on  the  piling  plan  within  the  broken 
line  marked  A,  B,  C,  D,  E,  F,  G,  H  are  to  be  driven  under  this  contract 
and  specification. 

The  piles  marked  on  the  piling  plan  with  a  heavy  ring  are  to  be  not 
less  than  ten  (10)  inches  in  diameter,  four  feet  (4')  from  the  butt,  and 
not  less  than  5"  at  point.  All  other  piles  are  to  be  not  less  than  eleven 
and  one-half  inches  (11-i")  four  feet  (4')  from  butt,  and  not  less  than 
seven  at  the  point. 

(Accompanied  by  a  bond  of  $1,000,  with  John  McNamarra  and  M.  M. 
Cunniif  as  sureties.) 
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EXTRACTS 


FROM  THE 


EECOEDS  OF  THE  TRUSTEES  OF  THE  PUBLIC 
LIBRAE!  OF  THE  CITY  OF  BOSTON 


RELATTYE   TO 


THE  NEW  LIBRABT  BUILDING  ON  COPLEY  SQUARE. 

(Continued.) 


3  P.M.,  Monday,  July  23,  1888. 

Present:  Messrs.  Abbott,  Haynes,  Pierce,  Prince,  and 
Whitmore. 

Mr.  Prince  moved  that  the  proposals  of  Woodbury  and 
Leighton,  they  being  the  lowest  bidders,  be  accepted;  Mr. 
Whitmore  moved,  as  an  amendment,  the  following:  — 

"  Provided,  that  the  said  bidders  give  bonds  in  the  sum 
of  fifty  thousand  dollars,  with  sureties  satisfactory  to  the 
Trustees,  that  they  will  carry  out  the  contract,"  which  was 
adopted  by  the  following  yea  and  nay  vote  :  — 


Abbott 

Prince 

Pierce 

Whitmore 

Haynes 


Yes. 
Y'es. 

Y^es. 
Yes. 
Yes. 


Voted,  That  when  the  Corporation  adjourn,  it  be  to  Mr. 
Prince's  office,  54  Devonshire  street,  at  the  call  of  the  Presi- 
dent, atone  dajr's  notice.  The  President  called  attention  to 
the  default  of  John  T.  Scully  in  driving  piles  according  to 
the  time  set  forth  in  the  contract,  but  no  action  was  taken. 

July  30,  1888. 

Trustees  met  agreeably  to  call  this  3  P.M.,  at  office  of  F. 
O.  Prince,  54  Devonshire  street,  Boston. 

Present :  Messrs.  Abbott,  Whitmore,  Pierce,  and  Prince. 
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On  motion  of  Mr.  Whitmore,  Mr.  Prince  was  elected  clerk 
pro  tern. 

Mr.  Prince  reported  that  he  had  conferred  with  Mr. 
Bailey,  City  Solicitor,  touching  form  of  building  contract, 
and  presented  the  written  opinion  of  that  officer,  responsive 
to  certain  written  questions  propounded  to  him,  and  it  was 
voted  to  place  the  same  on  file. 

After  some  consideration  of  the  sureties  proposed  by 
Messrs.  Woodbury  and  Leighton,  to  secure  the  fulfilment  of 
their  (wilding  contract,  it,  was  voted  to  adjourn  to  Tuesday, 
July  31,  1  P.M.,  at  same  place. 

Tuesday,  July  31. 
Trustees  met. 

Present  :  Messrs.  Abbott,  Pierce,  and  Prince. 
The  subject  of  contractors'  bond  was  discussed,  and,  in 
view  of  the  fact  that  Messrs.  Woodbury  and  Leighton  were 
unable  to  furnish  sureties  satisfactory  to  the  Trustees,  it  was 
Vohd,  That  the  President  be  authorized  to  execute  and 
enter  into  a  contract  with  Messrs.  Woodbury  and  Leighton, 
with  a  reserve  of  twenty-five  per  cent,  instead  of  fifteen  per 
cent.,  and  to  take  the  personal  bond  of  the  contractors  with- 
out sureties. 

Voted,    To  adjourn  subject  to  the  call  of  the  President. 


3  P.M.,  Wednesday,  August  1,  1888. 

Present  :   Messrs.  Abbott,  Pierce,  and  Prince. 

On  motion  of  Mr.  Prince.  Louis  F.  Gray  was  chosen 
Clerk  pro  (em.,  during  the  absence  of  the  Clerk. 

Mr.  Prince  submitted  an  opinion  of  the  City  Solicitor, 
dated  July  27,  1888,  that  the  Trustees  of  the  Public  Library 
of  the  City  of  Boston  have  full  authority  to  make  for  the  City 
of  Boston  the  contract  for  building  the  new  Public  Library 
up  to  the  Bates  Hall  floor. 

Upon  motion  of  Mr.  Pierce,  it  was  unanimously 

Voted,  That  the  President  be  and  herein"  is  authorized 
and  directed  to  execute  and  deliver  in  triplicate,  in  the  name 
and  on  the  behalf  of  the  City  of  Boston,  the  contract  with 
Messrs.  Woodbury  and  Leighton  for  work  to  be  done  and 
material  to  be  furnished  in  the  erection  and  completion  up  to 
the  Bates  Hall  floor  of  the  new  Public  Library  building  on 
Copley  square,  and  that  a  copy  of  said  contract,  and  the  bond 
appended  thereto,  be  identified  by  the  Clerk  pro  tern,  and 
placed  on  file,  and  one  copy,  similarly  identified,  be  sent  to 
the  Citv  Auditor. 
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An  order  from  the  Cit}7  Government,  dated  June  14,  1883, 
was  read,  authorizing  the  Trustees  of  the  Public  Library  of  the 
City  of  Boston  to  sell  or  dispose  of,  by  public  auction,  the 
Public  Library  building  and  land  on  Boylston  street,  at  a  sum 
not  less  than  $700,000,  the  proceeds  to  be  credited  to  the  ap- 
propriation for  the  construction  of  the  new  Public  Library 
building  on  Dartmouth  street.  After  discussion  and  con- 
sideration, it  was  placed  on  file. 

Ordered,  That  two  sets  of  plans  of  those  in  the  competi- 
tion for  prizes  for  plans  for  the  proposed  New  library  build- 
ing that  remain  uncalled  for  by  their  makers  be  placed  on 
the  shelves. 

Ordered,  That  the  City  Architect  be  requested  to  deliver 
to  the  Trustees  of  the  Public  Library  of  the  City  of  Boston, 
the  four  sets  of  plans  to  which  prizes  were  adjudged  by  the 
said  Trustees  in  January,  1885. 

Adjourned  to  Friday,  August  3,  at  3  P.M. 


3  P.M.,  Friday,  August  3,  1888. 

Present :  Messrs.  Abbott,  Pierce,  and  Prince. 

The  President  reported  that  he  had  executed  the  contract 
with  Messrs.  Woodbury  and  Leighton  for  building  the  New 
library  building  up  to  Bates  Hall  floor. 

The  President  laid  before  the  Trustees  a  request  from 
Messrs.  Woodbury  and  Leighton,  approved  by  the  Archi- 
tects, and  it  was  thereupon 

Voted,  That,  in  accordance  with  the  request  of  Messrs. 
Woodbury  and  Leighton,  the}7  be  permitted,  without  extra 
cost  to  the  City,  to  lay  under  all  walls,  piers,  etc.,  one  course 
of  footings  more  than  called  for  by  the  plans  and  specifica- 
tions, each  course  to  be  at  least  eighteen  inches  thick  instead 
of  two  feet,  so  that  the  amount  of  masonry  shall  not  be  less 
than  the  amount  called  for  by  said  plans  and  specifications. 


3  P.M.,  Thursday,  August  16,  1888. 

Present:  Messrs.  Abbott  and  Pierce. 

The  records  of  the  meetings  held  July  23,  July  30,  July 
31,  and  August  1  and  August  3,  were  read  and  approved. 

The  President  reported  that  the  Architects  had  informed 
him  that  the  corner-stone  of  the  new  Public  Library  could 
be  conveniently  laid  on  September  17,  1888. 

It  was  thereupon  voted  that  the  President  be  instructed  to 
ask  His  Honor  Hugh  O'Brien,  Mayor  of  Boston,  to  lay  the 
corner-stone  of  the  new  Public  Library  building  on  Mon- 


day,  the  17th  of  September  next,  at  such  hour  and  with 
such  ceremonies  as  His  Honor  shall  designate. 

He  laid  before  the  Trustees  the  Report  of  the  Arehitects 
and  Inspectors  on  the  New  library  building  from  May  14 
to  August  14,  1888. 

Ordered  to  be  placed  on  file. 

Voted,  That  Malachi  Shields  Ik?  employed  as  an  Ins|>ector 
of  the  work  on  the  new  Public  Library  building,  at  $4  per 
day  from  the  lime  when  he  begins  work. 

The  following  letter  from  the  contractors  was  rend  and 
ordered  to  be  placed  on  tile  :  — 

B  -'ton,  August  11,  1888. 

Mr.  S.  A.    IV   Abbott,    President  Board  of  Trustees  Boston  Public 
Library :  — 

Dear  Sib,—  We  do  hereby  notify  you  thai  we  are  being  delayed  on 
tin-  Public  Library  building  by  the  prei  ioua  contracl  for  piling  not  being 
completed;  there  being  two  pile-driving  machines  standing  on  the 
BoylBton-streel  side  of  building  lot,  where  we  wish  to  erect  derricks,  and 
A\<'-liall  claisn  an  extension  of  time  on  our  contract  equal  to  the  num- 
ber of  days  these  machines  remain  on  the  lot. 

"i  ours  respectfully, 

WOODBURY  &  LEIGHTON. 

Voted,  That  John  T.  Scully  l>e  notified  that  the  work 
under  his  contract  with  the  Trustees  is  not  being  performed 
satisfactorily  and  according  to  the  said  contract,  and  that  he  be 
informed  that  the  Trustees  will  complete  the  work  upon  the 
terms  of  the  contract  at  his  expense. 

Voted,  That  the  President  is  hereby  authorized  to  make  a 
contract  for  the  completion  of  said  work. 

Voted,  To  amend  the  vote  of  the  Trustees  of  July  9th  by 
inserting  in  place  of  the  words  "  American  Architect  and 
Building  News  "  the  name  of  the  "Engineering  and  Building 
Record." 

3  P.M.,  Saturday,  August  25,  1888. 

Present :  Messrs.  Abbott,  Pierce,  and  Prince,  and  Mr. 
Benton,  from  the  Architects"  office. 

The  quality  of  the  pile-driving  on  the  New  library  lot  was 
discussed. 

It  was  decided  to  defer  the  laving  of  the  corner-stone  of 
the  New  library  buildingto  some  later  day  than  Septeml>er  17, 
it  appearing  that  it  was  impossible  to  be  ready  at  that  time. 

Mr.  Prince  submitted  a  draft  of  a  communication  to  His 
Honor  the  Mayor,  relative  to  this  subject,  but  no  action  was 
taken. 

Adjourned  to  Monday,  August  27,  at  3  P.M. 
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3  P.M.,  Monday,  August  27,  1888. 

Present :   Messrs.  Abbott,  Pierce,  Prince,  and  Whitmore. 

Mr.  Prince  submitted  a  draft  of  a  communication  to  be 
sent  to  His  Honor  the  Mayor,  touching  the  laying  of  the 
corner-stone,  which,  by  vote,  was  laid  on  the  table. 

A  communication  was  received  from  Mr.  McKini,  suggest- 
ing that  a  Clerk  of  the  works  be  appointed,  whereupon  it 
was 

Ordered,  That,  as  required  by  the  contract  with  the  archi- 
tects, Mr.  Edward  F.  Stevens  be  engaged  on  probation,  as 
Clerk  of  the  works  upon  the  New  library  building  from 
September  1,  1888,  at  $40  per  week. 

Ordered,  That  the  Inspectors  engaged  upon  said  work 
report  to  Mr.  Stevens  on  the  first  of  September. 

Voted,  That  when  the  Trustees  adjourn  it  be  to  Thursday, 
August  30,  at  3  P.M. 

The  subject  of  putting  in  order  the  temporary  building 
now  upon  the  New  library  lot  so  that  the  working  plans, 
etc.,  may  be  kept  therein,  was  referred  to  Mr.  Pierce,  with 
full  powers. 

3  P.M.,  Thursday,  August  30,  1888. 

Present :  Messrs.  Abbott,  Pierce,  Prince,  and  Whitmore, 
and  McKim  and  Benton. 

A  letter  was  read  from  the  Inspector  of  Buildings,  sug- 
gesting that  the  Board  of  Street  Commissioners  be  applied 
to,  to  change  the  street  lines,  so  as  to  admit  of  the  erection 
of  the  New  library  building  without  compi*omising  the  City, 
or  enabling  owners  of  adjacent  property  to  bring  suit  for 
damages,  whereupon  it  was 

Voted,  That  the  Trustees  regard  it  as  expedient  to  pro- 
ject certain  portions  of  the  New  library  building,  on  St.  James 
avenue,  beyond  the  street  lines,  in  order  to  carry  out  the 
plan  as  already  drawn  and  accepted. 

On  motion  of  Mr.  Whitmore,  the  yeas  and  nays  were 
ordered,  with  the  following  result :  — 

Abbott      ......  Yea. 

Pierce Yea. 

Prince Yea. 

Whitmore Nay. 

On  motion  of  Mr.  Prince, 

Voted,  That  it  is  expedient  to  extend  the  line  of  the  plat- 
form in  front  of  the  New  library  building  at  right  angles  to 
Dartmouth  street. 

Voted,  That  it  is  expedient  to  ask  for  such  modifications 
of  the  sidewalk  lines  of  Huntington  avenue,  adjoining  the 
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New  library  building,  as  may  be  recommended  by  the  Archi- 
tects, and  approved  by  the  Trustees. 

On  motion  of  Mr.    Whitmore,  the   yeas  and  nays  were 
taken  as  follows 


s 


Abbott      ......  Yea. 

Pierce       ......  Yea. 

Prince       ......  Yea. 

Whitmore         .....  Nay. 

On  motion  of  Mr.  Whitmore, 

Voted,  That  the  Clerk  be  directed  to  reply  to  Mr.  Dam- 
rell,  the  Inspector  of  Buildings,  that  the  Trustees  understand 
that  the  entire  building  is  set  back  about  thirty-five  feet 
from  the  line  of  Dartmouth  street,  and,  consequently,  that 
no  portion  of  the  walls  of  the  new  building  will  encroach 
upon  the  line  of  Huntington  avenue,  and  desire  him  to  verify 
the  fact,  and  notify  the  Trustees  in  case  he  finds  that  they 
are  correct. 

Voted,  To  ask  a  conference  with  the  Street  Commissioners 
in  respect  to  the  lines  of  the  New  library  building,  and  of 
St.  James  and  Huntington  avenues,  at  their  earliest  possible 
convenience,  and  at  such  place  as  they  may  designate  ;  and 
that  Mr.  McKim  be  notified  to  attend  them. 

Voted,  That  the  Clerk  call  the  meeting  of  the  Trustees 
as  above,  at  such  place  as  he  may  be  directed  by  the  Presi- 
dent. 

The  President  submitted  a  rough  draft  of  a  contract  with 
Mr.  Merrill  in  respect  to  the  use  of  the  westerly  wall  of  the 
new  building,  and  Mr.  Prince  was  appointed  a  committee, 
with  full  powers,  to  settle  the  terms  of  said  contract. 

On  motion  of  Mr.  Pierce, 

Voted,  That  the  proposition  of  Messrs.  Woodbury  and 
Leighton,  wherein  they  agree,  for  the  sum  of  $1,500,  to  be 
ready  to  lay  the  corner-stone  of  the  new  building  on  the 
25th  November,  and,  for  $500  in  addition,  to  continue  the 
corner  up  to  Bates  Hall  floor,  finishing  said  corner  by  De- 
cember 15,  be  accepted. 

Saturday,  September  1,  1888. 

A  conference  was  held  at  the  office  of  the  Street  Commis- 
sioners at  City  Hall,  at  11  A.M. 

Present :  Messrs.  Pierce,  Prince,  and  Whitmore  ;  and  of 
the  Commissioners,  Messrs.  Doreand  Brady,  besides  Messrs. 
McKim  and  Benton  from  the  Architects'  office. 

The  Trustees  requested  the  Commissioners  to  make  such 
modification  of  the  lines  of  St.  James  avenue,  Huntington 
avenue,  and  Dartmouth  street,  as  would  permit  the  erection 


of  the  walls  of  the  new  building  on  St.  James  avenue,  ac- 
cording to  the  plan,  and  the  extension  of  the  platforms  by 
rectangular  lines  on  Dartmouth  street  and.  Huntington 
avenue. 

Both  Boards,  with  the  Architects,  visited  the  building,  and, 
without  making  any  decision,  the  conference  came  to  an  end. 

3  P.M.,  Friday,  September  14,  1888. 

Present :  Messrs.  Pierce  and  Prince. 

Mr.  Prince  was  elected  President  pro  tern.,  and  took  the 
chair. 

The  records  of  the  meetings  of  August  16,  August  25, 
August  27,  August  30,  September  1,  J888,  were  read  and 
approved. 

The  following  letter  was  received  from  the  Board  of  Street 
Commissioners,  and,  on  motion  of  Mr.  Pierce,  it  was  ordered 
to  be  placed  on  file  :  — 

Office  Board  of  Street  Commissioners, 

Crrr  Hall,  Boston,  September  12,  1888. 

To  the  Board  of  Trustees  of  the  Boston  Public  Library  :  — 

Gentlemen,  —  The  Board  of  Street  Commissioners,  after  considera- 
tion of  the  plan  submitted  by  you  at  an  interview  with  them,  Saturday, 
September  1,  and  your  verbal  request  for  certain  changes  in  the  lines  of 
St.  James  and  Huntington  avenues,  to  adapt  those  streets  to  the  plans 
prepared  by  your  architect  for  the  New  public  library  building,  beg 
leave  to  state  that  they  are  of  the  oj)inion  that  such  changes  should  not 
be  made. 

Very  respectfully, 

JOHN  P.  DORE, 

Chairman  Board  of  Street  Commissioners. 


Ordered,  That  the  President  pro  tern.,  in  behalf  of  the 
Trustees,  petition  the  Street  Commissioners  for  the  discon- 
tinuance of  so  much  of  St.  James  avenue  as  will  allow  of 
the  erection  of  the  New  library  building  on  St.  James 
avenue  as  the  foundations  are  now  laid,  and  according  to  the 
plans  of  the  Architects,  and  also  to  discontinue  so  much  of 
Huntington  avenue  as  will  permit  the  extension  of  the  plat- 
form, and  every  part  thereof,  of  the  New  library  building 
at  right  angles  and  to  the  line  of  Dartmouth  street. 

A.  certificate  for  payment  was  received  from  the  Archi- 
tects, stating  that  John  T.  Scully  has  finished  the  additional 
piling  for  the  stack  portion  of  the  New  library  building, 
and  that  the  work  has  been  done  according  to  the  require- 
ments   of   the    contract    with    the    exception  of   the    time 
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of  completion.  Referred  to  the  next  meeting  of  the 
Trustees. 

Mr.  Pierce  reported  that,  agreeably  to  the  vote  of  the 
Trustees  of  August  27,  he  had  authorized  the  expenditure  of 
$1,000  for  repairing,  arranging,  and  connecting  with  sewer 
in  Dartmouth  street,  the  building  occupied  by  the  Inspec- 
tors, Clerk  of  the  works,  and  Contractors  at  the  Library  lot 
in  Boylston  street. 

At  5.40  P.M.  the  Trustees  adjourned  to  Monday,  Sep- 
tember 17,  at  3  P.M. 

3  P.M.,  Monday,  September  17,  1888. 

Present:  Messrs.  Prince,  Pierce,  and  Whitmore. 
The  record  of  the  meeting  of  September  14  was   read  and 
approved. 

Mr.  Prince  reported  the  following:  — 

To  the  Board  of  Street  Commissioners  of  the  City  of  Boston  :  — 

Respectfully  represent  the  Trustees  of  the  Public  Library  that,  for 
reasons  to  be  given  when  a  hearing  shall  be  had,  they  desire  a  discon- 
tinuance of  so  much  of  St.  James  avenue  as  will  be  covered  by  that  part 
of  tin'  southerly  wall  of  the  new  Public  Library,  which,  as  shown  on 
the  plan  of  the  same  by  McKim,  Mead,  and  White,  arch itects,  is  one 
foot  wide  for  the  distance  of  thirty  feet  westerly  from  the  south-east 
corner  of  the  building  and  for  the  rest  of  the  distance  westerly  three 
inches  wide. 

Said  Trustees  also  ask  for  the  discontinuance  of  so  much  of  Hunting- 
ton avenue  as  will  permit  the  platform  in  front  of  the  Library  to  be 
extended  southerly  to  a  point  where  the  southerly  line  of  the  building 
prolonged,  would  intersect  the  westerly  line  of  Dartmouth  street,  pro- 
longed in  a  southerly  direction,  so  that  the  easterly  and  southerly  sides 
of  the  platform  would  thus  make  a  right  angle  at  said  point. 

On  motion  of  Mr.  Whitmore, 

Voted,  That  the  Clerk  notify  the  several  Trustees  as  to 
the  place  and  time  of  the  hearing  before  the  Board  of  Street 
Commissioners. 

The  consideration  of  the  certificate  for  payment  to  John 
T.  Scully  for  pile-driving  was  resumed,  and  the  matter  was 
laid  on  the  table. 


3  P.M.,  Wednesday,  September  26,  1888. 

Present:  Messrs.  Prince,  Pierce,  and  Whitmore. 

The  record  of  the  meeting  of  September  17  was  read  and 
approved. 

The  communication  from  the  City  Government,  dated 
September  24,   authorizing   the  Trustees  to    construct   the 
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basement  floor  of  the  rear  of  the  New  library  building  at 
grade  eleven,  and  that  portion  of  the  basement  under  the 
sidewalk  on  Dartmouth  street  at  grade  ten,  was  read  and 
ordered  to  be  placed  on  file,  and  that  a  copy  be  sent  to  the 
Architects. 

Mr.  Prince  reported  the  form  of  a  contract  with  Messrs. 
Woodbury  and  Leighton  to  prepare  for  the  laying  of  the 
corner-stone  of  the  New  library  building,  which  was  read 
and  approved,  and  it  was 

Ordered,  That  the  contract  be  executed  by  the  President 
pro  tern.,  on  behalf  of  the  Trustees. 

The  certificate  of  payment  to  John  T.  Scully  was  taken  up, 
and  it  was 

Ordered,  That  the  sum  of  $2,165.13,  the  balance  certified 
to  the  Trustees  by  McKim,  Mead,  and  White  as  due  John 
T.  Scully  for  furnishing  and  driving  piles  under  his  contract 
of  May  14,  1888,  be  paid  to  him  in  settlement  of  said  con- 
tract, and  to  release  him  from  the  claim  of  the  Trustees  for 
delay  in  the  execution  of  the  work  thereunder,  amounting  to 
$410,  provided  he  releases  the  Trustees  from  all  claim  on  his 
bill  of  September  1,  1888,  for  $106.02,  approved  by  McKim, 
Mead,  and  White  September  18,  1888,  for  bank  piles,  plank,, 
clapboards,  etc. 

The  President  pro  tern.,  Mr.  Prince,  submitted  a  draft  of  a 
communication  to  the  Mayor  in  respect  to  the  laying  of  the 
corner-stone  of  the  new  building,  as  follows  :  — 

Public  Library, 

Boston,  September  27,  1888. 

To  His  Honor  Hugh  O'Brien,  Mayor  of  Boston:  — 

Dear  Sir,  —  T  am  instructed  by  the  Trustees  of  the  Public  Library, 
to  inform  you  that  the  work  upon  the  new  building  is  so  far  advanced, 
that  the  "  corner- stone"  can  be  laid  at  any  time  after  the  twenty- fifth 
day  of  November  next. 

As  it  has  been  customary  to  commemorate  such  events  by  appropri- 
ate exercises,  the  Trustees  presume  it  is  expected  that  the  corner- 
stone of  an  edifice  which  will  not  only  be  an  attractive  ornament  to 
Boston,  but  an  object  of  constant  interest  to  our  citizens,  will  be  laid 
with  such  ceremonies  as  the  gravity  of  the  occasion  and  the  dignity  of 
the  City  demand. 

Appointed  agents  of  the  Municipal  Government  to  erect  a  building 
to  contain  the  books  which  public  and  private  liberality  lias  wisely 
provided  for  the  public  use  and  enjoyment  —  for  our  Library  is  a  TAhrary 
for  the  people,  —  the  Trustees  venture  the  suggestion  that  His  Honor  the 
Mayor  and  (lie  City  Councils,  who  have  always  manifested  the  greatest 
interest  in  the  success  of  the  work,  and  rendered  most  valuable  assist- 
ance in  its  prosecution,  should  not  only  take  the  leading  part  in  the 
celebration,  but  suggest,  the  arrangements.  They  therefore  respect- 
fully invite,  the  attention  of  the  City  Government  to  the  matter,  that 
such  action  may  be  taken  therein  as  may  seem  proper. 

The  Trustees  suggest  that  Wednesday,  November  28,  might  be  a  con- 
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venient  day  for  the  celebration;  they  defer,  however,  to  the  judgment 
of  the  City  Government  as  to  the  time,  as  well  as  to  the  exercises  of 
the  occasion,  and  respectfully  solicit  a  conference  with  yourself  and 
those  who  may  be  selected  I"  represent  the  City  Councils  in  respect  to 
the  same. 

Very  respectfully, 

FREDERICK    0.    PRINCE, 

President  pro  tern. 
Trustees  of  the  Public  Library  City  of  Boston. 

The  consideration  of  tin-  place  for  exhibition  of  the  model 
of  the  New  library  building  was  resumed,  but  no  action  was 
taken. 


3  P.M.,  Monday,  Oct.  1."..  1888. 

Present  :  Messrs.  Prince,  Haynes,  and  Pierce. 

The  ncord  of  the  meeting  of  September  2(3  was  read  and 
approved. 

The  Librarian  reported  thai  John  T.  Scully  had  released 
to  the  Trustees  all  claim  on  his  bill  of  Sept.  1,  188<S,  for 
$10(3.02   by  receipting  the  same. 

Voltd,  To  accept  the  proposition  of  Messrs.  Woodbury 
and  Leighton  to  enlarge  the  temporary  building  on  the  New 
library  lot  so  as  to  receive  the  model  of  the  new  building, 
for  the  sum  of  s37"». 

Voted,  That  Beckman  and  Punchurd's  bill  for  lunch  to  the 
Committee  of  the  City  Council  upon  the  Public  Library  and 
the  Trustees  at  Milford,  be  approved. 

Voted,  To  pay  the  fares  to  same,  amounting  to  $19.36. 

Hezekiah  McLaughlin's  bill  of  $219.50,  for  putting  in  the 
fireplace  in  the  Trustees'  room,  was  laid  upon  the  table. 

Ordered,  That  the  President  pro  tern,  notify  the  Commit- 
tee on  the  Public  Library  of  the  City  Council  that  the  New 
Old  South  Church  may  be  used  for  the  services  in  connec- 
tion with  the  laying  of  the  corner-stone  of  the  New  library 
building. 

Ordered,  That  Professor  Haynes  be  the  committee  to 
determine  the  contents  of  the  boxes  to  be  deposited  with  the 
corner-stone. 

The  matter  of  a  machine  for  testing  cement  was  referred 
to  Mr.  Pierce,  with  full  powers. 

Voted,  To  accept  the  proposition  of  Woodbury  and  Leigh- 
ton,  contained  in  their  reply  to  a  letter  of  McKim,  Mead,  .and 
White,  both  dated  Oct.  15,  1888,  to  furnish  and  set  seat  and 
steps  for  corner  of  Dartmouth  and  Boylston  streets  for  the 
sum  of  $1,300  ;  also  for  wood  platform  and  temporary  staging 
for  $700,  making  a  total  of  $2,1)00. 
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3  P.M.,  Thursday,  Oct.  25,  1888. 

Present :  Messrs.  Prince,  Haynes,  and  Pierce. 

The  record  of  the  meeting  of  October  15  was  read  and 
approved. 

Mr.  Pierce  presented  a  bill  of  Buff  and  Berger's,  amounting 
to  $61  for  architect's  instruments  for  the  use  of  the  clerk  of 
the  works,  which  was  approved  and  ordered  to  be  paid. 

On  motion  of  Mr.  Pierce  it  was 

Voted,  That  an  antique  carved  white  mantel-piece  of  the 
period  of  the  Italian  Renaissance,  submitted  by  Messrs. 
McKim,  Meade,  and  White,  be  purchased  for  the  new  Public 
Library  building  for  the  sum  of  $650,  and  the  same  be  or- 
dered to  be  placed  in  the  Trustees'  room  until  the  New 
library  is  completed. 

Mr.  Prince  submitted  a  letter  soliciting;  the  engagement  of 
the  Germania  Band  to  furnish  music  at  the  laying  of  the  cor- 
ner-stone of  the  new  building. 

Laid  on  the  table. 

Voted,  That  H.  McLaughlin's  bill  of  $219,  for  setting  up  the 
white  marble  mantel-piece  intended  for  the  New  library  build- 
ing, temporarily  in  the  present  Trustees'  room  for  preserva- 
tion, be  approved,  and  that  the  same  be  charged  to  the 
Dartmouth-street  appropriation. 

Mr.  Prince  reported  that  he  had  attended  to  the  duty 
of  ordering  copper  boxes  for  the  corner-stone  of  the  new 
building. 
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EXTRACTS 


TROM  THE 


EECOEDS  OF  THE  TBUSTEES  OE  THE  PUBLIC 
LIBEAEY  OE  THE  CITY  OF  BOSTON 


RELATIVE   TO 


THE  NEW  LIBEAEY  BUILDING  ON  COPLEY  SQUAEE, 

(Continued.^ 


4  P.M.,  Thursday,  Nov.  15,  1888. 

Present :  Messrs.  Abbott,  Haynes,  Pierce,  and  Prince. 

The  record  of  the  meeting  held  October  25  was  read  and 
approved. 

A  communication  was  received  from  the  City  Government 
authorizing  the  Joint  Standing  Committee  to  cooperate  with 
the  Trustees  in  making  the  necessary  arrangements  for  laying 
the  corner-stone  of  the  new  building  on  the  28th  of  November 
next.     Laid  on  the  table. 

Mr.  Prince  reported  that  he  had  attended  to  the  purchase  of 
a  silver  trowel  to  be  used  in  laying  the  corner-stone  of  the  new 
Library  building. 

Mr.  Prince  reported  that  he  had  caused  two  copper  boxes 
to  be  prepared  suitable  to  be  laid  with  the  corner-stone. 

Voted,  That  Mr.  Prince  be  requested  to  ascertain  if  Mr. 
John  Boyle  O'Reilly  will  write  a  poem  on  the  occasion  of  the 
laying  of  the  corner-stone  of  the  new  Public  Library  building. 

Messrs.  Prince  and  Haynes  were  appointed  a  committee, 
with  full  powers,  to  make  suitable  arrangements  for  the  exer- 
cises in  connection  with  the  laying  of  the  corner-stone. 

3  P.M.,  Saturday,  Nov.  24,  1888. 

Present :  Messrs.  Abbott,  Haynes,  Pierce,  Prince,  and 
Whitmore. 

The  record  of  the  meeting  of  November  15  was  read  and 
approved. 

Mr.  Prince  said  that,  agreeably  to  the  order  of  the  Trustees, 
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he  had  invited  John  Boyle  O'Reilly,  Esq.,  to  deliver  a  poem 
at  the  laying  of  the  corner-stone  of  the  new  Library  build- 
ing; that  Mr.  O'Reilly  expressed  himself  as  being  highly 
gratified  by  the  request  of  the  Trustees,  and  tli.it  he  would 
have  cheerfully  complied  with  it  had  he  not  already  made 
arrangements  which  would  take  him  to  the  West,  there  to 
remain  until  after  the  laying  of  the  corner-stone. 

Mr.  Prince  also  read  a  note  from  Dr.  ().  W.  Holmes,  ad- 
dressed to  himself,  in  which  Dr.  Holmes  expresses  the  hope 
that  he  will  lie  able  to  write  "a  hymn,  or  something  like  it," 
for  the  occasion. 

Mr.  Prince  also  reported  the  proposed  exercises  at  the 
laying  of  the  corner-stone. 

Mr.  Abbott  made  some  suggestions  respecting  the  modifi- 
cation of  the  plans  by  which  there  would  be  a  saving  of  ex- 
cavation and  other  work  under  the  platform  on  the  Dartmouth- 
street  front  of  the  new  Public  Library  building. 

A  letter  to  .Mr.  ( irecnough,  from  the  Bricklayers'  Union, 
was  read,  requesting  leave  to  take  part  in  the  ceremonies  at 
the  laying  of  the  corner-stone.  Mr.  Abbott,  said  he  had  an- 
swered the  same.  Referred  to  the  Joint  Committee  of  the 
City  Government  to  make  such  arrangements  as  mav  be 
practicable. 

Ordered,  That  Edward  F.  Stevens,  Clerk  of  the  Works,  be 
allowed  to  purchase  a  thousand-mile  ticket  on  the  Boston  & 
Albany  railroad. 

Ordered,  That  Mr.  Pierce  be  requested  to  examine,  and  if 
found  correct,  to  approve  the  bills  contracted  by  the  Clerk 
of  the  Works. 

4  P.M.,  Monday,  Nov.  26,  1*88. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  and  Pierce. 
Mr.  Prince  reported  the  following  programme  of  exercises 
to  be  held  at  the  laying  of  the  corner-stone  :  — 

Order  of  Exercises. 

1.  Music,  by  the  Germania  Orchestra. 

2.  Prayer,  by  the  Rev.  Dr.  George  A.  Gordon. 

3.  Poem,  by  Oliver  Wendell  Holmes. 

4.  Music. 

5.  Address  on  behalf  of  the  Trustees,  by  the  Hon.  Fred- 

erick O.  Prince. 

6.  Presentation   of  the   Silver   Trowel   and    Address,  by 

His  Honor  Mayor  Hugh  O'Brien. 

7.  Music. 

8.  Benediction. 


At  the  close  of  the  exercises  the  corner-stone  will  be 
laid. 

Voted,  That  when  the  Trustees  adjourn,  it  be  to  the  vestry 
of  the  New  Old  South  Church  on  Wednesday,  November 
28,  at  11.45  o'clock  A.M. 

.     Wednesday,  Nov.  28,  1888. 

The  Trustees,  with  the  exception  of  Mr.  Whitmore,  met 
pursuant  to  adjournment  in  the  vestry  of  the  New  Old  South 
Church,  at  a  quarter  to  twelve  o'clock,  whence  they  pro- 
ceeded, accompanied  by  His  Honor  the  Mayor:  the  Rev. 
Dr.  George  A.  Gordon  ;  Dr.  Oliver  Wendell  Holmes  ;  Presi- 
dent Barry  of  the  Common  Council ;  the  Librarian,  the  Hon. 
Mellen  Chamberlain;  Mr.  William  W.  Greenough,  ex-Presi- 
dent of  the  Trustees,  and  the  Architect,  C.  F.  McKim,  Esq., 
to  the  body  of  the  church,  where  the  exercises,  according  to 
the  programme  reported  at  the  last  meeting,  were  held. 

Voted,  To  present  the  silver  trowel  used  in  laying  the 
corner-stone,  to  His  Honor  the  Mayor. 

3  P.M.,  Tuesday,  Dec.  11.  1888. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  and  Pierce. 

The  records  of  the  meetings  held  November  24,  November 
26,  and  November  28,  were  read  and  approved. 

On  motion  of  Mr.  Haynes, 

Voted,  That  the  thanks  of  the  Trustees  are  due  to  the  Stand- 
ing Committee  of  the  New  Old  South  Church  for  granting 
the  use  of  that  edifice  for  the  exercises  attending  the  laying 
of  the  corner-stone  of  the  new  Public  Library  building. 

Voted,  That  the  thanks  of  the  Trustees  be  tendered  to  the 
Rev.  Dr.  George  A.  Gordon,  for  officiating  as  chaplain  on 
the  occasion  of  the  laying  of  the  corner-stone  of  the  new 
Public  Library  building. 

Voted,  That  the  thanks  of  the  Trustees  be  tendered  to  the 
Hon.  Frederick  O.  Prince  for  his  oration  on  the  occasion  of 
the  laying  of  the  corner-stone  of  the  new  Public  Library 
building. 

Voted,  That  the  thanks  of  the  Trustees  be  tendered  to  His 
Honor  Hugh  O'Brien,  for  his  remarks  on  the  occasion  of  the 
laying  of  the  corner-stone  of  the  new  Public  Library  build- 
ing. 

Voted,  That  the  thanks  of  the  Trustees  be  tendered  to  Dr. 
Oliver  Wendell  Holmes  for  the  poem  composed  and  read  by 
him  commemorating  the  laying  of  the  corner-stone  of  the 
new  Public  Library  building. 
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4  P.M.,  Wednesday,  Doc.  18,  1888. 

Present:   Messrs.  Abbott,  Ilaynes,  Prince,  and  Pierce. 
The  record  of  the  meeting  of  December  11  was  read  and 

approved. 

The  Librarian  reported  that  lie  had  sent  copies  of  the  voles 
of  1  hanks  passed  at  the  last  meeting  of  the  Trustees  to  the 
Standing  Committee  of  the  New  Old  South  Church,  and  to 
the  respective  gentlemen  who  participated  in  the  exercises  of 
laying  the  corner-stone  of  the  new  Public  Library  building. 

The  President  reported  that  the  lions  in  Siena  marble, 
according  to  the  design  of  St.  Gaudens,  tor  the,  stairway  of 
the  new  Public  Library  building,  would  cost  $9,400. 

Voted,  That  the  President  he  authorized  to  contract  for 
two  lions,  after  St.  Gaudens'  design,  to  he  done  in  Siena  mar- 
ble, for  the  stairway  of  the  new  Public  Library  building,  at 
a   cost    not    exceeding     nine   thousand    four    hundred   dollars 

($9,400). 

Voted,  That  the  design  for  a  seal,  made  by  St.  Gaudens, 
with  the  following  motto:  "Toti  genitum  populo" — with 
the  following  inscription  running  around  the  outer  edge  of 
the  field:  "  The  Trustees  oi  the  Public  Library  of  the  City 
of  Boston"  —  be  engraved,  and  laid  before  the  Trustees  for 
consideration  as  the  seal  to  be  adopted  as  the  teal  of  the 
( lorporation. 

The  President  laid  before  the  Trustees  the  following  draft 
of  an  agreement  by  .Messrs.  Woodbury  and  Leighton  to 
deliver  certain  stone  cut  for  the  new  Public  Library  building 

before  it  is  used  in  construction:  — 

Boston,  December  17.  1888. 

We,  Woodbury  and  Leighton,  party  of  tin'  second  part  to  a  contract 

mode  willi  the  City  of  Boston  as  party  of  the  first  part,  dated  August 
1,  1888,  herein-  sell,  transfer,  and  deliver  to  the  party  of  the  first  part 
all  that  cut  granite  designed  for  the  Library  building  specified  in  -aid 
contract,  and  now  on  the  land  of  the  Boston  and  Albany  Railroad  Com- 
pany near  the  corner  of  Exeter  and  Boylston  Streets,  Lost  on.  Bat  nothing 
in  this  contract  of  sale  shall  be  construed  to  prevent  the  saiil  party  of 
the  first  part  from  making  reclamation  from  said  party  of  the  second 
part  for  any  and  all  defects  in  material  and  workman-hip  on  -aid  granite, 
according  to  the  specifications  in  said  contract  called  for.  Ami  ii  is 
further  agreed  by  and  between  said  parties  that  said  granite  shall  be 
used  by  said  party  of  the  second  part  in  the  construction  of  said  build- 
ing, and  that  the  price  paid  for  it  by  said  party  of  the  first  part  shall  be 
taken  to  be  a  part  of  the  sum  to  Ik;  paid  to  said  party  of  the  second 
part  by  said  party  of  the  first  part,  according  to  said  contract.  It  is 
further  agreed  that  said  party  of  the  second  part  shall  pay  and  make 
good  all  damage  and  deterioration  which  may  happen  to  said  stone 
before  it  is  used  in  flu;  erection  of  said  building,  and  shall  at  their  own 
proper  cost  provide  for  storage  of  the  same,  and  shall  pay  all  charges 
of  every  sort  and  nature  upon  the  same  until  it  is  used  on  said  building 
as  aforesaid. 
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Ordered,  That  said  draft  be  approved,  and  that  the  Presi- 
dent be  authorized  to  approve  bills  for  said  granite,  upon  the 
Architect's  certificate,  when  said  draft  is  executed  by  said 
Woodbury  and  Leighton. 

The  President  laid  before  the  Trustees  the  following  draft 
of  a  modification  of  the  contract  between  the  City  of  Boston 
and  Woodbury  and  Leighton,  as  follows  :  — 

It  is  hereby  agreed  at  the  request  of  the  Trustees  of  the  Public 
Library,  that  all  mortar  work  under  the  within  contract  shall  be  discon- 
tinued from  December  ^4,  1888,  to  March  15,  1889,  and  that  the  time 
for  completion  of  said  work  under  said  contract  shall  be  extended 
thirty-five  days  on  account  of  said  discontinuance;  but  the  contractor 
agrees  to  prosecute  with  special  rapidity  any  special  portion  of  the  work 
which  the  said  Trustees  maj'-  desire  to  hasten.  The  right  to  have  done 
work  upon  said  building  other  than  that  specified  in  said  contract  before 
the  completion  of  said  contract  is  secured  to  said  Trustees. 

It  was  thereupon  ordered  that  the  President  be  authorized 
to  accept  said  modification  and  to  execute  said  draft,  on  behalf 
of  the  Trustees. 

He  also  presented  a  bill  of  Woodbury  and  Leighton's, 
dated  Dec.  18,  1888,  for  building  up  the  north-east  corner 
of  the  new  Public  Library  building  out  of  course,  in  order 
to  lay  the  covner-stone  Nov.  25,  1888,  according  to  a 
contract  made  Sept.  26,  1888,  for  the  sum  of  $1,500. 
Approved  and  ordered  to  be  paid. 

Ordered,  That  the  President,  on  behalf  of  the  Trustees, 
be  authorized  to  take  a  lease  of  land  and  granite  quarry  in 
Milford,  owned  by  Timothy  Shea,  at  one  dollar  ($1)  per 
annum,  for  not  more  than  ten  years. 

Voted,  That  the  entrance  to  the  new  Public  Library  build- 
ing, as  shown  in  the  model  thereof,  be  approved  and  adopted, 
and  that  the  foundations  thereof  be  laid. 

4  P.M.,  Thursday,  Jan.  10,  1889. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Whitmore,  who  left  before  the  reading  of  the  records. 

The  record  of  the  meeting  of  Dec.  18,  1888,  was  read  and 
approved. 

A  communication  dated  Dec.  24,  1888,  was  received  from 
the  City  Government,  requesting  the  Trustees  to  report  upon 
the  expediency  of  purchasing  a  lot  of  land  on  St.  James  ave- 
nue, for  the  purpose  of  providing  additional  space  for  light 
and  air.     Read  and  laid  on  the  table. 

The  President  laid  before  the  Trustees  a  letter  from  C.  F. 
McKim,  Esq.,  dated  Jan.  8,  1889. 

Voted,    That  the    President    have    power  to  order  "  two 
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drawings,  one  in  outline,  for  the  stamp  seal,  the  other  in 
tone,  or  tints,  to  be  reduced  and  used  as  a  paster  on  the 
books  of  the  Library,"  at  an  expense  not  exceeding  $250. 

Voted,  That  the  Trustees  hereby  approve  and  adopt  the 
plans,  designs,  and  models  for  the  new  Public  Library  build- 
ing as  they  are  shown  in  the  plans  and  drawings  of  the 
Architect,  and  in  the  models  and  designs  of  the  building  and 
sculpture  now  in  the  building  of  the  Clerk  of  the  Works  on 

BoylstOD  street . 

4  P.M.,  Saturday,  dan.  in,  1889. 

Present:  Messrs.  Ahhott,  Ilaynos,  and  Pierce. 

The  record  of  the  meeting  of  January  1<>  was  read  and 
approved. 

The  President  laid  before  the  Trustees  the  reports  of  the 
Clerk  of  the  Works  and  the  Inspector-  for  the  week  ending 
dan.   12,   INS! I. 

The  President  read  a  letter  from  Kenyon  Cox,  Esq.,  re- 
specting the  proposed  seal  of  the  Corporation,  and  the 
Librarian  was  instructed  to  inform  him  that  the  Trustees  are 
satisfied  with  the  suggestions  therein. 

He  reported  that  two  cargoes  of  iron  beams  from  England 
had  been  delivered  on  the  new  Library  lot. 

Ordered,  That  the  President  he  authorized  to  approve  the 
hills  for  the  same,  in  customary  form,  reserving  25  per  cent. 

Ordered,  That  the  Art  Room  in  the  new  Public  Library 
building  be  devoted  to  works  on  architecture  and  the  other 
fine  and  useful  arts. 

Ordered,  That  there  be  allowed  Messrs.  Woodbury  and 
Lciu'hton  a  sum  not  exceeding  $500  for  extra  excavation, 
required  in  order  to  drive  piles  on  that  portion  of  the  lot 
near  the  corner  of  Dartmouth  street  and  St.  dames  avenue. 

4  P.M.,  Saturday,  Jan.  26,  1889. 

Present :   Messrs.  Abbott,  Haynes,  Prince,  and  Pierce. 

Mr.  Prince  offered  the  following  report  upon  the  order  of 
the  City  Council  of  Dec.  24,  1888,  in  respect  to  additional 
land  connected  with  the  new  Library  lot :  — 

The  City  Council  of  1888  Having  requested  the  Trustees  of  the  Pub- 
lic Library  to  consider  ami  report  upon  the  expediency  of  purchasing  a 
lot  of  land  on  St.  .lames  avenue  adjoining  the  new  Public  Library  build? 
ing,  for  the  purpose  of  providing  additional  space  and  furnishing  light 

and  air  for  the  building,  and  the  Trustees  having  fully  considered  the 
matter,  they  report  as  follows:  — 

That  in  their  opinion  the  land  should  be  acquired,  as  it  would  not 
only  furnish  additional  lio;ht  and  air  to  the  building:,  but  afford  increased 
security  against  fire;  it  would  also  give  a  rear  passage  to  the  building; 
which  is  very  desirable  ; 
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That  the  land  contains  2,550  square  feet,  has  a  frontage  on  St.  James 
avenue  of  25^  feet,  and  a  depth  of  100  feet;  that  it  can  be  purchased  at 
its  market  value ;  that  if  the  city  should  decide  to  make  the  purchase, 
the  Trustees  advise  an  application  to  the  Legislature  for  power  to  take 
the  lot,  so  that  the  title  may  be  free  of  all  restrictions. 

Ordered,  That  the  President  be  directed  to  communicate 
the  above  report  to  the  City  Council. 

4  P.M.,  Monday,  Jan.  28,  1889. 

Present :  Messrs.  Haynes,  Prince,  Pierce,  and  Richards. 

Mr.  Prince  was  elected  President  pro  tern.,  and  took  the 
chair. 

The  record  of  the  meeting  of  January  26  was  read  and 
approved. 

Notice  was  received  by  the  Trustees  of  a  hearing  by  the 
Committee  on  Cities,  at  the  State  House,  on  Thursday,  Janu- 
ary 31,  at  10.30  A.M. 

Reports  of  the  Clerk  of  the  Works  and  Inspectors  for  the 
week  ending  Jan.  26,  1889,  were  received  and  ordered  to  be 
placed  on  tile. 

4  P.M.,  Wednesday,  Jan.  30,  1889. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

The  record  of  the  meeting  held  Jan.  28,  1889,  was  read 
and  approved. 

A  letter  from  Silas  W.  Merrill  was  read,  offering  to  sell  a 
lot  of  land  on  St.  James  avenue,  adjoining  the  new  Public 
Library  estate,  and  consisting  of  2,500  square  feet,  for  the 
sum  of  $16,000.     Ordered  to  be  placed  on  file. 

The  Trustees  considered  the  arrangements  for  a  hearino;  at 
the  State  House,  on  Thursday,  January  31,  and  at  6.45  P.M. 

4  P.M.,  Saturday,  Feb.  2,  1889. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  and  Pierce. 
The    Trustees    discussed    the    plans    of    the    new    Public 
Library  building. 

4  P.M.,  Thursday,  Feb.  7,  1889. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  and  Richards. 
The  Trustees  discussed  the  estimates  for  building  the  new 
Public  Library. 

4  P.M.,  Tuesday,  Feb.  12,  1889. 

Present:  Messrs.  Abbott,  Prince,  Pierce,  and  Richards. 
The  records  of  the  meetings  held  January  30,  February  2, 
and  February  7  were  read  and  approved. 
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A  circular  was  received  from  the  United  Slates  Commis- 
sion to  the  Paris  Exposition  of  1889  requesting  the  coopera- 
tion of  the  Trustees  in  contributing  reports,  catalogues,  blank 
forms,  etc.,  for  the  Exposition. 

Also,  a  letter  from  (J.  F.  McKim,  Esq.,  suggesting  that 
some  of  the  Architects'  drawings  of  the  new  Public  Library 
building  be  scut . 

< 

Both  letters  were  referred  to  the  Librarian,  to  report  the 

cost  of  preparing  a  suitable  exhibit. 

1  P.M.,  Thursday,  Feb.  14,  1889. 

Present  :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

The  record  of  the  meeting  of  February  12  w;is  read  and 
approved. 

The  report  of  the  Clerk  of  the  Works  for  the  week  ending 
Feb.  9,  1889,  was  received  and  ordered  to  be  placed  on  file. 

Ordered,  That  the  Clerk  of  the  Works  be  authorized  to 
break  one  or  two  iron  beams,  in  testing  them. 

4  P.M.,  Tuesday,  Feb.  19,  1889. 

Present  :  Messrs.  Abbott.  Haynes,  and  Pierce. 

Allen  and  Rowell's  bill  of  %1  1.05,  for  photographic  work, 
and  the  Walker  and  Pratt  Manufacturing  company's  bill  for 
1125.20,  for  screens,  reflectors,  etc.,  made  for  the  exhibition 
of  the  model  of  the  new  Public  Library  building  at  the  Old 
Mate  House,  last  April,  were  approved  and  ordered  to  be 
paid  from  the  Dartmouth-street  appropriation. 

Woodbury  and  Leighton's  bill,  for  building  an  extension  to 
the  building  occupied  by  the  Clerk  of  the  Works,  in  order 
that  the  model  may  be  exhibited,  was  referred  to  Mr.  Pierce 
to  consider  and  report. 

Ordered,  That  the  President  be  empowered  to  authorize 
and  contract  for  the  following  changes  and  additions  to  the 
work  on  the  new  building,  and  at  a  cost  not  to  exceed  the 
sums  set  against  the  same  :  — 

1st.  To  furnish  and  deliver  cut  granite  for  main  vesti- 
bule, for  $18,000. 

2d.      For  setting  same  and  centring,  $2,500. 

3d.  To  furnish  and  deliver  cut  granite  for  Bovlston- 
street  vestibule,  for  $3,350. 

4th.     For  setting  same,  §500. 

5th.  Change  in  main  entrance  arches,  including  additional 
carving,  and  allowing  for  panelling  of  the  two  side  arches, 
for  $3,653. 


6th.  For  iron  column,  steps  to  run  across  both  arches, 
leading;  into  court,  etc.,  $933. 

Ordered,  That  the  President  be  authorized  to  approve  the 
agreement  of  Woodbury  and  Leighton,  dated  Feb.  18,  1889, 
to  sell  to  the  Trustees  a  lot  of  cut  granite  designed  for  the 
new  Public  Library  building. 

The  report  of  the  Clerk  of  the  Works  for  the  week  end- 
ing Feb.  16,  1889,  was  received  and  ordered  to  be  placed 
on  file. 

At  6.05  P.M.  adjourned  to  the  office  of  McKim,  Mead,  and 
White,  on  Wednesday,  Feb.  20,  1889,  at  5  P.M. 

5  P.M.,  Wednesday,  Feb.  20,  1889. 

A  meeting  of  the  Corporation,  duly  called,  was  held  at 
the  office  of  Messrs.  McKim,  Mead,  and  White,  53  Beacon 
street. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

The  subject  of  the  new  Public  Library  building  was  dis- 
cussed .with  special  consideration  of  the  material  best  suited 
for  the  main  entrance.  On  account  of  changes  in  the  same, 
which  have  made  it  an  outside  vestibule,  it  was  considered 
necessary  to  use  granite,  the  same  material  as  the  outside 
walls. 

A  plaster  model  of  the  vaulted  ceiling  of  the  vestibule 
was  shown  and  a  drawing  of  the  Boylston-street  entrance. 

The  President  mentioned  certain  changes  of  interior  con- 
struction,  which  would  effect  a  considerable  saving. 

The  Trustees  then  examined  and  discussed  the  plans  of 
the  working  departments  of  the  Library,  and  a  modified 
drawing  of  the  St. -James-avenue  elevation  was  shown. 

On  motion  of  Mr.  Prince, 

Voted,  That  the  changes  of  the  St. -James-avenue  front,  as 
shown  in  the  plan,  be  approved. 

4  P.M.,  Tuesday,  Feb.  26,  1889. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

The  records  of  the  meetings  of  February  14,  February  19, 
and  February  20  were  read  and  approved. 

Reports  of  the  Clerk  of  the  Works  and  Inspector  for  the 
week  ending  February  23  were  received  and  placed  on  file. 

The  President  reported  that  he  had  taken  measures  to 
have  the  bill  authorizing  the  City  of  Boston  to  complete  the 
new  Public  Library,  and  to  borrow  the  necessary  money, 
advanced  as  rapidly  as  possible. 


The  Clerk  of  the  Works  reported  the  tests  of  the  iron 
beams  as  satisfactory,  the  weight  required  to  break  the 
beam  experimented  upon  being  eight  tons. 

4  P.M.,  Wednesday,  March  6,  1889. 

Present  :  Messrs.  Abbott,  Haynea,  Prince,  and  Pierce. 

The  record  of  the  meeting  of  Feb.  26,  188U,  was  read 
and  approved. 

The  President  laid  before  the  Trustees,  Chapter  08  of  the 
Acts  of  1889,  as  follows  :  — 


[Chapteb  68.] 

<f  ommontoraltij  of  fHassadjusrtts. 

//'  tht  Year  One  Thousand  Eight  Hundred  and  Eighty-nine. 

AN   ACT    TO    AUTHORIZE    THE   CITY    OF    BOSTON    TO    INCUR 

INDEBTEDNESS    OUTSIDE     OP    THE     DEBT    LIMIT    TO 

COMPLETE    ITS  NEW  PUBLIC   LIBRARY    BUILDING. 

Be  it  enacted,  etc. :  — 

Section  1.  The  City  of  Boston,  for  the  purpose  of  enabling  the 
Trustees  of  the  Public  Library  of  the  City  of  Boston  to  complete  the 
new  public  library  building  on  Copley  square  in  Baid  city,  may  incur 
indebtedness,  and  may  authorize  the  city  treasurer  of  said  city  to  issue, 
from  time  to  time,  as  the  Baid  trustee-  shall  request,  bonds  or  certifi- 
cates of  indebtedness,  to  an  amount  not  exceeding  one  million  of  dol- 
lars, outside  ol  the  limit  of  indebtedness  fixed  by  law  for  said  city. 
Such  bonds  shall  bear  interest  at  a  rate  not  exceeding  four  per  cent. 
per  annum,  to  be  fixed  as  provided  by  the  ordinances  of  said  City. 

Sect.  2.  Said  treasurer  shall  sell  such  bonds  or  certificates,  or 
any  part  thereof,  from  time  to  time,  and  retain  the  proceeds  thereof  in 
the  treasury  of  said  city,  and  pay  therefrom  the  expenses  incurred  by 
said  trustees  for  the  purposes  aforesaid. 

Skct.  3.  The  said  trustees  shall  hold  the  land  and  building  now 
used  for  the  central  public  library  on  Boylston  street  in  said  city,  and 
shall,  on  or  before  the  maturity  of  said  loan,  sell,  in  behalf  of  the  said 
city,  the  said  land  and  building,  in  such  manner  and  for  such  sum  as 
they  shall  deem  best,  and  shall  pay  over  the  proceeds  of  -aid  -ale  to  the 
board  of  commissioners  of  sinking  fund-  of  said  city,  and  the  said 
treasurer  shall  also  pay  over  to  said  board  any  premium-  received  by 
him  in  the  sale  of  such  bonds  or  certificates.  The  -aid  board  shall 
place  all  amounts  so  paid  to  them  by  said  trustees  ami  by  -aid  treasurer 
into  the  sinking  fund  for  the  payment  of  the  loan  hereby  authorized. 

Sf.cT.  4,  Except  as  hereinbefore  otherwise  provided,  the  provi- 
sions of  chapter  twenty-nine  of  the  Public  Statutes,  and  of  chapter  one 
hundred  and  twenty -nine  of  the  acta  of  the  year  eighteen  hundred  and 
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eighty-four  shall  apply  to  the  issue  of  such  bonds,  and  to  the  establish- 
ment of  a  sinking  fund  for  the  payment  thereof  at  maturity. 
Sect.  5.     This  act  shall  take  effect  upon  its  passage. 

House  of  Representatives,  February  27,  1889. 

Passed  to  be  enacted. 

WILLIAM  E.  BARRETT, 

Speaker. 


In  Senate,  March  1,  1889. 
Passed  to  be  enacted. 

HARRIS  C.  HARTWELL, 

President. 


March  1,  1889. 
Approved. 

OLIVER  AMES. 


Secretary's  Department, 

Boston,  March  4,  1889. 
A  true  copy. 

Witness  the  seal  of  the  Commonwealth. 

[Seal.]  [Signed,]  ISAAC   H.   EDGETT, 

Deputy  Secretary  of  the  Commonwealth. 

The  President  laid  before  the  Trustees  the  report  of  the 
Clerk  of  the  Works  for  the  week  ending  March  2,  1889, 
enclosing  a  report  of  the  testing  to  the  point  of  breaking  of 
the  second  iron  beam.     Placed  upon  file. 

Ordered,  That  the  bill  of  Woodbury  and  Leighton  of 
$297.95,  for  miscellaneous  work  and  changes  in  the  model- 
room  be  approved  and  paid. 

Wednesday,  March  13,  1889. 

A  meeting  of  the  Corporation  was  held  at  the  office  of 
Messrs.  McKim,  Mead,  and  White,  53  Beacon  street,  at 
12  o'clock  noon. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards,  and  Mr.  McKim. 

Voted,  That  changes  of  detail,  as  suggested  by  Mr.  Mc- 
Kim, affecting  the  arrangement  of  partitions  on  the  ground- 
second-  and  third-floors  of  the  south  wing,  the  distribution 
of  offices,  and  the  changes  in  the  special  libraries  and  in  the 
St. -James-avenue  front,  be  approved. 
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EXTRACTS 


TROM   THE 


EECOEDS  OF  THE  TRUSTEES  OF  THE  PUBLIC 
LIBRARY  OF  THE  CITY  OF  BOSTON 


BELATIVE    TO 


THE  NEW  LIBRARY  BUILDING  ON  COPLEY  SQUARE. 

(Continued.) 


4  P.M.,  Wednesday,  March  27,  1889. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

The  records  of  the  meetings  held  March  6  and  March  13 
were  read  and  approved. 

The  President  laid  before  the  Trustees  an  order  from  the 
City  Government  as  follows  :  — 

City  of  Boston, 
In  Board  of  Aldermen,  March  11,  1889. 

Ordered,  That,  for  the  purpose  of  enabling  the  trustees  of  the  Public 
Library  of  the  city  of  Boston  to  complete  the  new  Public  Library  on 
Copley  square,  in  accordance  with  the  provisions  of  Chapter  68  of  the 
Acts  of  1889,  the  City  Treasurer  shall  issue,  from  time  to  time,  as  the 
said  trustees  shall  request,  bonds  or  certificates  of  indebtedness  to  an 
amount  not  exceeding  one  million  dollars  outside  of  the  limit  of  indebt- 
edness fixed  by  law  for  the  city.  Such  bonds  shall  bear  interest  at  a 
rate  not  exceeding  4  per  cent,  per  annum,  to  be  fixed  as  provided  by 
the  ordinances  of  the  city. 

The  treasurer  shall  sell  such  bonds  or  certificates,  or  any  part  thereof, 
from  time  to  time,  and  retain  the  proceeds  thereof  in  the  treasury  of 
such  city,  and  pay  therefrom  the  expenses  incurred  by  the  said  trustees 
for  the  purposes  aforesaid. 

Passed.     Yeas,  12.     Sent  down  for  concurrence. 

March  14,  came  up  concurred.     Yeas,  57  ;  nays,  0. 

Approved  by  the  Mayor,  March  18,  1889. 

A  true  copy. 

Attest : 
[Signed]  JOHN"  T.  PRIEST, 

Assistant  City  Clerk. 
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Voted,  That  the  President  be  authorized  to  appoint  an 
additional  inspector  for  the  work  upon  the  new  Public 
Library   building  at   a   rate  not  exceeding  $4  per  day. 

Ordered,  That  light  brick,  to  be  approved  hereafter,  with 
granite  trimmings,  be  substituted  for  granite  above  the  base- 
ment story  on  the  court  of  the  new  Public  Library  building, 
and  to  dispense  with  the  balustrade,  but  the  arcade  to  be 
roofed   with  tiles. 

The  President  referred  to  a  conversation  with  K.  \Y. 
Hooper,  tbe  treasurer  of  Harvard  College,  as  to  building  on 
the  land  belonging  to  the  college  up  to  the  line  of  the 
Library   lot. 

Voted,  To  substitute  Ktiowille  marble  for  granite  in  the 
vestibule  of  the  new   Public  Library   building. 

4  P.M.,  Friday,  April  12,  1889. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  and  Pierce. 

The  records  of  the  meetings  of  March  27  and  March  28 
were  read  and   approved. 

That,  as  authorized  at  the  meeting  of  March  27,  he  had 
appointed  Patrick  T.  Megann  as* an  inspector  on  the  new- 
library- work,  from  April  1.  1*n;i,  at  $4  a  day. 

Ordered,  That  the  President  be  authorized  to  discharge 
any  of  the  inspectors. 

Votfd,  That  the  President  be  authorized  to  advertise  for 
proposals  to  complete  the  new  Public  Library  building. 

Professor  Haynes  proposed,  as  a  new  motto  for  the  Cor- 
poration scalane!  Library  book-plate,  the  following  :  Omnium 
lux  drill 77i. 

8  P.M.,  Saturday,  April  13,  1889. 

A  meeting  of  the  Corporation,  duly  called,  was  held  at  the 
residence  of  the  Hon.  F.  O.  Prince,  311  Beacon  street. 

Present :  Messrs.  Abbott,  Haynes.  Prince,  and  Pierce. 

Voted,  That  the  Trustees  pay  on  account  of  the  bill  of  the 
late  Edward  S.  Philbrick,  for  services  as  civil  engineer  on 
the  new  Public  Library  building,  $250,  in  full,  for  their 
proportion  of  the  same. 

4  P.M.,  \Vedxesday.  May  1,  1889. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  and  Pierce. 

The  records  of  the  meetings  of  April  12  and  April  13  were 
read  and  approved. 

The  President  reported  that  proposals  had  been  adver- 
tised for,  for  the  continuance  and  completion  of  the  erection 
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of  the  new  Public  Library  buildings  said  proposals  to  be 
received  on  or  before  the  11th  instant  at  12  o'clock  noon. 

Ordered,  That  the  President  be  authorized  to  approve  the 
agreement  of  Woodbury  &  Leighton,  dated  April  16,  1889, 
to  sell  to  the  Trustees  a  lot  of  iron  beams  designed  for  use 
in  the  construction  of  the  new  Public  Library  building. 

The  report  of  the  Clerk  of  the  Works,  from  April  1  to 
April  16,  was  received,  and  ordered  to  be  placed  on  file. 

Ordered,  That  the  night  watchman  of  the  New  Public 
Library  building  be  paid  $2  for  each  Sunday  and  holiday 
since  July  1,  1888. 

4  P.M.,  Tuesday,  May  7,  1889. 

Present ;  Messrs.  Abbott,  Prince,  Pierce,  and  Richards. 

The  Librarian  laid  before  the  Trustees  the  statement  of 
the  Dartmouth-street  estate  appropriation  to  May  4,  1889. 

The  report  of  the  Clerk  of  the  Works,  from  April  16  to 
April  29,  was  received,  and  ordered  to  be  placed  on  tile. 

Ordered,  That  the  time  for  filing  the  proposals  for  build- 
ing the  new  Public  Library  be  extended  from  May  11  to 
May  20,  at  12  M.,  and  that  notice  thereof  be  advertised. 

4  P.M.,  Friday,  May  10,  1889. 

Present:  Messrs.  Abbott,  Prince,  Pierce,  and  Richards. 

The  records  of  the  meetings  of  May  lr  May  6,  and  May  7 
were  read  and  approved. 

A  letter  was  received  from  the  Trustees  of  the  Fund  of  the 
Second  Massachusetts  Infantry  Association  desiring  to  place 
in  some  suitable  location  a  memorial  of  the  officers  and  men 
of  that  regiment,  and  stating  that  the  new  Public  Library 
building  seems  to  afford  the  most  appropriate  place  for  such 
a  memorial. 

Voted,  That  the  President  reply  expressing  in  general, 
views  favorable  to  the  proposition,  but  reserving  the  form 
which  the  memorial  shall  take. 

Voted,  That  the  Trustees  are  of  opinion  that  walks  and 
approaches  to  the  new  Public  Library  building  are  not  kept 
during  the  day,  nor  left  at  night,  in  proper  order,  and  that 
a  copy  of  this  vote  be  communicated  to  the  Clerk  of  the 
Works  and  to  the  contractors. 

4  P.M.,  Fiuday,  May  17,  1889. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

The  record  of  the  meeting  of  May  10  was  read  and  ap- 
proved. 
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The  report  of  the  Clerk  of  the  Works,  from  April  30  to 
May  15,  was  received,  and  ordered  to  be  placed  on  tile. 

Voted,  To  extend  the  time  for  opening  the  bids  Cor  build- 
ing the  new  Public  Library  building  to  .Monday,  May  27,  at 
noon. 

The  President  was  authorized  to  contract  for  the  substitu- 
tion of  tile  arches  in  place  of  iron  beams  in  the  construction 
of  the  new  Public  Library  building. 


4  P.M.,  Tuesday,  May  21,  1889. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards* 

The  record  of  the  meeting  of  May  17  was  read  and  ap- 
proved. 

The  President  reported  that  Patrick  T.  Megann,  inspector 
on  the  new  Public  Library  work,  left  that  service  on  May 
18,  and  that  he  had  engaged  Caleb  Kimball  in  his  place,  from 
May  20,  at  si  per  day. 

A  letter  was  read  from  the  Clerk  of  the  Works  calling  at- 
tention  to  the  failure  of  the  contractors  properly  to  maintain 
walks  on  the  new  Public  Library  building  lot,  but  no  action 
was  taken. 

Voted,  That  the  contractors  be  requested  to  state  what  sum 
they  would  agree  to  deduct  from  the  contract  price  for  the 
whole  work  if  the  Trustees  should  decide  to  omit  the  iron 
and  steel  construction  of  the  roofs  of  the  building,  including 
the  two  lattice  columns  on  special  library  floor,  and  the 
trusses  supported  by  them  ;  also,  for  omitting  the  work  and 
materials  specified  under  rooting,  in  Paragraphs  92  to  102, 
inclusive,  of  the  specifications. 


4  P.M.,  Friday,  May  24,  1889. 

Present:   Messrs.  Abbott,  Prince,  and  Pierce. 

In  the  absence  of  the  Clerk,  Louis  F.  Gray  was  chosen 
Clerk  pro  tern. 

The  record  of  the  meeting  of  May  2  L  was  read  and  ap- 
proved. 

Ordered,  That  the  President  be  authorized  to  approve  the 
agreements  of  Woodbury  &  Leighton,  dated  May  17,  1889, 
to  sell  to  the  Trustees  a  lot  of  cut  granite,  brick,  iron 
beams,  and  iron  fittings,  designed  for  the  new  Public  Library 
building. 
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12  M.y  Monday,  May  27,.  1889. 

A  special  meeting  of  the  Cor po ration,  duly  called,  to  wit- 
ness the  opening  of  the  proposals  for  the  continuation  of  the 
erection  of  the  new  Public  Library  building,  was  held  in  the 
Trustees'  room. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards ;  Mr.  Sherburne,  representing  His  Honor  the 
Mayor;  and  Messrs.  McKim  and  Benton  of  the  Architects. 

A  letter  was  read  from  Silas  W.  Merrill,  Esq.,  withdraw- 
ing his  proposition  to  sell  to  the  city  the  lot  of  land  on  St. 
James  avenue,  adjoining  the  new  Library  lot. 

Read,  and  ordered  to  be  placed  on  file. 


4  P.M.,  Monday,  May  27,  18 £9. 

The  Corporation  met  in  the  Trustees'  room,  pursuant  to 
adjournment. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards ;  Mr.  Sherburne,  representing  His  Honor  the 
Mayor,*  Messrs.  McKim  and  Benton  of  the  Architects,  and 
others. 

Mr.  Sherburne  opened  the  box  containing  the  proposals, 
which  were  opened  and  read  by  the  President,  as  follows  :  — 


Work  to  be  completed     .... 

Liquidated  damages 

Amount  for  whole  work  .  .   .  . 

Amount  for  cut  granite  .... 

Allowance  for  omitting  carving, 

Allowance  for  omitting  marble, 

Allowance  for  omitting  grilles  . 

Allowance   for  omitting  stone- 
work    

Allowance  for  omitting  iron  and 
steel  construction  of  roof  .   . 

Allowance   for    omitting    work 
and  material  under  "  Koofing  " 


Aug.  Lothrop. 


Certified  check  for 


15th  July,  1891. 

$75  a  day 

$977,000 

330,000 

57,000 

31,000 

45,000 

330,000 

53,000 

60,000 


Woodbury   & 
Leighton. 


1st  Aug.,  1891. 

$75  a  day. 

$873,500 


58,000 
25,000 
33,000 

300,000 

40,000 

48,000 
6,000 


Cheney  & 
Sweatt. 


330, 


000 


Norcross 
Bros. 


1st  June,  1891. 

$50  a  day. 

$889,000 

320,000 

60,000 

29,000 

30,000 

315,000 

38,000 

46,000 
6,000 


The  proposals  were  taken  under  advisement. 


50 

4  P.M.,  Tuesday,  May  28,  1889. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards,  and  Messrs.  MeKim  and  Benton,  of  the  Archi- 
tects. 

The  Trustees  considered  the  proposals  for  the  new  Public 
Library  building  without  arriving  at  any  conclusion. 


4  P.M.,  Wednesday.  May  29,  1889. 

Present:  B&essrs.  Abbott,  Haynes,  Prince,  and  Pierce,  and 
Mr.  McKim. 

Voted,  To  rescind  that  portion  of  the  vote  passed  Dee.  18, 
1888,  adopting  as  the  motto  for  the  Corporation  seal,  "  Ton 
Gexitvm  PoPVLO." 

Voted,  To  adopt  the  following  motto,  proposed  by  Profes- 
sor Haynes  at  the  meeting  held  April  12,  1889,  —  "  Omxivm 

Lvx  ClVIVM." 

4  P.M.,  Tuesday,  dune  4,  188!). 

Present:  Messrs  Abbott,  Pierce,  and  Richards. 

The  records  of  the  meetings  of  May  24,  May  27  (two), 
May  28,  May  29,  and  May  31,  were  read  and  approved. 

The  report  of  the  Clerk  of  the  Works,  from  May  15  to 
May  31,  was  received,  and  ordered  to  be  placed  on  file. 

The  Trustees  considered  the  proposals,  but  no  conclusion 
was  reached. 

4  P.M.,  Tuesday,  June  11,  1889. 

Present :   Messrs.  Abbott,  Prince,  and  Pierce. 

An  order  dated  June  6  was  received  from  the  Common 
Council  requesting  from  the  Trustees  a  report  upon  the 
condition  of  the  new  Public  Library  building  and  the  progress 
of  the  work. 

The  President  submitted  a  draft  of  a  reply  which  was 
adopted. 

Mr.  Benton,  from  the  Architect's  office,  appeared. 
Voted,  That  it  is  inexpedient  to  award  the  contract  to  any 
of  the  bidders  for  the  completion  of  the  new  Public  Library 
building,  and  that  they  be  notified  and  their  deposited  checks 
be  returned. 

Voted,  That  new  proposals  for  continuing  the  erection  of 
the  new  Public  Library  building  be  called  for,  and  advertised 
to  be  opened  July  3,  1889,  at  12  o'clock,  noon,  in  some  one 
Boston  paper,  at  least  once  a  day  for  one  week,  and  that  the 
Master  Builders'  Association  be  notified. 
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Voted,  To  request  the  Police  Commissioners  to  appoint 
Dennis  McCarthy  and  James  Conner  special  police-officers 
for  the  new  Public  Library  bnilding. 

4  P.M.,  Friday,  June  14,  1889. 

Present :  Messrs.  Abbott,  Prince,  and  Pierce. 

The  record  of  the  meeting  of  June  11,  1889,  was  read  and 
approved. 

Ordered,  That  advertisements  be  made  for  proposals  for 
furnishing  and  setting  by  the  square  foot  of  tile  arch-work,  in 
accordance  with  the  Guastavino  system  of  fire-proof  con- 
struction. 

4  P.M.,  Tuesday,  June  18,  1889. 

Present :  Messrs.  Abbott  and  Prince. 

Various  questions  in  connection  with  the  subject  of  the 
new  Public  Library  building  were  discussed,  but  no  definite 
action  was  taken. 

4  P.M.,  Friday,  June  21,  1889. 

Present :  Mr.  Abbott,  and  Mr.  Sherburne,  representing 
His  Honor  the  Mayor. 

Louis  F.  Gray  acted  as  Clerk. 

At  4.15  P.M.  Mr.  Sherburne  opened  the  book  containing 
the  bids  for  furnishing  and  setting  tile  arch  material,  in  ac- 
cordance with  the  Guastavino  system  of  fire-proof  construc- 
tion. 

One  bid  was  received  from  R.  Guastavino,  and  wTas  taken 
under  consideration. 

Report  was  received  from  the  Clerk  of  the  Works,  from 
May  31  to  June  15,  1889,  and  was  placed  on  file. 

4  P.M.,  Tuesday,  June  25,  1889. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  and  Pierce. 

Louis  F.  Gray  acted  as  Clerk. 

Voted,  That  the  proposal  of  R.  Guastavino  for  tile  arch 
construction  be  accepted,  and  that  the  President  be  author- 
ized to  contract  with  him  for  this  work. 

The  President  reported  that  he  had  engaged  James  Conner 
as  a  watchman  on  the  new  Public  Library  building  for  Sun- 
days  and  holidays,  from  June  16,  at  $2  a  day. 

Ordered,  That  the  President  be  authorized  to  approve  the 
agreements  of  Messrs.  Woodbury  &  Leiffhton,  dated  June 
25,  1889,  to  sell  to  the  Trustees  a  lot  of  cut  granite  and  iron 
beams  designed  for  the  new  Public  Library  building. 
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4  P.M.,  Friday,  June  28,  1889. 

Present :  Messrs.  Abbott  :ind  Pierce. 

The  President  reported  that  he  had  executed  a  contract 
with  It.  Guastavino,  Esq.,  for  tile  arch  material. 

Voted,  To  approve  R.  Guastavino's  bond  and  the  sureties 
thereto  for  $20,000  for  the  fulfilment  of  his  contract. 

Voted,  That  the  President  be  authorized  to  request  Messrs. 
Woodbury  i<;  Leighton  to  perform  the  following  special  work 
not  provided  for  in  their  contract :  — 

1st.  To  construct  the  vestibule  of  the  new  Public  Library 
building  of  Knoxville  marble,  instead  of  granite,  as  ordered 
by  vote  of  the  Trustees  of  March  27,  188!'.  for  a  sum  not  to 
exceed  $:j().(MK). 

2d.  To  build  brick-work  in  entrance  hall  and  on  the  ex- 
terior of  rear  wall  in  projecting  bands,  and  to  build  two  extra 
windows  on  the  rear,  for  a  sum  not  to  exceed  s.'tOO. 

3d.  To  carve  the  string  course  at  the  Bates  Hall  tloor  at 
a  cost  not  exceeding  $(>.7f)  per  running  foot. 

4th.  To  facilitate  the  building  of  the  first  floor  of  tile 
arch  material  for  15%  on  the  cost  of  the  same. 

12  M.,  Wednesday,  July  3,  18*9. 

A  special  meeting  of  the  Corporation,  duly  called,  was 
held  in  the  Trustees'  room  for  the  purpose  of  opening  pro- 
posals for  continuing  the  erection  of  the  new  Public  Library 
building. 

Present:  Messrs.  Abbott,  Prince,  and  Pierce,  of  the  Trus- 
tees ;  Mr.  Sherburne,  representing  His  Honor  the  Mayor, 
and  Mr.  Benton,  of  the  Architects'  office. 

Voted,  That  the  opening  of  the  proposals  be  deferred  to 
Saturday,  July  6,  1889,  at  12  o'clock  noon,  and  that  the 
Master  Builders'  Association  be  notified. 

Voted,  That  when  the  Trustees  adjourn  it  be  to  the  above 
date  and  hour,  and  that  the  regular  meeting  of  Friday,  July 
5,  be  omitted. 

On  motion  of  Mr.  Prince, 

Voted,  That  petition  be  made  to  the  Board  of  Aldermen 
for  leave  to  build  the  sidewalk  in  front  of  the  new  Public 
Library  building  on  Blagden  street,  in  accordance  with  the 
plan  and  profile  to  be  submitted. 

12  M.,  Saturday,  July  6,   1889. 

An  adjourned  meeting  of  the  Corporation  was  held  in 
the  Trustees'  room  to  open  the  bids  for  continuing  the  erec- 
tion of  the  new  Public  Library  building  on  Copley  square. 
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Present :  Messrs.  Abbott,  Prince,  Pierce,  and  Richards,  of 
the  Trustees  ;  Mr.  Sherburne,  representing  His  Honor  the 
Mayor,  and  Mr.  Benton,  from  the  Architects'  office. 

The  box  containing  the  proposals  was  opened  by  Mr. 
Sherburne,  and  they  were  read  by  Mr.  Abbott,  as  fol- 
lows :  — 


Whole  work  .  .  .  . 
Time  of  completion . 
Liquidated  damages 


Aug.  Lothrop. 


$698,000 

Mar,  1,.  1891. 

$75  a  day. 


Woodbury 

&  Leighton. 


$67S,750 

Ja».  1, 1891. 

$75  a  day. 


Webster, 
Dixon,  &  Co. 


$687,500 

May  15, 1891. 

$50  a  day. 


Ivorcross 
Bros. 


$693,000 
Feb.  1,  1891. 
$100  a  day. 


Each  of  the  above  was  accompanied  by  a  check  for  $5,000. 

In  addition  there  was  an  informal  bid  from  Timothy  Shea 
offering  to  furnish  all  granite  in  the  rough  for  $102,000; 
to  furnish  cut  granite  for  main  part  of  building  for 
$338,900  by  Oct.  1,  1890;  to  furnish  cut  granite  for 
steps  and  platform,  including  paving,  for  $32,300  by  June 
1,  1891. 

All  the  bids  were  taken  under  advisement  by  the  Trus- 
tees. 

4  P.M.,  Friday,  July  12,  1889. 

Present :  Messrs.  Abbott,  Prince,  Pierce,  and  Richards, 
and  Mr.  Benton. 

The  Trustees  considered  the  proposals  for  continuing  the 
erection  of  the  new  Public  Library  building,  and,  on  motion 
of  Mr.  Prince, 

Voted,  To  return  their  checks  to  all  the  bidders  except 
Messrs.  Woodbury  &  Leighton. 


2  P.M.,  Wednesday,  July  17,  1889. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards,  and  Messrs.  McKim  and  Benton. 

The  records  of  the  meetings  of  June  14,  June  18,  June 
21,  June  25,  June  28,  July  3,  July  (5,  and  July  12  were 
read  and  approved,  the  record  of  June  21  being  specially 
approved. 

On  motion  of  Mr.  Pierce,  it  was  unanimously 

Voted,  That  the  proposal  for  continuing  the  erection  of 
the  new  Public  Library  building  of  Messrs.  "Woodburv  & 
Leighton  for  the  sum  of  $078,750  be  accepted,  provided  they 
accede  to  the  estimate  of  the  Architects  of  the  value  of  the 
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changes  on  Blagden  street,  and  the  change  from  dabbed  face 
stone  to  six-cut  stone,  and  that  they  will  allow  five  thousand 
dollars  for  omitting  the  two  columns. 

Voted,  That  the  City  Treasurer  lie  and  hereby  is  requested 
to  issue  bonds  or  certificates  of  indebtedness,  as  provided  in 
Chapter  68  of  the  Acts  of  1889  of  the  Commonwealth  of 
Massachusetts,  and  the  order  of  the  City  Council  of  the  City 
of  Boston  approved  11th  of  Mareh,  1*89,  to  the  amount  of 
five  hundred  thousand  dollar-. 


4  P.M.,Fi:ii>ay,  July  19,  1889. 

Present:    Messrs.  Abbott,  Prince,  and  Pierce. 

The  record  of  the  meeting  of  July  17  was  read  and  ap- 
proved. 

Whereas,  it  appears  that  since  the  last  meeting  Messrs. 
Woodbury  &  Leighton  have  agreed  to  accept  the  estimates 
of  the  Architects  as  to  the  amount  due  for  extra  work  under 
the  contract  of  Aug.  1.  1888,  and  have  made  deductions 
amounting  to  about  *25, 000  from  their  first  claims  on  ac- 
count of  .such  extra  work,  it  is 

Voted,  That  the  proposal  of  Messrs.  Woodbury  & 
Leighton,  received  and  opened  July  <!,  188!),  for  ""work  to 
be  done  and  material  to  be  furnished  in  the  continuation  of 
the  erection  of  the  new  Public  Library  building  on  Coplev 
square"  be  and  hereby  is  accepted. 

Voted,  That  the  President  be  authorized  and  directed  to 
make,  execute,  and  deliver  in  triplicate  in  behalf  of  the  City 
of  Boston,  a  contract  with  Messrs.  Woodbury  &  Leigh- 
ton to  do  the  work  and  furnish  the  material  specified  in  their 
proposal,  received  July  *>,  1889,  for  M  work  to  be  done  and 
material  to  be  furnished  in  the  continuation  of  the  erection 
of  the  new  Public  Library  building  on  Copley  square,"  for 
the  sum  of  six  hundred  seventy-eight  thousand  seven  hun- 
dred and  fifty  dollars. 

Voted,  That  the  President  be  authorized  and  directed  to 
advertise  for  proposals  for  work  and  material  for  the  interior 
finish  of  the  entrance  hall,  staircase,  and  staircase  hall  of  the 
new  Public  Library  building,  in  accordance  with  the  plans 
and  specifications  of  the  Architects. 

Ordered,  That  the  order  of  the  Trustees  of  June  25,  1^89, 
allowing  James  Conner  as  watchman  for  Sundays  and  holi- 
days, from  June  1(5,  1889,  be  amended  by  substituting  $2.25 
a  day  in  place  of  $2  a  day. 

A  letter,  dated  July  19,  was  received  from  Messrs.  McKim, 
Mead,  and  White  stating  that  they  have  secured  an  adjust- 
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merit  of  the  claims  of  Messrs.  Woodbury  &  Leighton  for 
extra  work,  and  of  the  allowances  to  be  made  for  work 
deducted.     Read,  and  ordered  to  be  placed  on  file. 

Also,  statement  of  work  contracted  for  and  of  amounts 
certified  or  deducted  for  the  month  ending  June  30,  1889. 


4  P.M.,  Tuesday,  July  23,  1889. 

Present :  Messrs.  Abbott,  Prince,  and  Pierce. 

Louis  P.  Gray  was  chosen  Clerk  pro  tern. 

The  record  of  the  meeting  of  July  19  was  read  and  ap- 
proved. 

The  President  reported  that  he  had  executed  in  triplicate 
the  contract  with  Messrs.  Woodbury  &  Leighton  for  con- 
tinuing the  erection  of  the  new  Public  Library  building,  and 
that  one  copy  had  been  filed  with  the  City  Auditor  and 
another  with  the  contractors,  and  he  submitted  the  third  to 
the  Trustees,  and  it  was  ordered  to  be  placed  upon  the 
Library  files. 

He  further  reported  that  all  checks  accompanying  the  pro- 
posals opened  July  6,  1889,  had  been  returned  to  their  re- 
spective makers. 

Mr.  Prince  offered  the  following  preamble  and  vote,  which 
were  unanimously  passed  :  — 

Whereas,  by  the  contract  made  with  Messrs.  Woodbury  & 
Leighton,  dated  July  22,  1889,  it  was  agreed  that  twenty-five 
per  cent,  of  the  cost  of  the  work  done  and  materials  fur- 
nished should  be  retained  by  the  Trustees  as  security  for  the 
fulfilment  of  the  covenant  of  said  Woodbury  &  Leighton; 
and 

Whereas,  such  retention  may  sometimes  be  onerous  to 
them,  now  it  is 

Voted,  That  the  Trustees  will  always  exercise  a  liberal 
discretion  in  withholding  the  said  twenty-five  per  cent.,  but 
the  Trustees  in  so  doing  must  always  see  that  the  City  is 
made  secure. 

Ordered,  That  the  President  be  authorized  to  approve  the 
agreement  of  Woodbury  &  Leighton,  dated  July  23,  1889, 
to  sell  to  the  Trustees  a  lot  of  cut  granite  designed  for  use 
in  the  new  Public  Library  building. 

Report  of  the  Clerk  of  the  Works,  from  June  29  to  July 
15,  and  reports  upon  the  Guastavino  tile  system  covering  the 
period  from  May  31  to  July  15,  were  received  and  ordered 
to  be  placed  on  file. 
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4  P.M.,  Friday,  July  26,  1889. 

Present :  Messrs.  Abbott,  Prince,  and  Pierce. 
Louis  F.  Gray  acted  as  Clerk. 

The  Trustees  considered  and  discussed  various  matters 
connected   with  the  new  Public  Library  building. 

4  P.M.,  Friday,  August  9,  1889. 

Present:   Messrs.  Abbott  and  Prince. 

Louis  F.  Gray  acted  as  Clerk. 

The  President  reported  that  the  time  for  opening  proposals 
for  stone  and  marble  work  of  entrance  and  staircase  of  the 
new  Public  Library  building  had  been  extended  to  August 
16. 

The  President  was  authorized  to  sign  special  orders  No. 
23  to  29  to  the  contractors,  Messrs.  Woodbury  &  Leighton, 
the  same  being  for  the  extra  work  referred  to  in  the  pream- 
ble of  the  vote  of  the  Trustees  of  July  19,  1889,  accepting 
their  proposal  for  work  to  be  done  and  material  to  be  fur- 
nished in  the  continuation  of  the  erection  of  the  new  Public 
Library  building. 

Friday,  Aug.  16,  1889. 

Pursuant  to  a  special  call  the  Corporation  met  at  12  o'clock 
noon,  instead  of  4  P.M.,  in  the  Trustees'  room  to  consider 
the  proposals  for  marble  and  stone  work  of  the  entrance-hall 
and  staircase  of  the  new  Public  Library  building. 

Present :  Messrs.  Abbott,  Prince,  Pierce,  and  Richards,  of 
the  Trustees,  Mr.  Sherburne,  of  the  Mayor's  office,  and 
others. 

At  12  o'clock,  Mr.  Sherburne  opened  the  box  containing 
the  proposals,  and  the  President  read  them,  as  follows  :  — 
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Voted,  That  the  entrance-hall  of  the  new  Public  Library 
building  be  of  Iowa  stone,  and  that  the  proposal  of  Messrs. 
Robert  C.  Fisher  &  Co.  of  $18,600  for  this  portion  of  the 
work  be  accepted. 

Voted,  That  the  corridor  and  staircase  he  constructed  of 
Siena  marble,  and  that  the  proposal  of  Messrs.  Patterson, 
See,  &  Eisele  of  $69,173  for  this  portion  of  the  work  be 
accepted. 

4  P.M.,  Tuesday,  Aug.   20,   1889. 

Present  :   Messrs.  Abbott  and  Prince. 

Louis  F.  Gray  was  choaeD  Clerk  />ro  tern. 

The  records  of  the  meetings  of  June  23,  July  20,  July  30, 
Aug.  2,  Aug.  »!,  Aug.  9,  Aug.  13,  and  Aug.  16  were  read 
and  approved. 

Votedt  That  the  President  be  requested  and  directed  to 
have  the  model  of  the  Bates-Hall  ceiling  exhibited  in  such 
place  as  may  seem  to  him  best  for  purposes  of  study,  at  a 
cost  not  to  exceed  $600. 

Voted,  That  the  vestibule  on  Blagden  street  be  built  in 
granite  instead  of  in  brick,  as  provided  for  in  the  contract, 
at  a  cost  not  to  exceed  $1,000. 

Voted,  That  the  President  be  authorized  to  execute  con- 
tracts with  Messrs.  Robert  C.  Fisher  &  Co.,  and  with  Messrs. 
Battcrson,  See,  &  Fisele,  in  accordance  with  their  respective 
proposals,  as  accepted  at  the  meeting  of  the  Trustees  of 
Aug.  16,  1889. 

2  P.M.,  Friday,  Aug.  23,  1889. 

Present :  Messrs.  Abbott,  Prince,  and  Pierce. 

The  record  of  the  meeting  of  August  20  was  read  and 
approved. 

The  President  reported  that  in  accordance  with  the  vote  of 
the  Trustees,  of  August  20.  he  had  made  a  contract  with 
Messrs.  Patterson,  See,  &  Eisele  on  the  21st  August  to 
build  the  staircase  and  corridor  of  the  new  Public  Library 
building,  in  accordance  with  their  proposal  accepted  August 
16. 

That  all  the  checks  and  certificates  of  deposit  of  those 
offering  proposals  which  had  been  rejected  had  been  re- 
turned. 

He  presented  reports  of  the  Clerk  of  the  Works,  from 
July  15  to  August  15,  which  were  ordered  to  be  placed 
on  file. 

The  President  read  the  draft  of  a  report  to  the  City  Gov- 
ernment upon  the  new  Public  Library  building  for  the  six 
months  ending  June  30,  1889,  which  was  approved  by  the 
Trustees,  and  authority  was  granted  to  the  President  to  sign 
it  in  their  behalf. 
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4  P.M.,  Tuesday,  Aug.  27,  1889. 

Present :  Messrs.  Abbott,  Prince,  and  Pierce. 

The  record  of  the  meeting  of  August  23  was  read  and 
approved. 

Voted,  That  the  President  be  authorized  to  arrange  with 
Messrs.  Woodbury  &  Leighton  to  build  the  foundations  of 
the  platform,  from  the  driveway  on  Boylston  street  to  the 
end  of  the  building,  at  a  cost  not  to  exceed  $3,800. 

Ordered,  That  from  this  date  Messrs.  Woodbury  & 
Leighton  be  allowed  the  full  amounts,  duly  certified  by 
the  Architects,  for  work  done  under  their  contract  of  August 
1,  1888,  and  that  the  aggregate  of  the  25%  heretofore  re- 
served of  such  amounts  as  a  guaranty  for  the  proper  fulfil- 
ment of  said  contract  be  reduced  to  $45,000,  and  the  differ- 
ence paid  to  them. 

Ordered,  That  the  bond  on  the  contract  of  Messrs.  Batter- 
son,  See,  and  Eisele  be  fixed  at  $25,000. 

Mr.  Benton  made  a  report  upon  the  new  Library  building. 

4  P.M.,  Friday,  Sept.  6,  1889. 

Present:  Messrs.  Prince  and  Pierce. 

The  records  of  the  meetings  of  August  27  and  30  were  read 
and  approved. 

The  Library  Auditor  laid  before  the  Board  a  financial 
statement  of  the  new  Public  Library  Building  Fund,  which 
was  placed  on  file. 

The  President  pro  tern,  laid  before  the  Trustees  the  bi- 
weekly report  of  the  Clerk  of  the  Works  on  the  Guastavino 
fire-proofing  system  from  Aug.  15,  1889,  to  Aug.  30,  1889. 

4  P.M.,  Tuesday,  Sept.  10,  1889. 

Present:  Messrs.  Prince  and  Pierce,  and  Mr.  Benton,  of 
the  Architects'  office. 

Mr.  Prince  offered  the  following  preamble  and  vote,  which 
were  adopted  :  — 

Whereas,  it  is  proposed  to  increase  the  height  of  the  ves- 
tibule on  Blagden  street  to  nearly  double  that  originally  pro- 
posed, involving  greater  cost  than  that  set  forth  in  the  vote 
of  the  Board  passed  August  20,  substituting  granite  for 
brick  ;  it  is  therefore 

Voted,,  That  the  sum  of  $3,099  be  appropriated  for  build- 
ing both  the  vestibule  and  floor  of  granite  of  the  same  char- 
acter as  that  used  for  the  exterior  wall.  [See  vote  of 
August  20.] 
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On  motion  of  Mr.  Prince, 

Voted,  That  the  Architects  he  empowered  to  contract  with 
Woodbury  &  Leighton  to  furnish  and  lay  concrete  on  the 
fire-proof  floors  at  the  cost  of  sixteen  cents  per  cubic  foot  for 
gravel  concrete  and  eighteen  cents  for  cinder  concrete. 

Ordered,  That  the  Architects  be  directed  to  contract  with 
Woodbury  <X:  Leighton  for  furnishing  and  setting  the  neces- 
sarv  number  of  Z-bar  columns. 

Ordered,  That  the  Architect-  be  authorized  to  have  the 
moulding  on  the  western  half  of  Blagden-street  elevation 
made  at  the  co.-t  of  $3. To  per  running  foot. 

Voted,  That  the  Architects  be  instructed  to  have  a  new  sill 
and  the  architraves  reeiit  at  the  Boylston-street  entrance  at 
a  cost  not  exceeding  $150. 

4  P.M.,  Saturday,  Sept.  21,  1889. 

Present  :   Messrs.  Prince,  Pierce,  and  Richards. 

The  records  of  the  meetings  of  Sept.  13,  IT,  and  20  were 
read  and  approved. 

The  report  of  Mr.  Stevens,  Clerk  of  the  Works,  from 
Aug.  15  to  Sept.  1"),  was  read  and  placed  on  file. 

4  P.M.,  Tuesday,  Sept.  24,  1889. 

Present :   Messrs.  Prince,  Pierce,  and  Richards. 
Louis  F.  Gray  acted  as  Clerk. 

The  record  of  the  last  meeting  was  read  and  approved. 
Ordered,  That  J,   E.   Chandler  be  appointed  assistant  to 
the  Clerk  of  the  Works,  from  Sept.  12,  1889,  at  $15  a  week. 

4  P.M.,  Monday,  Sept.  30,  1889. 

A  special  meeting  of  the  Corporation,  duly  called,  was  held 
in  the  Trustees'  room. 

Present :   Messrs.  Prince,  Pierce,  and  Richards. 

Louis  F.  Gray  acted  as  Clerk. 

The  record  of  the  last  meeting  was  read  and  approved. 

The  new  Public  Library  building  was  discussed,  but  no 
definite  action  was  taken. 

4  P.M.,  Friday,  Oct.  11,  1889. 

Present :   Messrs.  Haynes  and  Richards. 

The  record  of  the  meeting  of  Sept.  30,  1889,  was  read  and 
approved. 

The  Librarian  laid  before  the  Trustees  the  statement  of  the 
Library  finances  to  Oct.  1,  1889  ;  also  statement  of  the  work 
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contracted  for  and  of  amounts  certified  or  deducted  on  account 
of  the  new  Public  Library  building  under  the  superintendence 
of  McKim,'  Mead,  and  White,  for  the  months  of  August  and 
September,  1889  ;  also  reports  from  the  Clerk  of  the  Works, 
from  September  15  to  September  30,  which  reports  were 
ordered  to  be  placed  on  file. 


4  P.M.,  Tuesday,  Oct.  15,  1889. 

Present :   Messrs.  Haynes,  Pierce,  and  Richards. 

The  record  of  the  meeting  of  Oct.  11,  1889,  was  read  and 
approved. 

Mr.  Pierce  reported  that  the  contract  with  Messrs.  Robert 
C.  Fisher  &  Co.,  for  marble-work  for  the  entrance-hall  of  the 
new  Public  Library  building,  had  been  duly  executed  and 
copies  filed  at  the  City  Auditor's  office  and  in  the  Library 
files. 

Mr.  Pierce  reported  that  he  had  received  a  letter  from  Mr. 
Abbott  in  which  he  described  a  clock  costing  5,000  francs, 
that,  in  his  judgment,  should  be  purchased  for  the  new  Public 
Library,  and  he  stated  that  he  had  sent  a  message  to  Mr. 
Abbott  by  cable  advising  its  purchase,  which  action  was 
approved  by  the  Trustees. 


4  P.M.,  Tuesday,  Oct.  22,  1889. 

Present :  Messrs.  Prince,  Haynes,  and  Pierce. 

The  record  of  the  meeting  of  Oct.  15,  1889,  was  read  and 
approved. 

Reports  from  the  Clerk  of  the  Works  to  October  15  were 
received,  and  ordered  to  be  placed  on  file. 

Upon  the  recommendation  of  the  Architects  that  glazed 
tile  be  used  for  certain  ceilings  in  the  first  story  of  the  new 
Public  Library  building ,  it  was 

Ordered,  That  irlazed  tile  be  substituted  for  rough  tile  and 
plaster  in  the  ceiling  of  the  new  Public  Library  building, 
provided  that  it  can  be  furnished  at  a  price  not  exceeding 
fifty-five  cents  a  square  foot. 

On  motion  of  Mr.  Pierce, 

Ordered,  That  the  Architects  be  authorized  to  change  the 
three  panels  over  the  Dartmouth-street  entrance  arches  from 
granite  to  pink  Knoxville  marble,  at  an  expense  not  to  exceed 
$1,100. 

Ordered,  That  the  Architects  be  authorized  to  purchase 
thiee  iron  girders,  at  a  cost  not  to  exceed  $550. 
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4  P.M.,  Friday,  Nov. -8,  1889. 

Present:  Messrs.  Prince,  Haynes,  Pierce,  and  Richards. 

The  record  of  the  meeting  of  October  2.">  was  read  and 
approved. 

Reports  from  the  Clerk  of  the  Works, from  Oct.  15  to  Oct. 
30,  L889,  were  received,  and  ordered  to  be  placed  on  file. 

Ordered,    That     ihe    President    pro   tern,    be    authorized   to 

requesl  the  Board  of  Police  Commissioners  that  Hubbard  C. 
Packard,  one  of  the  Inspectors  on  the  new  Library  building, 
be  appointed  a  special  police-officer. 

Voted,  That  when  the  Trustees  adjourn  it  be  to  Tuesday, 
November  12,  at  4  P.M.,  and  that  Mr.  Benton,  the  Archi- 
tects' Superintendent,  he  requested  to  attend,  and  to  be  pre- 
pared to  give  information  to  the  Trustees  touching  the 
arrangements  tor  electric,  and  for  heating,  lighting,  and  ven- 
tilating apparatus  for  the  new  Public  Library  building,  and 
that  hi>  further  be  requested  to  furnish  the  list  of  names  pre- 
pared by  Professor  Haynes  for  the  tablets  on  the  exterior  of 
the  building. 

Ordered,  That  Mr.  Benton  be  requested  to  furnish  for  the 
files  preserved  at  the  Library  a  copy  of  each  plan  of  the  new 
Library  building  that  has  been  prepared  for  the  inspection 
of  the  Trustees,  in  addition  to  the  following:  — 

1st.  Certified  drawings  under  Woodbury  &  Leighton's 
first  and  second  contracts. 

2d.    Key  plan  of  cellar. 


4  P.M.,  Tuesday,  Nov.  12,  1889. 

Present :  Messrs.  Prince,  Haynes,  Pierce,  and  Richards 
of  the  Trustees,  and  Mr.  Benton. 

The  record  of  the  meetinor  of  November  8  was  read  and 
approved. 

A  communication  was  received  from  His  Honor  the 
Mayor  requesting  a  report  upon  the  new  Library  building  ; 
whereupon,  upon  motion  of  Mr.  Pierce,  it  was 

Ordered,  That  the  President  pro  tern,  be  invested  with  full 
powers  to  make  answer  to  His  Honor's  request. 

Mr.  Benton  explained  to  the  Trustees  what  measures  had 
been  taken  by  the  Architects  in  respect  to  electric  and  light- 
ing apparatus,  and  he  stated  that  a  scheme  for  ventilation 
was  preparing  and  would  in  due  time  be  submitted  to  the 
Trustees. 
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4  P.M.,  Friday,  Nov.  15,  1889. 

Present :  Messrs.  Prince,  Haynes,  and  Pierce. 

The  record  of  the  meeting  of  Nov.  12  was  read  and  ap- 
proved. 

The  President  pro  lem.  read  a  copy  of  his  report  trans- 
mitted to  His  Honor  the  Mayor,  Nov.  13,  1889,  respecting 
the  new  Library  building. 

The  following  preamble  and  vote  were  adopted  :  — 

Whereas,  Woodbury  &  Leighton  deducted  a  certain  sum 
of  money  from  their  estimate  of  the  cost  of  the  cornice  of 
the  new  building,  as  the  Trustees  proposed  to  abandon  cer- 
tain carvings  thereon,  and  as  it  is  now  proposed  to  have  such 
carvings,  it  is 

Voted,  That  the  Architects  be  authorized  to  expend  for  the 
same  the  amount  so  deducted. 


4  P.M.,  Tuesday,  Nov.  19,  1889. 

Present :  Messrs.  Prince,  Haynes,  and  Pierce. 

Louis  F.  Gray  acted  as  Clerk. 

The  record  of  the  meeting  of  Nov.  15  was  read  and  ap- 
proved. 

Reports  of  the  Clerk  of  the  Works,  to  Nov.  15,  were  re- 
ceived, and  ordered  to  be  placed  on  file. 

The  following  preamble  and  vote  were  adopted  :  — 

Whereas,  The  subject  of  what  are  proper  inscriptions  to 
be  placed  upon  the  new  Library  building  is  of  the  gravest 
consequence  and  deserves  the  maturest  consideration ;  and 

Whereas,  The  question  of  what  lettering  should  be  em- 
ployed upon  it  is  not  merely  one  of  architectural  decoration, 
and  ought  to  be  treated  as  a  unit,  and  nothing  ought  to  be 
carved  upon  the  building,  until  it  has  been  decided  exactly 
what  is  to  be  placed  there, 

Voted,  That  all  cutting  of  letters  upon  the  building  be 
deferred  until  it  is  nearer  its  completion. 


&*A 


t5T 


EXTRACTS 


FROM  THE 


EECOEDS  OF  THE  TBUSTEES  OF  THE  PUBLIC 
LIBKAEY  OF  THE  CITY  OF  BOSTON 


RELATIVE   TO 


THE  NEW  LIBRARY  BUILDING  ON  COPLEY  SQUARE. 

(Continued.) 


4  P.M.,  Dec.  6,  1889. 

Present :  Messrs.  Haynes  and  Pierce. 

Reports  of  the  Clerk  of  the  Works  to  November  30  were 
received  and  ordered  to  be  placed  on  file. 

Two  communications  were  received  from  Messrs.  Wood- 
bury &  Leighton ;  the  first,  dated  Dec.  3,  1889,  was  in 
relation  to  cut  granite  at  the  quarry,  which  they  find  is  in- 
convenient to  deliver  in  Boston  and  for  which  they  request 
payment  of  the  Trustees. 

Referred  to  Mr.  Prince  to  draw  and  report  the  necessary 
legal  instruments  therefor. 

The  other  letter,  dated  Dec.  4,  1889,  reported  that  on 
account  of  delays  for  which  they  are  not  responsible  they 
have  been  able  to  do  only  about  one-third  as  much  work  as 
they  would  like  and  are  ready  to  do,  and  that  their  interests 
are  being  materially  damaged. 

Ordered,  That  Messrs.  Woodbury  &  Leighton  be  re- 
quested to  furnish  the  particulars  as  to  the  cause  of  the 
delays  which  they  refer  to  in  their  letter  to  the  Trustees  of 
Dec.  4,  1889. 

4  P.M.,  Dec.  10,  1889. 

Present :  Messrs.  Haj'nes,  Pierce,  and  Richards. 

A  letter  from  C.  F.  McKim,  Esq.,  was  received,  asking  that 
a  roof  construction  of  unplaned  boards  be  allowed  in  order 
that  work  may  go  on  upon  the  entrance  hall  in  freezing 
weather. 


Ordered,  That  such  temporary  structure  be  allowed  at  a 
cost  not  to  exceed  §400. 

Also  recommending  that  a  special  order  be  passed  author- 
izing Robert  C.  Fisher  ft  Co.  to  construct  the  floor  of  the 

entrance  hall  according  to  the  plans  shown. 

Ordered,  That  the  architects  be  informed  that  the  plan  of 
the  floor  is  approved  by  the  Trustees,  and  that  they  may 
proceed  with  the  work. 

4  P.M.,  Dec.  13,  1889. 

Present :  Messrs.  Prince,  Ilavnes,  and  Richards. 

A  letter  was  received  from  Messrs.  Woodbury  &  Leigh  ton, 
dated  Dec.  11,  18*9,  giving  the  specific  causes  of  the  delay 
which  they  allege  they  are  subjected  to.      Laid  on  the  table. 

Ordered,  That  the  architects  he  authorized  to  expend  sl50 
to  have  a  new  perspective  drawing  made  of  the  facade  of  the 
building  for  reproduction  as  an  illustration  for  the  printed 
proceedings  at  the  laying  of  the  corner-stone. 

4  P.M.,  Dec.  17,  1889. 

Present:  Messrs.  Prince.  Ilavnes,  Pierce,  and  Richards, 
and  Messrs.  McKim  and  Benton. 

Messrs.  Woodbury  &  Leighton's  letter  of  Dec.  11,  1889, 
was  taken  from  the  table,  and  after  full  consideration  was 
ordered  to  be  placed  on  file. 

On  motion  of  Mr.  Kichards, 

Voted,  To  reduce  the  reserve  from  payments  made  from 
time  to  time  to  Messrs.  Woodbury  &  Leighton  under  their 
first  contract  from  $45,000  to  $2,500,  said  contract  being 
substantially  fulfilled. 

On  motion  of  Mr.  Pierce, 

Voted,  That  the  architects  are  hereby  authorized  to  insert 
(as  per  plan)  into  the  marble  of  the  entrance  hall  brass 
designs,  at  an  expense  not  to  exceed  $1,500. 

4  P.M.,  Dec.  20,  1889. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

Reports  of  the  Clerk  of  the  AVorks  to  Dec.  15,  1889,  were 
received  and  ordered  to  be  placed  on  file. 

Voted,  To  purchase  from  Messrs.  Woodbury  &  Leigh- 
ton  certain  cut  granite  and  sixty-four  tons  of  iron  beams  de- 
signed for  use  in  the  construction  of  the  new  Public  Library 
building,  now  lying  at  the  Boston  &  Albany  freight  yard, 
corner  of  Boylston  and  Exeter  streets,   as  described   and 
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numbered  upon  the  schedule  accompanying  the  contract  of 
sale,  dated  Dec.  16,  1889,  and  sigued  by  said  "Wood- 
bury &  Leighton,  and  now  preserved  in  the  Library  files. 

Mr.  Prince  was  appointed  a  committee  to  inquire  into  the 
validity  of  "Woodbury  &  Lei^hton's  title  to  the  cut  granite 
and  iron  beams  referred  to  in  the  above  vote,  as  well  as  in 
the  cut  granite  at  the  quarry  in  Milford,  Mass. 

4  P.M.,  Dec.  24,  1889. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  and  Pierce. 

Mr.  Prince  reported  that  Messrs.  Woodbury  &  Leighton's 
title  to  the  sixty-four  tous  of  iron  beams  was  valid,  and 
he  presented  a  letter  from  the  agents  of  the  Phoenix  Iron 
Company,  certifj'iug  to  their  actual  purchase  of  the  beams, 
which  was  ordered  to  be  placed  on  file. 

Mr.  Prince  asked  for  further  time  to  report  upon  the  cut 
granite. 

Voted,  That  the  architects'  certificate  for  pa}'inent  be  ap- 
proved with  the  exception  of  the  item  relating  to  cut  granite 
delivered,  amounting  to  $24,028  ;  also  the  architects'  bill 
less  their  commission  on  said  amount. 

4  P.M.,  Dec.  27,  1889. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

A  letter  was  received  from  the  Clerk  of  the  TTorks  ex- 
plaining his  system  of  certification,  and  of  the  estimation  of 
the  money  value  of  the  cut  granite  at  the  Boston  &  Albauy 
freight  yard  as  well  as  at  the  quarry  in  Milford.  Read  and 
ordered  to  be  placed  on  file. 

Also  a  general  report  of  the  work  upon  the  new  Library 
building  during  the  past  year.     Ordered  to  be  placed  on  file. 

4  P.M.,  Dec.  31,  1889. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

The  Trustees  discussed  the  new  Public  Library  building. 

4  P.M.,  Jan.  7,  1890. 

Present :  Messrs.  Abbott,  Haynes,  Pierce,  and  Richards. 

Reports  of  the  Clerk  of  the  "Works  to  Dec.  31,  1889, 
were  received  and  ordered  to  be  placed  on  file. 

Ordered,  That  the  President  be  authorized  to  contract 
with  Messrs.    Woodbury  &   Leighton,  by  special  order,  to 
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build  the  staircase  from  Bates  Hall  floor  to  the  Special  Li- 
brary floor,  as  shown  on  Architect's  drawing  No.  241.  The 
platform  and  treads  to  be  of  Yorkshire  stone,  handrails  to 
be  of  Iowa  or  Alps  green  marble,  or  an  equivalent, polished. 
All  other  stone  work  to  be  of  approved  buff  Amherst  stone, 
at  a  cost  not  to  exceed  $2,39  1. 

4  P.M.,  Jan.  14,  1890. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

A  letter  was  received  from  the  Clerk  of  the  Works  in  re- 
lation to  the  ceiling  in  reserved  space  No.  1,  and  as  to  the 
manner  of  payment  for  cut  granite,  and  it  was  ordered  that 
the  ceiling  be  allowed  at  a  cosl  not  to  exceed  $2,730.92,  and 
that  no  cut  granite  be  paid  for  until  it  is  set  or  delivered  at 
the  Boston  &  Albany  freight  yard. 

4  P.M.,  Jan.  21,  1890. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

Ordered,  That  the  President  be  authorized  to  sign  special 
orders  45  to  50  as  follows  :  — 

No.  45.  To  Messrs.  Robert  C.  Fisher  &  Co.,  to  furnish 
and  lav  vestibule  floor  with  Tennessee  marble,  in  accordance 
with  drawing  No.  249,  for  an  amount  not  to  exceed  $2,2(52. 

No.  46.  To  the  same  to  furnish  and  lay  floor  of  entrance 
hall  of  selected  marble  according  to  "drawing  No.  1,  Dec. 
13,  1889,"   for  an  amount  not  to  exceed  $4,000. 

No.  47.  To  the  same  for  brass  designs  to  be  inserted  in 
marble  of  entrance  hall  as  voted  on  Dec.  17,  1889. 

No.  48.  To  the  same  for  mosaic  work  for  the  ceiling  of 
the  entrance  hall,  at  a  rate  not  exceeding  $3.50  per  square 
foot. 

No.  49.  To  Messrs.  Woodbury  &  Leighton  to  build  tem- 
porary roof  over  the  entrance  hall,  for  $400. 

No.  50.  To  the  same  to  furnish  and  set  a  block  of  cut 
granite  to  receive  the  letters  "  Open  to  all,"  for  $60. 

Ordered,  That  the  vaulted  ceiling  of  the  driveway  On  Boyl- 
ston  street  be  constructed  of  tile-arch  material  on  the  Guas- 
tavino  system,  according  to  plans  in  the  architects'  office. 


2  P.M.,  Jan.  25,  1890. 

Present :  Messrs.  Abbott,  Prince,   Pierce,  and    Richards 
and  Messrs.  McKim  and  Benton. 
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Mr.  McKim  submitted  estimates  for  continuing  and  com- 
pleting the  erection  of  the  new  Public  Library  building  and 
exhibited  plans,  which  were  fully  discussed. 

Ordered,  That  the  subject  of  the  legend  upon  the  exterior 
of  the  building,  and  the  eagles  over  the  entrance  be  referred 
to  the  next  meeting. 

4  P.M.,  Jan.  31,  1890. 

Present :  Messrs.  Abbott,  Prince,  Pierce,  and  Richards. 

Reports  of  the  Clerk  of  the  Works  to  Jan.  15,  1890,  were 
received  and  ordered  to  be  placed  on  file. 

Ordered,  That  the  President  be  authorized  to  approve  the 
agreement  of  Woodbury  &  Leighton,  dated  Jan.  15,  1890, 
to  sell  to  the  Trustees  a  lot  of  cut  granite  for  the  new 
Public  Library  building. 

4  P.M.,  Feb.  14,  1890. 

Present :  Messrs.  Abbott,  Hayues,  Prince,  Pierce,  and 
Richards. 

A  letter  from  Messrs.  McKim,  Meacl,  &  White,  stating 
that  they  had  engaged  offices  at  87  Boylston  St.,  which  they 
will  occupy  March  1,  1890,  was  referred  to  the  President. 

A  letter  from  E.  Charles^  Lindemann,  of  Baltimore,  in  re- 
lation to  roofing  tiles  for  the  new  Public  Library  building  was 
ordered  to  be  placed  on  file. 

A  letter  from  Timothy  Shea,  Esq.,  was  received  in  respect 
to  the  lease  of  his  quarry  at  Milford,  Mass.,  and  it  was 

Ordered,  That  the  President  be  authorized  to  sign,  seal, 
and  deliver,  in  the  name  and  behalf  of  the  Trustees,  a  release  of 
the  lease  dated  26  January,  1889,  of  certain  property  in  the 
town  of  Milford  belonging  to  Timothy  Shea  and  Ellen  Shea 
in  her  own  right  and  used  as  a  granite  quarry. 

4  P.M.,  Feb.  21,  1890. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

The  President  laid  before  the  Trustees  reports  of  the  Clerk 
of  the  Works  to  Feb.  15,  1890.  Ordered  to  be  placed  on 
file. 

He  reported  that  he  had  executed  and  delivered  a  release 
to  Timothy  Shea  of  the  granite  quarry  in  Milford. 

He  further  reported  certain  correspondence  with  Messrs. 
McKim,  Mead,  &  White  in  relation  to  plans  for  heating,  and 
for  iron  work  for  roof,  and  he  stated  that  they  promise  to  use 
all  possible  speed  in  the  preparation  of  the  drawings  for  the 
latter,  and  that  they  expect  to  submit  plans  for  heating  by 
March  1,  1890. 
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The  following  letter  vras  Laid  before  the  Trustees  :  — 

Feb.  lit,  1890. 
S.  A.  B.  Abbott,  Esq.,  President:  — 

Dear  Kih,  —  Mr.  McKim  desires  your  attention  called  to  the  fol- 
lowing matters  in  connection  with  the  new  Public  Library  building:  — 

"  In  order  to  complete  the  brass  inlay  of  entrance  hall  satisfactorily, 
the  appropriation  should  be  increased  ii\<'  hundred  dollars. 

"  It  is  desirable  thai  the  niche  heads  of  vestibule  should  be  carved  ac- 
cording to  models  made  by  Mr.  Evans,  at  an  expense  of  four  hundred 
dollars. 

••The  work  in  mosaic  of  entrance  hall  Is  being  delayed  for  want  of 
names  which  are  to  go  in  spandrels  ol  arches,  li  is  important  thai  this 
matter  should  be  settled  at  oner. 

••  What  decision  has  been  reached  regarding  carving  the  key- stones  of 

main  entrance  arehl 

Y"tir-  trulj  , 
[Signed]  THOMAS  FOX. 

After  due  consideration  of  the  above  letter,  tbe  Trustees 
decided  to  allow  do  more  money  for  the  brass  work  in  ihe 
floor  of  the  entrance  ball,  than  was  agreed  to  in  Special  Or- 
der No.  17  authorizing  the  same,  and  thai  the  question  of  the 
carving  of  the  niche  beads  and  of  the  key-stones  of  the  main 
entrance  arches  be  deferred  for  future  consideration. 

Ordered,  That  the  legend  upon  the  exterior  of  the  build- 
ing upon  the  Dartmouth-street  side,  consideration  of  which 
was  deferred  at  the  meeting  of  Jan.  25,  1890,  be  as  fol- 
lows :  — 

"Built  for  the  people  by  the  City  of  Boston,  in  the  year 
of  our  Lord  one  thousand  eight  hundred  and  eighty-eight." 

Mr.  Pierce  made  a  motion  to  the  effect  that  in  accordance 
with  their  request  the  architects  be  furnished  with  thirty-six 
names  to  be  placed  in  tin;  spandrels  of  the  mosaic  vaults  of 
the  entrance  hall  ceiling  of  the  new  Public  Library  build- 
ing. 

Professor  Haynes  moved  as  an  amendment  that  no  names 
be  so  furnished,  and  on  motion  of  Mr.  Richards, 

Ordered,  That  the  subject  be  assigned  to  the  next  meeting 
of  the  Trustees,  with  the  understanding  that  it  is  to  be  then 
determined. 

Ordered,  That  Mr.  McKim  be  requested  to  be  present  at 
the  next  meeting  of  the  Trustees  on  Tuesday  the  25th  inst. 

4  P.M.,  Feb.  25,  1890. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

A  telegram  was  received  from  C.  F.  McKim,  Esq.,  ex- 
plaining that  he  could  not  attend  the  meeting  to-day. 
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Mr.  Prince  offered  for  consideration  the  following  inscrip- 
tion for  the  exterior  of  the  new  Public  Library  building  on 
the  Boylston-street  side,  "The  first  free  Public  School 
founded  1636 — its  crowning  glory,  the  first  free  Public 
Library  founded  1852." 

A  letter  was  received  from  Edward  P.  Benton,  the  archi- 
tects' superintendent,  requesting  action  by  the  Trustees  in 
regard  to  floors  and  ceilings  in  reserve  space  No.  3,  and  in 
the  catalogue  room  of  the  new  Public  Library  building. 
Laid  on  the  table. 

Ordered,  That  Mr.  McKim  be  requested  to  be  present  at 
the  meeting  on  Friday,  February  28,  to  which  date  the  sub- 
ject of  names  is  further  specially  assigned. 

2.30  P.M.,  March  1,  1890. 

Present :  Messrs.  Abbott,  Haynes,  Pierce,  and  Richards. 

The  President  was  authorized  to  approve  a  bill  for  iron 
beams  from  Messrs.  Woodbury  &  Leighton,  amounting  to 
$121.80. 

2.30  P.M.,  March  3,  1890. 

Present  :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards,  and  Mr.  McKim. 

On  motion  of  M.  Richards, 

Ordered,  That  consideration  of  the  subject  of  names, 
which  was  assigned  at  the  meeting  of  the  Corporation  of 
Feb.  21,  1890,  be  resumed. 

Professor  Haynes,  with  the  consent  of  the  Trustees,  with- 
drew his  motion  that  no  names  be  given  to  the  architects. 

On  motion  of  Mr.  Prince, 

Voted,  To  amend  by  striking  out  the  word  "  six,"  so  that  it 
shall  read  "  thirty." 

The  vote,  as  amended,  was  unanimously  passed  as  fol- 
lows :  — 

Voted,  That  in  accordance  with  their  request  the  archi- 
tects be  furnished  thirty  names  to  be  placed  in  the  spandrels 
of  the  mosaic  vaults  of  the  entrance  hall  ceiling  of  the  new 
Public  Library  building. 

The  following  thirt}r  names  were  selected  :  — 

Mather,  Motley,  Wyman,  Mann,  Prescott,  Choate,  Sum- 
ner, Webster,  Phillips,  Franklin,  Agassiz,  Peirce,  Haw- 
thorne, Longfellow,  Emerson,  Stuart,  Bui  finch,  Copley, 
Allston,  Adams,  Parker,  Channing,  Shaw,  Story,  Gray, 
Bowditch,  Warren,  Felton,  Garrison,  Eliot. 

The  following  names  of  those  connected  with  the  founda- 
tion of  the  Library  were  furnished  the  architects  to  be  placed 
in  the  pavement  of  the  entrance  hall  :  — 
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Everett,  Ticknor,  Bigelow,  Bates,  Jewett,  Winthrop, 
Quincy,  Vattemare. 

Ordered,  Thai  St.  Gaudens  he  authorized  to  model  the 
designs  for  the  key-stones  of  the  three  arches  of  the  Dart- 
mouth-streel  entrance,  the  designs  to  consist  of  the  head  of 
Minerva  for  the  centre  key-stones,  and  two  Roman  eagles  for 
those  of  the  side  arches. 

4  P.M.,  March  7,  1890. 

Present:  Messrs.  Abbott,  Ilavnes,  Prince,  and  Pierce. 

The  President  read  a  letter  from  John  C.  Popes,  Esq.,  in 
relation  to  the  memorials  in  the  new  Public  Library  build- 
ing of  the  20th  and  of  the  2d  Massachusetts  Regiments  of 
Infantry. 

Mr.  Abbott  reported  that  a  reorganization  of  the  Clerk  of 
the  Work's  office  had  been  effected  to  the  satisfaction  of  all 
parties  concerned. 

2.30  P.M.,  March  11,  1890. 

Present:  Messrs.  Abbott,  Prince,  Pierce,  and  Richards, 
and  Mr.  Frederick  Tudor. 

Mr.  Tudor  explained  at  length  hi->  plans  offered  to  the 
Trustees  for  consideration,  for  heating  and  ventilating  the  new 
Public  Library  building. 

4  P.M.,  March  14,  1890. 

Present:  Messrs.  Abbott,  Ilavnes,  Prince,  Pierce,  and 
Richards. 

Voted,  That  the  City  Treasurer  be  and  hereby  is  requested 
to  issue,  in  addition  to  those  heretofore  requested,  bonds  or 
certificates  of  indebtedness,  as  provided  in  Chapter  68  of  the 
Acts  of  1889  of  the  Commonwealth  of  Massachusetts  and  the 
order  of  the  Cit}r  Council  of  the  city  of  Boston,  approved 
11th  of  March,  1889,  to  the  amount  of  five  hundred  thousand 
dollars. 

4  P.M.,  March  17,  1890. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

The  subjects  of  heating  and  ventilation  of  the  new  Public 
Library  building  were  discussed,  and  it  was 

Voted,  That  the  Trustees  make  a  personal  visit  to  New 
York,  Baltimore,  and  Washington  for  the  examination  of 
these  subjects  as  exemplified  in  the  public  buildings  of  those 
cities,  and  that  they  adjourn  to  meet  at  12  o'clock  noon,  on 
March  18,  at  the  New  York  &  New  England  railroad  sta- 
tion, and  proceed  on  their  journey. 
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4  P.M.,  April  1,  1890. 

Present :  Messrs.  Abbott,  Haynes,  and  Prince. 

A  communication  dated  March  27  from  the  City  Treasurer 
was  received,  enclosing  an  opinion  of  the  Corporation  Coun- 
sel, that  the  City  Council  has  limited  the  amount  that  may 
be  expended  in  the  construction  of  the  new  Public  Library 
building  to  $1,166,000,  and  that  the  Act  of  the  Legislature 
authorizing  a  loan  of  $1,000,000  did  not  supersede  or  re- 
peal this  limitation ;  also  a  letter  from  the  City  Treasurer 
dated  April  1,  stating  that  following  the  advice  of  the  Cor- 
poration Counsel  as  contained  in  this  opinion,  he  could  ask 
only  for  proposals  for  $300,000  of  said  loan,  instead  of 
$500,000,  as  recently  requested  by  the  Trustees ;  where- 
upon it  was 

Ordered,  That  the  vote  of  the  Trustees  of  March  14  be 
amended  by  inserting  $300,000  instead  of  $500,000,  as  the 
amount  of  bonds  or  certificates  of  indebtedness  that  the  City 
Treasurer  be  requested  to  issue  on  account  of  the  loan  for 
the  new  Public  Librarv  building,  and  that  he  be  notified  of 
this  action. 

On  motion  of  Mr.  Prince, 

Voted,  That  Mr.  Frederick  Tudor  be  requested  to  inves- 
tigate systems  of  ventilation  in  Europe,  and  that  he  be 
allowed  by  the  Trustees  a  sum  not  exceeding  $500  :  for  his 
expenses. 

Ordered,  That  T.  O.  Langerfeldt's  bill  of  $85  for  altera- 
tions in  the  perspective  drawing  of  the  new  Public  Library 
be  approved. 

The  President  reported  that  he  had  advertised  for  bids  for 
the  iron  construction  of  the  roof  of  the  new  Public  Library 
building,  to  be  opened  April  8th. 

Reports  of  the  Clerk  of  the  Works  to  March  15  were  re  - 
ceived  and  ordered  to  be  placed  on  file. 

A  letter  was  received  from  Edward  Atkinson,  Esq.,  sug- 
gesting that  the  Trustees  inspect  some  of  the  factories 
warmed  and  ventilated  by  the  Sturtevant  process,  naming 
the  Pacific  Mills  at  Lawrence  as  a  good  example,  whereupon 
it  was 

Voted,  That  the  thanks  of  the  Trustees  be  conveyed  to 
Mr.  Atkinson  for  his  interest  in  the  problem  which  the 
Trustees  are  endeavoring  to  solve,  and  that  his  suauestion 
will  be  acted  upon. 

4  P.M.,  April  4,  1890. 

Present  :  Messrs.  Abbott,  Prince,  and  Pierce. 
The  President   was    authorized  to  advertise   for  bids  for 
roof-tiles. 


74 


Ordered,  That  Messrs.  Herter  &  Co.  be  requested  to  send 
the  plaster  mode!  of  the  staircase  of  the  new  Public  Library 
building  to  the  Trustees'  room. 

Ordered,  That  the  President  be  authorized  to  sign  a  spe- 
cial order  for  the  carving  of  the  cornice,  approved  by  vote  of 
the  Trustees  of  Nov.    15,  L889. 

4  P.M.,  April  8,   1890. 

Present:    Messrs.    Abbott,    Haynes,    Prince,   Pierce,  and 
Richards,  and  Messrs.  Sherburne  and  Benton. 

At  4  P.M.  Mr.  Sherburne  opened  the  box  containing  the 

bids  for  the  iron   construction  of  the  roof,  and  the  President 
read  them  as  follows:  — 


Name. 

Amount. 

Liquidated 
Dan 

Work  to  be 
done. 

|M 

■  day 

IS  Jane,  IW  >. 

Accompanied  by  a 

check  for  $i,ouu. 

Woodbury  ft  Leighton  .  .  . 

30,420 

>in 

it 

1  Nov.,  1 

|M 

H 

1  Aug.,  1890. 

Accompanied  by  a 
check  for  $i,ooo. 

37,19.) 

10  Oct.,  1890. 

Accompanied  by  a 
check  for  $l,oi)j. 

53,->77 

1  Oct.,  1890. 

Accompanied  by  a 
check  for  $1,000. 

3S.000 

10  July,  1890. 

On  motion  of  Mr.  Prince,  seconded  by  Mr.  Pierce, 
Voted,  To  award  the  contract  for  the  iron  construction  of 
the  roof  of  the  new  Library  building  to  the  lowest  bidders, 
Messrs.  Post  &  McCord,  for  $3(5,375. 

Voted,  That  the  Trustees  visit  the  quarry  at  Milford,  Fri- 
day forenoon. 

On  motion  of  Mr.  Prince, 

Voted,  That  the  President  be  authorized  to  execute  a  con- 
tract with  Messrs.  Post  &  McCord  for  the  iron  construc- 
tion of  the  roof  of  the  new  Public  Library  building. 

Reports  of  the  Clerk  of  the  Works  to  April  1  were  re- 
ceived and  ordered  to  be  placed  on  file. 


4  P.M.,  April  15,  1890. 

Present:  Messrs.  Abbott,  Haynes,  Pierce,  and  Richards. 

The  President  reported  that  he  had  executed  a  contract  with 
Messrs.  Post  &  McCord  for  the  iron  construction  of  the 
roof  of  the  new  Public  Library,  as  authorized  at  the  meeting 
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of  the  Trustees  of  April  8,  1890,  for  $35,000,  their  bid  hav- 
ing been  $36,375. 

4  P.M.,  April  18,  1890. 

Present :  Messrs.  Abbott,  Haynes,  Pierce,  and  Richards. 

The  President  reported  that  C.  F.  McKim,  Esq.,  had  ex- 
pressed a  desire  to  present  a  fountain  to  the  Trustees  to  he 
placed  in  the  court-yard  of  the  new  Public  Library  as  a 
memorial  to  his  wife,  whereupon  it  was 

Voted,  To  accept  this  gift  with  the  thanks  of  the 
Trustees,  and  that  the  space  in  the  centre  of  the  court-yard  be 
assigned  to  this  special  object. 

Ordered,  That  the  names  of  Felton  and  Wymanbe  omitted 
from  the  list  of  those  adopted  at  the  meeting  of  the  Trustees 
of  March  3d  to  be  placed  in  the  spandrels  of  the  mosaic 
vaults  of  the  entrance  hall  and  be  placed  in  some  other  part 
ot  the  new  Public  Library  building. 

4  P.M.,  April  22,  1890. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  and  Pierce. 
Reports  of  the    Clerk   of  the    Works  to   April   15    were 
received  and  ordered  to  be  placed  on  file. 

4  P.M.,  April  25,  1890. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards,  and  Messrs.  Sherburne,  representing  His  Honor 
the  Mayor,  and  McKim  and  Benton. 

Mr.  Sherburne  opened  the  box  containing  bids  for  the 
tile  roofing  of  the  new  Public  Library  building,  and  Mr. 
Abbott  read  them,  as  follows  :  — 

The  Salamander  Brick  and  Tile  Co.  To  have  work  done 
by  Jan.  1,  1891.  Liquidated  damages, — ;  for  the  sum  of 
$57,271  ;  accompanied  by  a  certified  check  for  $750. 

The  Lindemann  Terra  Cotta  Roofing  Tile  Co.  To  have 
work  done  by  Aug.  1,  1890.  Liquidated  damages,  $10  a 
day ;  for  the  sum  of  $38,100  ;  accompanied  by  a  certified 
check  for  $750. 

The  bids  were  taken  under  advisement  by  the  Trustees. 

Ordered,  That  the  check  for  $750  accompanying  the  bid 
of  the  Salamander  Brick  and  Tile  Company  be  returned. 

4  P.M.,  April  29,  1890. 

Present :    Messrs.  Abbott,  Haynes,  Pierce,  and  Richards. 

The  President  read  a  letter  from  Messrs.  Robert  C.  Fisher 
&  Co.,  stating  that  the  two  blocks  of  Siena  marble  for  the 
lions  ma}T  be  expected  by  the  end  of  May. 
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4  P.M.,  May  2,  1890. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

On  motion  of  Mr.  Prince, 

Ordered,  That  the  President  be  authorized  to  execute  a 
contract  in  the  name  and  on  behalf  of  the  Trustees  with  the 
Lindemann  Terra  Cotta  Roofing  Tile  Company  of  Baltimore, 
for  $35,000,  for  the  tile  rooting  of  the  new  Public  Library 
building. 

Special  orders  No.  51  to  No.  72,  inclusive,  for  work 
upon  the  new  Public  Library  building,  amounting  in  all  to 
$17,876.01,  more  or  less,  were  approved,  aud  the  President 
was  authorized  to  sign  the  same. 


EXTRACTS 


FROM   THE 


RECORDS  OE  THE  TRUSTEES  OE  THE  PUBLIC 
LIBRARY  OE  THE  CITY  OE  BOSTON 


RELATIVE     TO 


THE  NEW  LIBRARY  BUILDING  ON  COPLEY  SQUARE. 

(Continued.) 


4  P.M.;  Friday,  Mat  9,  1890. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce 
and  Richards. 

The  President  reported  that  Mr.  J.  E.  Chandler, 
assistant  to  the  Clerk  of  the  Works,  left  the  service 
May  3,  1890. 

Ordered,  That  from  May  1st,  1890,  the  salary  of  Ed- 
ward F.  Stevens,  the  Clerk  of  the  Works,  be  at  the 
rate  of  $25.  a  week. 

Special  order  No.  73,  for  iron  beams  to  cost  $984. 
was  approved,  and  the  President  authorized  to  sign  the 
same. 

He  reported  that  as  authorized  at  the  meeting  of 
May  2d  he  had  executed  a  contract  with  the  Linde- 
mann  Terra  Cotta  Tile  roofing  Company  for  $35,000. 

4  P.M.,  Tuesday,  May  13,  1890. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

Reports  of  the  Clerk  of  the  Works  to  April  30, 
1890,  were  received  and  ordered  to  be  placed  on  file. 


is. 

3  P.M.,  Tuesday,  May  20,  L897. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards. 

The  President  read  a  letter  from  Messrs.  (J.  P.  Bangs 
jr.  and  John  C.  Popes  on  behalf  of  the  2nd  and  20th 
Massachusetts  Infantry  Associations  in  regard  to  giving 
lions  to  be  placed  in  the  stair  ease  of  the  new  Public 
Library  building. 

Ordered,  That  the  President  be  authorized  to  sign  n 
special  older  disallowing  SO  much  of  Patterson,  See  & 
Eisele's  contract  as  provides  $9,400.  for  said  lions. 

Various  subjects  in  connection  with  the  new  Public 
Library  building  were  discussed  at  length,  and  at  5.45 
the  Trustees  adjourned  to  the  office  of  Messrs.  Mc- 
Kini.  Mead  and  White. 

•I  P.M.,  Friday.  May  23,  1800. 

Present  :  Messrs.  Abbott,  Haynes,  Prince.  Pierce  and 
Richards. 

On  motion  of  Mr.   Prince. 

Voted,  That  Georgia  marble  be  used  for  the  arcade 
of  the  new  Public  Library  building;. 

Voted)  That  buff  Amherst  sandstone  be  substituted 
in  place  of  wood  for  the  wain-cot  oi*  Pates  Hall  in  the 
new  Public  Library  building. 

The  President  read  a  letter  from  Edwin  A.  Abbey, 
Esq.,  in  relation  to  interior  decoration  of  the  new  Pub- 
lic Library  building. 

1  P.M..  Tuesday.  May  27.  1890. 

Present:  Messrs.  Abbott.  Haynes,  Prince,  Pierce  and 
Richards. 

The  President  reported  that  the  model  of  the  stair- 
ease  of  the  new  Public  Library  building  which  Messrs. 
Herter  Bros,  were  to  send  to  the  Trustees'  room  had 
instead  been  sent  by  his  direction  to  the  model  room 
on  the  new  Public  Library  lot. 

Ordered,  That  the  space  above  the  driveway  on 
Bovlston  St..  and  below  the  special  library  floor  be  left 
as  a  single  apartment  instead  of  being  divided  as  in 
the  plans  of  the  2d  contract. 
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Ordered,  That  special  orders  No.  74  and  75  be  ap- 
proved and  that  the  President  be  authorized  to  sign  the 
same. 

3  P.M.,  Tuesday,  June  3,  1890. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

The  President  read  a  letter  in  reference  to  the  lay- 
ing of  the  corner  stone  of  the  new  Public  Library 
building;.     Referred  to  Mr.  Prince. 

On  motion  of  Professor  Haynes, 

Voted,  That  the  design  for  a  corporation  seal  made 
by  St.  Gaudens,  laid  before  the  Trustees  Dec.  18,  1888, 
with  the  motto  Omnium  lux  civiam,  adopted  by  vote 
of  May  29,  1889,  be  now  accepted  and  adopted  as  the 
Seal  of  the  Corporation  as  is  given  in  the  accompany- 
ing impression. 

The  President  read  a  letter  respecting  changes  in 
the  new  Public  Library  building. 

He  was  authorized  to  make  arrangements  to  have 
the  temporary  roof  over  entrance  hall  made  water- 
tight at  a  cost  not  to  exceed  $100. 

On  motion  of  Mr.  Richards, 

Ordered,  That  the  President  be  authorized  to  pur- 
chase tiles  for  R.  Guastavino  if  he  thinks  proper. 

The  President  reported  upon  the  modelling  of  the 
printers'  devices  for  the  medallions  in  the  spandrels  of 
the  arches  on  the  exterior  of  the  new  Public  Library 
building,  that  the  proposed  changes  would  cost  about 
$1000.,  and  it  was  voted  that  the  changes  be  made. 

The  Trustees  considered  the  subject  of  the  names 
to  be  carved  upon  the  exterior  of  the  new  Public  Li- 
brary, but  without  finishing,  adjourned  at  0.2-3  P.M.  to 
Wednesday,  June  4,  at  3  P.M. 

3  P.M.,  Wednesday.  June  4,   1890. 

Present:  Messrs.  Abbott,  Haynes,  Prince  and  Rich- 
ards. 

Special  order  No.  70  was  referred  to  the  President 
with  full  powers. 

Consideration  of  the  names  to  be  carved  upon  the 
exterior  of  the  new  Library  building  was  resumed, 
but  before  completing  it  the  Trustees  adjourned. 
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4  P.M.,  Thursday,  June  12,  1890. 

Present :  Messrs.  Abbott,  Prince,  Pierce  and  Rich- 
ards. 

The  President  was  authorized  to  sign  special  order 
No.  77  to  change  the  court  arcade  from  granite  to  the 
Southern  marble  co's  white  marble. 

4  P.M.,  Thursday,  June  20,  1890. 
Present:   Messrs.  Abbott,  Pierce  and  Richards. 
Reports  of  the  Clerk  of  the  Works  to  May  30,  L890, 
were  received  and  ordered  to  be  placed  on  file. 

4  P.M..  Friday,  June  27,  1890. 
Present:  Messrs.  Abbott,  Pierce  and  Richards. 

Reports  of  the  Clerk  of  the  Works  to  June  16,  1890, 
were  received  and  ordered  to  be  placed  on  file. 

4   P.M.,  Tuesday,  July   1,   L890. 

Present  :    Messrs.  Abbott,   Pierce  and  Richards. 

The  resignation  of  Mr.  Edward  F.  Stevens,  the  Clerk 
of  the  Works,  was  tendered  to  take  effect  not  later 
than  July  L5,  and  on  motion   of  Mr.  Richards  it  was 

Vote(L  That  the  same  he  accepted. 

The  Clerk  of  the  Works  submitted  a  report  of  the 
progress  of  the  work  upon  the  New  Library  building 
for  the  six  months  ending  June  30,  1890. 

Laid  upon  the  table. 

1  P.M..  Tuesday,  July  8.   1890. 

Present  :   Messrs  Abbott,  Pierce  and  Richards. 

The  report  of  the  Clerk  of  the  Works  for  the  six 
months  ending  June  30,  1890,  was  taken  from  the 
table  and  ordered  to  be  placed  on  file. 

The  President  submitted  a  draft  of  a  report  to  the 
City  Council  on  the  progress  of  the  work  upon  the 
new  Library  building  from  Jan.  1  to  June  M0.  1890, 
which  was  approved  and  the  President  was  authorized 
to  sign  the  same  and  transmit   it   as    the   report  of  the 

Trustees. 

The  President  was  authorized  to  sign  a  special  order 
omitting  from  the  contract  of  Messrs.  Patterson.  See 
and  Eisele,  dated  Aug.  21.  1889,  the  two  lions  in  Siena 
marble  for  the  sum  of   $9,400. 
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4  P.M.,  Friday,  July  11,  1890. 

Present :   Messrs.  Abbott,  Pierce  and  Richards. 

Ordered,  That  all  money  in  excess  of  the  sum  of 
$5,000.  now  held  in  reserve  under  the  contract  with 
R.  Guastavino  dated  25th  June,  1889,  be  paid  to  him. 

Voted,  That  the  vote  of  the  Trustees,  of  July  1, 
1890,  accepting  the  resignation  of  Edward  F.  Stevens, 
the  Clerk  of  the  Works,  be  reconsidered. 

Voted,  That  the  resignation  of  Edward  F.  Stevens, 
the  Clerk  of  the  Works,  be  accepted  to  take  effect  July 
31st,  1890. 

Reports  of  the  Clerk  of  the  Works  to  June  15th, 
1890,  were  received  and  ordered  to  be  placed  on  file. 

4  P.M.,  Tuesday,  July  15,  1890. 

Present :  Messrs.  Abbott,  Pierce  and  Richards,  and 
Mr.  Isaac  F.  Woodbury. 

The  subject  of  the  progress  of  the  work  upon  the 
new  Public  Library  building  was  discussed  at  length. 

4  P.M.,  Friday,  July  25,  1890. 

Present :   Messrs.  Abbott,  Pierce  and  Richards. 

Ordered,  That  all  money  in  excess  of  the  sum  of 
$3464.50  now  held  in  reserve  under  the  contract  with 
Messrs.  R.  C.  Fisher  &  Co.,  dated  August  21,  1889,  be 
paid  to  them. 

Voted,  That  in  accordance  with  the  recommendation 
of  Messrs.  McKim,  Mead  &  White,  Mr.  Alexander  S. 
Jenney  is  hereby  appointed  Clerk  of  the  Works  from 
August  1,  1890,  at  $30.00  a  week. 

4  P.M.,  Friday,  August  1,  1890. 

Present :   Messrs.  Abbott,  Pierce  and  Richards. 
A    communication    from   the   City  government  was 
received,  as  follows  :  — 

City  of  Boston", 
In  Common  Council,  July  10,  1890. 

Ordered,  That  the  Board  of  Trustees  of  (lie  Public  Library  be  au- 
thorized to  incur  indebtedness  in  the  construction  of  the  new  Library 
building  on  Dartmouth  Street,  to  the  amount  of  &202,834.43,in  excess 
of  the  amount  authorized  under  an  order  of  the  City  Council,  ap- 
proved May  12,  1888,  making  in  the  aggregate  one  million  four  nun- 
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% 

dred  and  fifty  thousand  dollars,  for  which  amount    loans  have  been 
authorized  for  the  construction  of  ili<'  building. 
Passed,  yeas  50,  nay  1.    Sent  up  for  concurrence. 
Concurred,  yeas  11.  Days    none,   in    Board   of  Aldermen,  July  28, 
L890. 
Approved  by  the  Mayor  July  30,  L800. 
A  true  copy. 

Attesl : 
[Signed]  .lolIN   T.  PRIEST, 

Assist.  City  Clerk. 

1   P.M.,  Tuesday,  August  19,  1800. 

Present:  Messrs.  Abbott,  Pierce  and  Richards. 

Ordered,  That  all  money  in  excess  of  $50,000.,  now- 
held  in  reserve  under  the  contract  with  Messrs.  Wood- 
bury and  Leighton  dated  July  22.  1889,  l>e  paid  to 
them,  said  sum  of  $50,000.  to  constitute  a  permanent. 
reserve,  and  that  future  payments  under  said  contract 
he  made  in  full  as  they  are  certified  by  the  architects. 

Voted,  That  the  City  Treasurer  be  and  hereby  is 
requested  to  issue  in  addition  to  those  heretofore  re- 
quested, bonds  or  cert  ideates  of  indebtedness,  to  the 
amount  of  $200,000.,  as  provided  in  ch.  68  ol'  the  Acts 
of  1889  of  the  Commonwealth  of  Massachusetts,  and 
the  orders  of  the  City  Council  of  the  City  of  Boston, 
approved  11th  of  March.  1889  and  July  30,  1890, 
respectively. 

4  P.M..  Wednesday,  Sept.  17,  1800. 

Present  :    Messrs.  Abbott  and  Pierce. 

Mr.  Pierce  reported  that  at  the  request  of  his  Honor 
the  Mayor,  he  and  Mr.  Richards  of  the  Trustees  and 
Mi-.  McKim  had  accompanied  His  Honor,  His  Excel- 
lency Governor  Davis  and  staff  of  Rhode  Island,  with 
ex-Governor  Ladd  and  the  other  members  of  the  Court 
House  Commission  of  Providence,  R.  1.,  on  a  tour  of 
inspection  of  the  new  Library  building  on  Saturday, 
the  Oth  inst. 

The  President  was  authorized  to  sign  special  orders 
7G  and  86  relating  to  the  new  Public  Library  building. 

4  P.M.,  Tuesday,  Sept.  23,  1890. 

Present  :   Messrs.  Abbott  and  Pierce. 
The  President   reported   that    he    had  signed  special 
orders  No.  7b  and  80. 


Si. 

4  P.M.,  Friday.  Oct.  3,  1890. 

Present :  Messrs.  Abbott,  Prince  and  Pierce. 

A  communication  elated  Sept.  24,  1890,  was  received 
from  His  Honor  the  Mayor  requesting  to  be  furnished 
for  use  in  his  office  of  such  plans  of  the  New  Public 
library  as  will  show  the  principal  dimensions. 

The  President  reported  that  a  set  of  scale  drawings 
of  the  plans  requested  had  been  prepared  and  fur- 
nished to  His  Honor  the  Mayor,  who  had  acknowl- 
edged the  receipt  of  the  same  under  date  of  Oct.  1, 
1890. 

4  P.M.,   Friday,  Oct.  17,  1890. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce 
and  Richards. 

Special  order  No.  87  was  approved  and  the  Presi- 
dent was  authorized  to  sign  the  same. 

Voted,  That  Prof.  Francis  J.  Child  be  tendered  the 
thanks  of  the  Trustees  for  his  offer  to  furnish  names  to 
appear  upon  the  new  Public  Library  building  and  that 
they  will  receive  with  pleasure  the  list  of  such  names 
as  he  may  obtain. 

The  President  reported  that  he  had  made  enquiries 
respecting  the  accident  of  the  16th  inst.  upon  the 
works  at  the  new  library  building,  and  he  was  author- 
ized to  take  such  measures  to  ensure  future  safety  as 
he  sees  fit ;  at  the  same  time  to  examine  and  report 
further. 

4   P.M.,  Friday,  Oct.  24,  1890. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

The  President  reported  that  he  had  caused  a  thor- 
ough examination  to  be  made  of  the  guys  and  ropes 
upon  the  works  at  the  new  Library  building,  and  that 
the  Superintendent  reports  they  have  been  strength- 
ened in  the  weak-  places  and  so  arranged  as  to  work 
independently. 


4  P.M.,  Friday,  November  7,  1890. 

Present:  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

The  President  reported  that  he  had  received  a  writ- 
ten guaranty  securing  the  payment  for  .John  S.  Sar- 
gent's services  for  mural  decoration  of  the  upper  stair- 
case hall  of  the  new  Public  Library  building. 

8  P.M..  Saturday,  December  6,  1890. 

Present:  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
and  Richards,  and  Mr.  McKim. 

The  Trustees  and  the  Architect  discussed  the  sub- 
ject of  the  new  Library  building  at  length,  and  it  was 
finally  unanimously 

Voted,  That  it  is  the  opinion  of  the  Trustees  that. 
Hie  City  Government  should  petition  the  General  Court 
for  authority  to  borrow  $850,000.  additional  money  I'm- 
the  completion  of  the  new  Public  Library  building, 
that  sum  being  needed  for  the  purpose. 

Ordered,  That  the    President    be   authorized    to  con- 
tract for  the  modelling  of  two    seals    for   either   side  of 
the  seal  of  the  Corporation  upon  the  Dartmouth  street 
front  of  the  new  Public  Library  building  for  a  sum  not. 
exceeding  $2,000.  for  both. 


3   P.M.,  Thursday,  Dec.  11,  1890. 

Present:    Messrs.  Abbott.  Prince  and  Richards. 

A  communication  from  a  committee  of  the  Boston 
Society  of  Architects  was  received  in  relation  to  a  pro- 
posed memorial  to  the  late  II.  II.  Richardson  in  the 
new  Public  Library  building. 

4  P.M..  Tuesday,  Dec.   10,  1890. 

Present  :  Messrs.  Abbott.  Haynes,  Prince,  Pierce 
and  Richards. 

The  President  laid  before  the  Trustees  the  following 
which  was  approved  : — 


Public  Librae  v  of  the  City  of  Boston. 
Dec.  15,  1K90. 
"To  His  Hoxob  the  Mat: 

City  Halx.  Lost  on 

Sib  :  I  am  directed  by  the  Trustees  of  the  Public  Library  of 
the  City  of  Boston  10  inform  you  that  the  sum  o:  1850,000.  in  ad- 
dition to  the  amount  already  appropriated  for  the  purpose  will  be 
required  to  complete  the  new  Public  Library  building  on  Copley 
Square.  This  general  estimate  is  the  result  of  a  long  and  exhaus- 
tive examination  of  very  careful  detailed  estimates  furnished  by  the 
architects  in  charge  of  the  work. 

The  Trustees  respectfully  suggest  that  the  City  Council  author- 
ize your  Honor  to  petition  the  Legislature  for  leave  to  increase 
the  loan  already  authorized  by  this  amount. 

Very  respectfully  yours. 
[Signed]  S.  A.  B.  Abbott. 

President  of  the  Trustees  of  the  Public  Library 
of  the  City  of  Boston. 

Mr.  Tudor  presented  his  plans  for  heating  and  ven- 
tilating the  new  Public  Librarv  building  at  length  and 
reported  upon   his   examination  of  some  of  the  princi- 

1  public  buildings  in  Europe.  He  further  expressed 
his  intention  of  submitting  in  writing  a  more  complete 
report  upon  this  subject. 

The  President  reported  an  interview  with  Messrs. 
Batterson,  See  &  Eisele  respecting  the  Siena  marble  for 
the  staircase  hall  of  the  new  Public  Library  building. 

4  P.M..  Dec.   30,   1590. 

Present  :   Messrs.  Abbott  and  Richards. 
A  communication  was  received   from    the    City  Gov- 
ernment as  follows  : — 

ClTT   OF   B'   -T   Off, 

Eh  Board  on  Aldfemex.  December  16,  1*90. 
Ordered.  That  His  Honor  the  Mayor  be  requested   t«  petition  the 
Legislature  for  authority  to  borr*       S85   .000.  to  be  expended  for  the 
completion  of  the  new  Public  Library  building  on  Copley  Square .  the 
said  amount  not  to  be  included  within  the  limit  fixed  by  Section  2  of 
Chapter  178     :  the  Acta  of  the  year  of  188-5. 
Passed.     Sent  down  for  concurrence. 
In  Common  Council.  December  18,  concurred. 
Approved  by  the  Mayor  December  2 
A  true  copy. 

- 
[Signed.]  .1'  >HX   T.  PIHEvT. 

.!-■  rk: 

Ordered,  That  the   President   be   authorized  to  bisd 

special    order    No.  v^    to  Woodbury  and    Leighton    to 
furnish  and  set  slate  cap-  to  all  chimneys  for  $78 


4  P.M.,  January  9,  1891. 

Present  :  Messrs.  Abbott,  Ilaynes,  Pierce  and  Rich- 
ards. 

The  report  of  the  Clerk  of  the  Works  upon  the 
new  building,  for  the  year  1890,  was  received  and  or- 
dered to  be  referred  back  to  him  to  be  put  in  proper 
form. 

4  P.M.,  January  13,  1891. 

Present :  Messrs.  Abbott,  Hayncs,  Pierce  and  Rich- 
ards. 

A  communication  wae  received  from  the  Board  of 
Aldermen  requesting  the  Trustees  to  furnish  a  detailed 
statement  of  what  the  additional  $850,000.  for  the 
new  Public  Library  building  is  to  be  expended  for. 

Read,  and  ordered  to  be  placed  on  file. 

3  P.M.,  January  17,  1891. 

Present  :    Messrs.  Abbott,  Ilaynes  and  Pierce. 

The  President  read  the  drafts  of  a  report  to  the 
Board  of  Aldermen  in  accordance  with  their  recent 
order,  and  of  the  semi  annual  report,  both  relating  to 
the  new  Library  building,  which  were  approved  and 
ordered  to  be  transmitted  as  the  reports  of  the  Trus- 
tees. 

4  P.M..  January  23,  1891. 

Present:  Messrs.  Abbott.  Ilaynes.  Prince,  Pierce  and 
Richards. 

Ordered,  That  two  thousand  copies  of  the  report  to 
the  City  Government  on  the  new  Library  building  be 
printed  as  a  Library  document. 

4  P.M.,  January  27,  1891. 

Present :  Messrs.  Abbott,  Ilaynes,  Prince,  Pierce 
and  Richards. 

A  notice  was  received  that  the  Committee  on  Cities 
of  the  General  Court  will  give  a  hearing  at  10.15  a.m. 
January  28,  1891,  on  the  petition  of  the  Hon.  Thomas 


N.  flart  for  authority  for  the  City  to  borrow  $850,000. 
beyond  the  debt  limit  to  complete  the  erection  of  the 
new  Public  Library  building. 

Read  and  ordered  to  be  placed  on  file. 

4  P.M.,  January  30,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Prince  and  Pierce. 

A  communication  was  received  from  the  Clerk  of 
Committees  requesting  the  Trustees  to  furnish  inform- 
ation respecting  the  new  Public  Library  building,  to- 
gether wTith  an  estimate  of  the  total  expense  of  com- 
pleting and  furnishing  it,  ready  for  occupancy. 

Read  and  ordered  to  be  placed  on  file. 

The  Trustees  and  Mr.  McKim  considered  various 
questions  relating  to  the  new  Library  building. 

The  resignation  of  Mr.  Alexander  S.  Jenney,  the 
Clerk  of  the  Works,  was  received,  to  take  effect  Jan- 
uary 31,  1891,  and  it  was  thereupon 

Ordered,  That  H.  C.  Packard  be  appointed  Clerk  of 
the  Works  and  Chief  Inspector,  at  $30.00  a  week,  from 
February  2,  1891. 

4  P.M.,  February  3,  1891. 

Present:  Messrs.  Abbott,  Haynes  and  Pierce. 

The  President  read  a  copy  of  the  report  to  the  Com- 
mittee on  Public  Library  of  the  City  Council,  which 
was  requested  in  the  letter  of  the  Clerk  of  Committees 
presented  at  the  last  meeting  of  the  Trustees,  which 
was  approved  and  adopted. 

4  P.M.,  February  10,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

A  communication  dated  Feb.  6,  1891,  was  received 
from  the  Clerk  of  Committees  requesting  a  conference 
with  the  Trustees  at  a  meeting  to  be  held  in  the  Com- 
mittee Room,  City  Hall,  on  Wednesday  the  11th  inst, 
at  10  a.  m. 

Rend  and  ordered  to  be  placed  on  file. 

Mr.  Prince  having  taken  the  chair,  the  following 
preamble  and  vote  were  passed,  Mr.  Abbott  not  voting. 


8S. 


Whereas.  Our  architect,  Mr.  C.  F.  McKim,  intends 
visiting  Europe  for  professional  purposes  in  connection 
with  the  new  Library,  and  it  is  advisable  that  one  of 
the  Trustees  should  accompany  him  that  they  may 
consult  and  advise  each  other  touching  the  interior 
arrangements  and  accommodations  of  European  libra- 
ries for  the  benefit  of  our  own.  and  furthermore  that 
they  may  get  if  possible  the  Siena  marble  required 
by  Messrs.  Batterson,  See  &  Eisele  to  complete  their 
contract,  it  is 

Voted,  That  the  President,  Mr.  S.  A.  B.  Abbott,  be 
requested  to  accompany  Mr.  McKim  for  the  above 
purposes,  and  that  bis  expenses  be  paid  out  of  the 
appropriation  for  the  new  Public  Library. 

I  P.M.,  February  27.  1891. 


Present  :    Messrs.  Abbott,  Havnes  and  Prince. 

It  was  voted  to  reduce  the  amount  of  the  twenty- 
live  per  cent,  reserve  from  payments  made  from  time 
to  time  to  Messrs.  Post  and  McCord  under  their  con- 
tract of  April  12th,  1890,  to  three  thousand  dollars 
(|8,000). 

A  letter  was  received  from  Messrs.  McKim,  Mead  & 
White,  dated  Feb.  25,  1891,  giving  an  estimate  of 
$7389.00  as  the  additional  sum  which  should  be  added 
to  the  estimated  amount  of  R.  Guastavino's  contract 
in  order  to  complete  the  door  in  stack  C  and  D,  of  the 
new  Library  building,  but  no  action  was  taken. 

Also  another  of  the  same  date  to  the  effect  that 
Messrs.  Norcross  brothers  had  been  informed  that  the 
marble  furnished  by  them  will  not  be  accepted  by  the 
Trustees  for  the  reason  that  it  is  not  of  the  quality  and 
color  contracted  for. 

Read  and  ordered  to  be  placed  on  file. 

4  P.M..  March  6,   1891. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

The  following  communication  was  received  : — 


# 
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Office  of  the  Clerk  of  Committees 
City  of  Boston. 

In  Committee  on  Library  Department,  March  4,  1891. 

Voted,  To  request  the  Trustees  of  the  Public  Library  to  furnish 
this  Committee  their  official  eDdorsement  and  approval  of  the  item- 
ized estimate  of  the  cost  of  completing  the  new  Public  Library  build- 
ing, as  stated  in  Appendix  A,  Document  9  of  1891. 

Attest: 
[Signed.]  James  L.  Hileard, 

Clerk  of  Committees. 

Thereupon  it  was  unanimously 

Voted,  That  the  Trustees,  believing  that  the  itemized 
estimate  of  the  cost  of  completing  the  new  Public  Li- 
brary building  as  stated  in  Appendix  A,  Document  9, 
of  1891,  is  reliable  and  correct,  hereby  give  their  official 
endorsement  and  approval  of  the  same. 

4  P.M.,  March  13,  1891. 

Present  :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

Various  matters  in  relation  to  the  new  Library  build- 
ing were  discussed  and  the  President  was  authorized 
to  advertise  for  bids  for  excavations,  piling,  and  founda- 
tions under  the  driveway  and  extension  of  the  plat- 
form on  the  Boylston  street  side  of  the  new  Public 
Library  building. 

4  P.M.,  March  18,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

Two  documents  from  the  office  of  Messrs.  McKim, 
Mead  &  White  were  received,  one  beincr  an  estimate 
for  the  foundations  for  granite  platform  on  Boylston 
street  side  of  the  new  Public  Library  building  of 
$6,357.27,  bids  for  which  work  the  President  was  au- 
thorized to  advertise  for  at  the  last  meeting. 

The  other  was  an  itemized  statement  of  the  addi- 
tional buff  Amherst  stone  needed  in  Bates  Hall  of  the 
now  building.     After  consideration  of  this  it  was 

Ordered,  That  the  President  be  authorized  to  sign 
special  order  No.  85  to  Messrs.  Woodbury  and  Leigh- 
ton  to  furnish  and  set  the  same  for  Fourteen  thousand 
seven  hundred  and  six  dollars. 
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4  P.M.,  March  20,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

Specifications  and  plan  were  received  from  the 
Eastern  Electric  Light  and  Storage  Battery  Company 
for  putting  in  electric  mains  and  switch  board  for  the 
electric  lighting  of  the  new  Public  Library  building. 

4  P.M.,  Mar(  ii  24,  1891. 

Present  :  Messrs.  Abbott,  Haynes,  Pierce,  and  Rich- 
ards of  the  Trustees,  and  Mr.  E.  W.  McGlenen,  assist- 
ant secretary  to  His  Honor,  the  Mayor. 

As   the  time   for  opening  proposals  for  excavation 

and  other  work  for  the  new  Library  building  was  ad- 
vertised to  be  this  day  at  I  o'clock.  Mr.  McGlenen,  as 
representative  of  His  Honor  the  Mayor,  opened  the 
box  prepared  for  their  reception  but  no  bids  had  been 
deposited  therein. 

The  subject  of  the  proposition  of  the  Eastern  Elec- 
tric Light  and  Storage  Battery  Company  for  putting 
in  electric  mains  and  switch  board  for  the  new  Library 
building  was  referred  to  Mr.  Pierce  with  full  powers. 

The  architects,  through  Mr.  Frederic  Tudor,  pre- 
sented plans  and  specifications  for  the  boilers  of  the 
new  Public  Library  building,  whereupon  it  was 

Ordered.  That  the  President  be  authorized  to  adver- 
tise for  proposals  for  the  same  to  be  opened  April  14, 
1891. 

5  P.M.,  March  25,  1891. 

Present  :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards, Mr.  McKim  and  others. 

Mr.  Wm.  R.  Richards  acted  as  clerk. 

On  report  of  Mr.  Pierce  it  was 

Voted.  That  the  contract  for  the  electric  plant  lie 
executed  with  Mr.  Alfred  Clarke,  electric  engineer, 
according  to  specifications  made  by  him  for  electric 
mains  at  a  sum  not  to  exceed  s  1.425. 


4  P.M.,  March  31,  1891. 

Present :  Messrs.  Prince,  Haynes  and  Pierce. 

A  letter  was  received  from  the  New  York  office  of 
Messrs.  McKim,  Mead  and  White,  dated  March  26th, 
stating  that  the  cost  of  polishing  the  lions  for  the  stair- 
case of  the  new  Library  building  will  be  $7,760.  and 
the  question  was  postponed  for  future  consideration. 

Upon  the  architects'  representation  in  the  same  let- 
ter that  it  is  desirable  that  an  order  for  the  plinths  for 
the  lions  be  given,  as  it  will  require  some  months  to 
finish  them  and  to  set  the  lions  in  place,  it  was 

Ordered^  That  the  President  pro  tern,  be  authorized 
to  sign  a  special  order  upon  Messrs.  R.  G.  Fisher  &  co. 
to  supply  plinths  for  the  two  lions  at  an  expense  not 
exceeding  twelve  hundred  dollars  lor  both. 

4  P.M.,  April  14,  1891. 

Present :  Messrs.  Prince,  Haynes,  Pierce  and  Rich- 
ards, and  Mr.  McGlenen,  assistant  secretary  to  His 
Honor  the  Mayor. 

At  4  o'clock  Mr.  McGlenen  opened  the  sealed  box 
containing  the  bids  for  boilers  for  the  new  Public  Li- 
brary building,  and  the  President  pro  tern,  announced 
them  as  follows:  — 

1st.    Lynch  &  Woodward $2869. 

2d.    S.  L.  Holt  &  Bart $2975. 

3d.    E.  Hodges $3117. 

4th.  Edward  Kendall    &  Sons         ....  $3145. 

5th.  Robinson  Boiler  Works $311)0. 

6th.  Roberts  Iron  Works  Co $3350. 

7th.  Porter  Mfg.  Co $3680. 

8th.   Whittier  Machine  Co $3689. 

Each  of  the  above  was  accompanied  by  a  certified 
check  for  $300. 

The  proposals  were  taken  under  advisement. 

4  P.M.,  April  17,  1891. 

Present:  Messrs.  Haynes,  Pierce  and  Richards. 

Voted,  That  the  contract  for  the  construction  and 
placing  of  the  boilers  for  the  new  Library  building  be 
awarded  to  Messrs.  Lvnch  and  Woodward,  the  lowest 
bidders. 
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Voted,  That  the  President  pro  tern.,  the  Hon.  F.  0. 
Prince,  be  authorized  to  execute  and  to  sign  a-  contract, 
with  Messrs.  Lynch  and  Woodward  in  conformity  with 
their  proposal  accepted  to-day  to  construct  and  to 
place  the  boilers  for  the  new  Public  Library  build- 
ing for  Twenty-eighl  hundred  and  sixty-nine  dollars 
($2,869.00.) 

Or<l< red,  That  hereafter  a  record  book  of  all  con- 
tracts tor  work  upon  the  new  Library  building  with 
the  amount  of  the  estimate  of  the  architects  for  the 
same  be  kept  together  so  as  to  show  the  difference,  if 
any.  between  the  two. 

1  P.M.,  April  24,  1891. 

Present:  Messrs.  Prince.  Baynes  and  Pierce. 
There  was  received  from  the  office  of  the  City  Clerk 
a  document  endorsed 

Petition  of  the  Journeymen  Freestone  Cutters'  Union  of  Boston 
lor  an  investigation  of  the  condition  of  affairs  in  the  employment  of 
labor  on  the  new  Public  Library  building. 

<  riv  of  Boston, 
l\   Board  of  Aldermi  \.  April  20j  IP 
R ef erred  to  Trustees  oi   Public  Library. 

.1.   M.  Galvin,  City  Clerk. 

After  a  discussion  the  President  pro  tern  read  a  reply 
to  the  Honorable  the  Board  of  Aldermen,  which  un- 
approved and  directed   to  be  sent  as  the  answer  of  the 

Trustees,  as  follows  :  — 

Public  Li  braky  of  the  City  of  Boston, 
April  24,  1891. 

To  the  Board  of  Aldermen  of  the  City  or  Boston. 

Respectfully  represent  the  Trustees  of  the  Public  Library  to  whom 
was  referred  the  petition  of  the  Journeymen  Freestone  Cutters' 
Union  of  Boston,  that  they  have  carefully  examined  the  same,  and 
report  that  in  their  judgment  the  matters  and  things  which  make 
the  subject  of  complaint  therein  are  not  within  tin-  control  of  the 
Trustees;  that  under  the  provisions  of  Chapter  CO  of  the  Acts  of 
1887,  entitled  '-An  Act  to  amend  chapter  one  hundred  and  fourteen 
of  the  Acts  of  the  year  eighteen  hundred  and  seventy-eight  incorpt  - 
rating  the  Trustees  of  the  Public  Library  of  the  City  of  Boston," 
■■full  power  and  control  of  the  design,  construction,  erection  and 
maintenance  of  the  central  Public  Library  building  "  were  given  to 
the  Trustees,  "  hut  no  specific  work  shall  he  commenced  until  the 
same  shall  have  been  duly  advertised,  proposals  for  doing  such  work 
shall  have  been  received  from  responsible  parties  and  contracts  have 
been    entered    into   with   satisfactory   guarantees   for   their   perform- 


ance";  that  the  act  does  not  require  the  Trustees  to  compel  con- 
tractors to  employ  upon  the  work  only  citizens  of  Boston  and  tax- 
payers therein ;  that  although  it  is  desirable  that  only  such  should  be 
employed,  for  obvious  reasons  the  Trustees  could  not  make  this  a 
condition  in  their  advertisements  for  bids.  No  contractor  would 
probably  bid  for  work  under  such  restraints. 

As  the  Trustees  are  therefore  powerless  in  the  premises  and  cannot 
relieve  the  wrong  referred  to  in  the  petition,  they  respectfully  return 
the  petition  to  the  Board  of  Aldermen. 

The  Trustees  of  the  Public  Library  of  the  City  of  Boston,  by 
[Signed.]  Frederick  O.  Prince, 

President  pro  tern. 

The  President  pro  tern,  reported  that  he  had  exe- 
cuted and  signed  a  contract  with  Messrs.  Lynch  and 
Woodward  for  the  boilers  for  the  new  Public  Library 
building  as  authorized  at  the  meeting  of  the  Trustees 
of  April  17,  1891. 

He  read  a  letter  from  Harold  Williams,  M.D.,  stating 
that  he  and  others  propose  to  raise  a  sum  of  money 
for  the  purpose  of  engaging  Mr.  John  Elliot  to  deco- 
rate one  of  the  ceilings  in  the  new  Library  building 
and  requesting  that  the  Trustees  sanction  this  action, 
whereupon  the  President  pro  tern,  was  authorized  to 
reply,  granting  the  desired  permission  and  accepting 
the  proposition  with  the  thanks  of  the  Trustees. 

12  M.,  May  9,  1891. 

Present  :  Messrs.  Prince,  Haynes,  Pierce  and  Rich- 
ards, and  Messrs.  Mend  and  Benton  of  the  architects. 

Mr.  Mead  stated  in  behalf  of  the  architects  that  the 
marble  used  in  the  construction  of  the  court  arcade  of 
new  Library  building  is  not  satisfactory  inasmuch  as  it 
does  not  equal  the  samples  referred  to  in  the  contract, 
and  he  advised  notifying  the  contractors  that  it  cannot 
be  accepted,  whereupon  it  was 

Voted,  That  Woodbury  and  Leighton  be  notified  that 
the  marble  they  are  furnishing  for  the  court  arcade  of 
the  new  Library  building  under  their  contracts  of  July 
22,  1889  and  June  3,  1890  is  not  equal  in  quality  to 
the  sample  referred  to  therein,  nor  in  accordance  with 
the  specifications  ;  and  that  they  be  directed  to  discon- 
tinue the  use  of  such  marble  in  said  work  and  to  re- 
move all  the  same  forthwith. 


4  P.M.,  May   15.  1891. 

Present:   Messrs.  Prince.  Haynes  and  Richards. 

The  Library  auditor  presented  the  financial  report 
of  the  new  Library  building  to  May  1st,  1891,  which 
was  accepted  and  ordered  to  be  placed  on  file. 

4  P.M.,  May  22,  1891. 

Present  Messrs.  Prince.  Haynes.  Pierce  and  Rich- 
ards. 

The  President  pro  fern  was  authorized  to  sign  as  of 
May  LOth,  1891,  Special  Order  No.  89  to  Alfred  Clarke 
for  furnishing  and  putting  up  wires  for  vertical  electric 
lighting  mains  for  3,500  sixteen  candle-power  lamps 
according  to  drawing  and  specifications  referred  to  in 
the  vote  of  the  Trustees  of  March  25th,  L891,  author- 
izing a  contract  with  -aid  Clarke  lor  this  work,  this 
special  order  being  in  lien  of  other  form  of  contract. 
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4  P.M.,  June  5,  1891. 


Present :  Messrs.  Prince,  Pierce  and  Richards. 

A  letter  was  received  from  the  Clerk  of  the  Works 
calling  attention  to  the  lack  of  adequate  sanitary  ac- 
commodations at  the  new  Library  building.  Referred 
to  the  next  meeting  for  consideration. 

4  P.M.,  June  23,  1891. 

Present:    Messrs.  Prince  and  Pierce. 

In  compliance  with  the  request  of  the  architects  it 
was 

Voted,  To  pay  Messrs.  Post  &  McCord  the  sum  of 
twenty  five  hundred  dollars  on  account  of  their  con- 
tract dated  April  12,  1890. 

4  P.M.,  July  14,  1891. 

Present :  Messrs.  Pierce  and  Richards. 

Ordered,  That  James  Connor,  employed  as  watchman 
for  Sundays  and  holidays  at  the  new  Library  building, 
be  allowed  three  months'  leave  of  absence  from  July 
11,  1891,  with  loss  of  pay. 

Ordered,  That  John  Lynch  be  temporarily  engaged 
from  July  12,  1891,  as  watchman  for  Sundays  and  holi- 
days at  the  new  Library  building,  at  the  rate  of  $2.25 
per  day. 

4  P.M.,  July  24,  1891. 

Present :  Messrs.  Pierce  and  Richards. 

A  report  from  the  Clerk  of  the  Works  was  received 
upon  the  present  condition  of  the  new  Library  build- 
ing, and  was  laid  upon  the  table. 

4  P.M.,  July  31,  1891. 

Present :  Messrs.  Prince,  Pierce  and  Richards. 

The  report  of  the  Clerk  of  the  Works  laid  upon  the 
table  at  the  last  meeting  was  taken  therefrom  and  it 
was 
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Voted,  That  the  President  pro  tern,  address  a  letter 
to  the  Lindemann  Terra  Cotta  Roofing  Tile  Company 
informing  them  that  their  contract  of  May  2d,  181)0, 
has  not  been  kept  according  to  its  terms  whereby 
great  delay  is  caused  and  much  loss. 

7  P.M.,  August  11,  1891. 

Present  :   Messrs.  Pierce  and  Richards. 

The  reply  of  tin'  Lindemann  Terra  Cotta  Roofing 
Tile  Co.  to  the  vote  of  the  Trustees  of  July  31,  was 
received  and  ordered  to  be  placed  on  file. 

4  P.M..  August  18,  1891. 

Present :   Messrs.  Abbott,  Pierce  and   Richards. 

Upon  the  recommendation  of  the  Superintendent 
of  the  architects  it  was 

Voted.  That  the  reserve  of  fiftv  thousand  dollars 
($50,000.)  under  Messrs.  Woodbury  and  Leighton's 
contract  of  July  22,  1S80,  be  reduced  one-half,  and 
that  the  President  be  authorized  and  empowered  to 
allow  the  said  sum,  viz.,  twenty-live  thousand  dollars 
($25,000.)  to  be  certified  for  payment. 

4  P.M.,  August  21,  1891. 

Present  :  Messrs.  Abbott  and  Pierce,  and  Messrs. 
McKim  and  Tudor. 

Ordered,  That  the  President  be  authorized  to  adver- 
tise for  proposals  for  labor  and  materials  for  the  steam 
heating  apparatus  for  the  new  Public  Library  building. 

4  P.M.,  August  28,  1891. 

Present  :   Messrs.  Abbott  and  Pierce. 

Whereas,  The  Trustees  are  of  the  opinion  that  the 
work  of  the  Lindemann  Terra  Cotta  Roofing  Tile  Co. 
is  unnecessarily  and  unreasonably  delayed,  and  is  not 
being  performed  in  accordance  with  the  specifications 
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and  that  the  materials  are  not  in  accordance  with  the 
specifications,  and  that  the  said  Company  are  violating 
the  conditions  and  covenants  of  their  contract,  and  are 
not  fulfilling  the  contract  in  good  faith, 

Voted,  That  agreeably  to  the  provision  of  paragraph 
thirty-one  of  their  contract  of  May  2,  1890,  the  Lin- 
demann  Terra  Cotta  Roofing  Tile  Company,  of  Balti- 
more, are  hereby  requested  to  discontinue  all  work  on 
the  flat-deck  of  the  roof  of  the  new  Public  Library 
building,  and  the  flashing  connecting  said  deck  with 
the  main  roof  of  said  building. 

Voted,  That  the  proposition  of  Messrs.  Farquhar 
and  Sons  to  cover  the  flat  deck  of  the  roof  of  the  new 
Public  Library  building  for  the  sum  of  Four  thousand 
two  hundred  and  seventy-six  dollars  ($4276.)  be  ac- 
cepted, said  sum  to  be  charged  against  the  contract  of 
the  Lindemann  Terra  Cotta  Roofing  Tile  Company,  of 
Baltimore. 

4  P.M.,  September  4,  1891. 

Present :  Messrs.  Abbott,  Pierce  and  Richards  and 
Mr.  T.  W.  O'Rourke,  representing  His  Honor  the 
Mayor. 

This  day  having  been  advertised  by  the  Trustees  for 
the  reception  of  proposals  for  heating  apparatus  for 
the  new  Library  building,  and  several  having  been  de- 
posited in  the  box  prepared  for  them,  according  to  law, 
Mr.  O'Rourke  opened  it,  and  the  President  announced 
the  several  proposals  in  the  presence  of  the  gentlemen 
making  them,  as  follows  : 

Ingalls  &  Kendricken,    .         .      materials,  S15,(>18. 
Albert  B.  Franklin,        .         .            "  16,693. 

Walworth  Const.  &  Supply  Co.,        "  13,783. 

Lynch  and  Woodward,    .  "  14,369. 

Chapman  Valve  Mfg.  Co.,       .  "  <)30.fl0 

Labor  of  steam  fitter  and  helper,  $(*>.70  a  day  ) 
Common  labor,         .         .         .  2.25     "      >- 

Use  of  tools,    ....  .50     "     ) 

The  bids  were  taken  under  advisement  by  the  Trus- 
tees. 


same 
for  all. 
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A  letter  of  protest  was  received  from  the  Lindemann 
Terra  Cotta  Roofing  Tile  Co.  against  the  action  of  the 
Trustees  in  suspending  further  work  upon  the  flat  roof 
of  the  new  Public  Library  building  and  was  placed  on 
file. 

4  P.M.,  Sept.  8,  1891. 

Present:  Messrs.  Abbott,  Pierce  and  Richards,  and 
Messrs.  McKiin  and  Tudor. 

Upon  consideration  and  examination  of  the  propo- 
sals for  heating  apparatus  for  the  new  Public  Library 
building,  it  appeared  that  the  proposal  of  the  Wal- 
worth Construction  and  Supply  Co.  to  furnish  for  the 
sum  of  Five  thousand  one  hundred  and  fifty-three  dol- 
lars ($5,153.)  all  portions  of  the  material  excepting 
the  direct  radiators  called  for  in  the  specifications  for 
"work  to  be  done  and  material  to  be  furnished  in  con- 
struction of  the  heating  apparatus  of  the  new' Library 
building  on  Copley  Square,"  was  the  lowest  bid  received 
therefor,  and  that  the  proposals  to  furnish  labor  and 
tools  were  all  equal,  it  was  thereupon 

Voted,  That  the  proposal  of  the  Walworth  Construc- 
tion and  Supply  Company  to  furnish  all  portions  of 
material  except  direct  radiators  for  the  sum  of  $5153. 
and  to  furnish  the  labor  of  steam-fitters  and  helpers  at 
$6.70  per  day  for  each  team,  common  labor  at  $2.25 
per  day,  and  the  use  of  tools  at  fifty  cents  for  each 
full  kit  per  day,  be  accepted. 

And  it  was  further 

Voted,  That  the  President  be  authorized  and  di- 
rected to  make,  execute  and  deliver,  in  triplicate  in 
behalf  of  the  city  of  Boston,  a  contract  with  the 
Walworth  Construction  and  Supply  Company  to  do 
the  work  and  furnish  the  material,  except  direct 
radiators,  specified  in  their  proposal  received  Septem- 
ber 4,  1891,  for  "  work  to  be  done  and  material  to  be 
furnished  in  construction  of  the  heating  apparatus  of 
the  New  Public  Library  building  on  Copley  Square," 
for  the  sum  of  Five  thousand  one  hundred  and  fifty 
three  dollars  ($5153). 


99 


4  P.M.,  Sept.  11,  1891. 

Present :  Messrs.  Abbott,  Pierce  and  Richards  and 
Mr.  Tudor. 

The  subject  of  the  radiators  intended  for  the  new 
Public  Library  building  was  taken  under  consideration 
but  without  concluding,  the  Trustees  adjourned. 

Sept.  12,  1891. 

Present:  Messrs.  Abbott,  Pierce,  Richards  and  Tudor. 

Consideration  of  the  subject  of  the  radiators  for  the 
new  Library  building  was  resumed,  and  after  full  con- 
sideration it  was 

Voted,  That  the  President  be  authorized  and  directed 
to  make,  execute  and  deliver  in  triplicate  in  behalf  of 
the  City  of  Boston,  a  contract  with  Albert  B.  Franklin 
to  furnish  direct  radiators  specified  in  his  proposal  re- 
ceived Sept.  4,  1891  for  '-work  to  be  done  and  mate- 
rial to  be  furnished  in  construction  of  the  heating 
apparatus  of  the  new  Public  Library  building  on  Cop- 
ley Square  '  for  the  sum  of  Sixty  four  hundred  and 
eighty  dollars  ($6480.). 

Ordered,  That  the  Clerk  be  directed  to  return  the 
checks  accompanying  the  proposals  submitted  by 
Messrs.  Ingalls  &  Kendricken,  Lynch  &  Woodward, 
and  the  Chapman  Valve  Manufacturing  Co.,  respect- 
ively. 

4  P.M.,  Sept.  18,  1891. 

Present :  Messrs.  Abbott,  Pierce,  and  Richards. 

The  President  reported  that  he  had  executed  in 
triplicate  contracts  with  the  Walworth  Construction 
and  Supply  Company  and  Albert  B.  Franklin  for  the 
heating  apparatus  for  the  new  Library  building  for 
$11,633  in  the  aggregate.  He  further  reported  that 
all  checks  accompanying  the  proposals  opened  Sept.  4, 
1891,  had  been  returned  to  their  respective  makers 
and  receipts  therefor  taken. 

The  subject  of  the  emplo3Tment  of  Mr.  Frederic  Tu- 
dor as  Superintendent  of  the  construction  of  the  heat- 
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ing    and    ventilating    apparatus    of    the    new  Library 
building  was  considered  and  laid  on  the  table. 


4  P.M.,  Sept.  25,  1891. 

Present :   Messrs.  Abbott,  Pierce  and  Richards. 

A  letter  was  received  from  Messrs.  McKim,  Mead 
and  White  recommending  for  the  approval  of  the 
Trustees  the  finishing  by  Messrs.  John  Farquhar's  sons 
of  certain  iron  work  on  the  roof  of  the  new  Library 
building,  whereupon  it  was 

Voted,  That  the  proposition  of  Messrs.  John  Farqu- 
har's Sons  to  furnish  and  put  in  place  the  iron  work  of 
the  intersection  of  the  flat  and  steep  roofs  of  the  new 
Public  Library  building  for  the  sum  of  Four  hundred 
and  seventy-eight  ($478.)  be  accepted,  said  sum  to  be 
charged  against  the  contract  of  the  Lindemann  Terra 
Cotta  Roofing  Tile  Company  of  Baltimore. 

Ordered,  That  the  President  be  authorized  to  con- 
tract with  Messrs.  E.  B.  Badger  &  Son  for  material, 
excepting  cement,  and  all  labor  in  connecting  the 
bronze  cheneau  of  the  new  Public  Library  building 
with  the  copper  gutter  for  a  sum  not  to  exceed  Nine 
hundred  and  fifty  dollars  ($950.). 

Ordered,  That  the  President  be  authorized  to  ar- 
range for  the  substitution  of  Tudor  radiators  for  Whit- 
tier  radiators  in  the  contract  with  Albert  B.  Franklin, 
Esq.,  dated  Sept.  14,  1891,  at  an  additional  expense 
not  exceeding  seven  hundred  dollars  ($70<h. 

4  P.M.,  Oct.  6,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

The  President  reported  that  he  had  signed  special 
order  No.  94,  contracting  with  Messrs.  E.  Van  Noor- 
den  &  Co.  to  connect  the  copper  gutter  with  the  bronze 
cheneau  of  the  new  Public  Library  building  for  the 
sum  of  Three  hundred  and  thirty  dollars  ($330.). 
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4  P.  M.?  Oct.  16,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Prince  and  Pierce. 

A  request  was  received  from  the  Boston  Herald  for 
permission  to  take  photographs  of  the  interior  of  the 
new  Public  Library  building,  which  was  granted. 

4  P.M.,  Oct.  20,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

The  President  reported  that  he  had  signed  special 
orders  Nos.  91  and  92  to  Messrs.  John  Farquhar's  Sons 
the  same  having  been  authorized  at  the  meetings  of 
August  28th  and  Sept.  25th,  1891,  respectively.  Also, 
special  order  Nos.  93  to  Messrs.  Woodbury  and  Leigh- 
ton  to  furnish  labor  and  material  and  put  in  a  bed  of 
Portland  cement  mortar  back  of  bronze  cheneau  for  a 
sum  not  exceeding  two  hundred  and  thirty  dollars 
($230.),  and  special  order  No.  96  to  Messrs.  E.  Van 
Noorden  &  Co.  to  furnish  and  put  up  skylights  for  two 
hundred  and  forty-eight  dollars  ($248.). 

4  P.M.,  October  23,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce 
and  Richards. 

Ordered,  That  the  same  permission  granted  to  the 
Boston  Herald  to  photograph  certain  portions  of  the 
interior  of  the  new  Public  Library  building  be  hereby 
likewise  granted  to  the  Globe  newspaper. 

The  President  was  authorized  to  sign  special  orders 
as  follows  : 

No.  97  to  Messrs.  Woodbury  &  Leighton  to  substi- 
tute bronze  cheneau  for  terra-cotta  in  front  of  new 
Library  building  for  $9,978.36;  No.  98  to  Messrs.  E. 
B.  Badger  &  Son  to  furnish  and  put  up  copper  lining 
on  party  wall  on  new  Library  estate  for  $135  ;  No.  99 
to  Messrs.  E.  Van  Noorden  &  Co.  to  furnish  and  put  in 
place  copper  strainers  in  bottom  of  gutters  at  a  cost 
of  ft95. 
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Voted,  That  the  amount  of  the  cost  of  special  order 
No.  90  to  Messrs.  E.  Van  Noorden  &  Co.  to  furnish  and 
put  in  place  copper  strainers  in  bottom  of  gutters,  viz. 
Ninety-five  dollars,  be  charged  against  the  contract  of 
the  Lindemann  Terra  Cotta  Hoofing  Tile  Co.,  dated 
May  2,  1890. 

Voted,  That  the  following  thirty-three  names  be 
carved  in  Bates  Hall  of  the  new  Public  Library  build- 
ing:— 

Aristotle.  Bacon,    Beethoven,   Cervantes,  Confucius,  Copernicus, 
Cuvier,    Dante.    Euclid,   Galileo,   Goethe,    Guttenberg,    Herodotus, 
Homer,  Humboldt,  Kant,  Kepler,    Laplace,  Leibnitz,  Leonardo  da 
Yinei.  Linnaeus,  Luther,   Michael    Angelo,  Milton,  Moliere,  Mo 
Newton,   Phidias,    Plato,    Raphael,    Shakespeare,   Socrates,  Titian. 

Voted,  That  the  above  mentioned  names  be  placed 
under  the  direction  of  the  architects,  in  the  most  con- 
spicuous tablets  of  tin-  Dartmouth  Street  farade. 

4  P.M.,  Oct.  27,  1881. 

Present:  Messrs.  Abbott,  Haynes,  Prince  and  Rich- 
ards. 

The  following  communication  was  received  from  the 
City  government  and  ordered  to  be  placed  on  file  : 

City   of  BOSTOK, 
l\   Boabd  OF  Auu  i:\nx.  October  12,  1891. 

Ordered:  — 

That  the  City  Treasurer  be  and  hereby  is  authorized  to  issue  from 
time  to  time  as  the  trustees  of  the  public  library  of  the  city  of  Boston 
shall  request  and   the  Mayor  shall   approve,  bonds  or  certificates  of 

indebtedness  to  an  amount  not  exceeding  one  million  dollars  and 
said  trustees  are  hereby  authorized  to  expend  the  proceeds  thereof  in 
completing  the  new  public  library  building  in  Copley  Square.  Said 
bonds  or  certificates  shall  be  issued  and  the  proceeds  thereof  applied 

in  accordance  with  the  provisions  of  an  act  entitled  "  An  Act  to  au- 
thorize the  City  of  Boston  to  incur  indebtedness  outside  its  debt  limit 
for  the  purpose  of  completing  the  new  Public  library  building  " 
being  chapter  324  of  the  Acts  of  1891. 

Passed.     Yeas  IP  nay  1.     Sent  down  for  concurrence. 

October  22  came  up  concurred.     Yeas  r,4.  navs  8. 

Approved  by  the  Mayor  October  24,  1891. 

A  true  copy. 

Attest:  [signed]  Jonx  T.  PniKsT. 

Assist.  City  Clerk. 
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Consideration  of  additional  names  to  be  carved  on 
the  tablets  on  the  exterior  of  the  new  Library  building 
was  resumed,  and  at  6.15  P.M.  the  Trustees  adjourned. 

4  P.M.,  Oct.  30,  1891. 

Present :   Messrs.  Abbott,  Haynes  and  Prince. 

The  President  was  authorized  to  sign  special  orders 
as  follows  : 

No.  100  to  Messrs.  Woodbury  and  Leighton  to  make 
changes  in  special  library  staircase  as  shown  on  sup- 
plementary drawing  No.  141  and  carving  of  shell  in 
niche  for  the  sum  of  $885. 

No.  101  to  Messrs.  E.  Van  Noorden  &  Co.  to  furnish 
and  put  in  copper  apron  on  the  ledge  of  the  rear  wall 
for  eighty-four  dollars  ($84). 

A  communication  was  received  from  Messrs.  Nor- 
cross  Brothers  regarding  the  marble  furnished  by  them 
for  the  arcade  of  the  new  Public  Library  building,  and 
complaining  of  unfair  treatment  at  the  hands  of  the 
Trustees  in  relation  thereto  and  requesting  them  to  in- 
spect such  marble  and  compare  it  with  other  kinds  to 
be  seen  at   the   same   time,  whereupon  it  was 

Voted,  That  the  Trustees  adjourn  to  meet  at  Messrs. 
Norcross'  stoneyard  on  Huntington  Avenue  on  Tues- 
day morning,  November  3d  at  9.30  o'clock. 

Consideration  of  names  to  be  carved  on  the  exterior 
of  the  new  Public  Library  building  was  again  resumed 
and  many  additional  names  adopted,  which,  together 
with  those  selected  at  the  last  meeting,  and  those  de- 
termined  upon  at  the  meetings  of  March  3,  1890  and 
Oct.  23,  1891,  four  hundred  and  eighty-three  in  all 
were  ordered  to  be  placed  upon  the  said  tablets  as  the 
judgment  of  the  architects  dictates. 

4  P.M.,  Nov.  3,  1891. 

Present :  Messrs.  Abbott  and  Pierce. 

The  President  reported  that  the  Trustees  met  at 
Messrs.  Norcross  Brothers'  stoneyard,  and  upon  exam- 
ination of  the  marble  and  a  full  hearing  of  the  Messrs. 
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Norcross,  concluded  that  no   injustice   bad  been  done 
and  approved  the  action  of  the  architects  in   rejecting 
the  marble  referred  to. 

4  P.M.,  Nov.  6,  1891. 

Present  :  Messrs.  Abbott,  Haynes.  Prince  and  Rich- 
ards. 

Ordered,  That  the  President  be  authorized  to  adver- 
tise for  proposals  for  material  and  labor  for  the  plaster- 
ing of  the  new  Public  Library  building  to  be  submitted 
on  Nov.  17th,  1891. 

The    following   order  of  the    Board    of  Aldermen   of 
Sept.   loth.  1889,  was  ordered    to    be    placed    upon  tlr 
record  : — 

Ordered, 

Thai  the  trustees  of  the  Public  Library  of  the  city  of  Boston  t>( 
and  liny  hereby  arc  authorized  to  construct  an  elevated  granite  side- 
walk, with  steps,  adjacent  to  the  new  Public  Library  building,  at  tin 
junction  of  Huntington  avenue  and  Dartmouth  street:  and  also  to 
construct  an  elevated  granite  sidewalk,  with  proper  rails  or  guards, 
on  Blagden  street,  in  such  a  manner  and  at  such  grades  as  are  desig- 
nated on  a  plan  drawn  by  Messrs.  McKim.  Meade  &  White,  archi- 
tects, dated  Lag.  15,  1889,  on  tile  in  the  office  of  tin-  superintendent 
of  streets. 

4  P.M.,  Nov.  10,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

A  communication  was  received  from  the  Massachu- 
setts Society  of  the  Sons  of  the  American  Revolution 
transmitting  a  vote  of  that  body  that  a  Committee  be 
appointed  "to  take  into  consideration  the  question  of 
securing  one  of  the  rooms  in  the  new  building  of  the 
Boston  Public  Library  to  be  used  as  headquarters  of 
this  Society,  in  which  can  be  kept  all  their  records  and 
their  historical  relics,"  and  empowering  the  Committee 
to  bring  the  matter  before  the  Trustees. 

Read  and  ordered  to  be  placed  on  file. 
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4  P.M.,  Nov.  13,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Prince  and  Pierce. 

The  President  reported  that  the  bill  of  Messrs.  Rob- 
ert C.  Fisher  &  Co.  for  final  payment  upon  the  St. 
Gaudens  lions  placed  in  the  staircase  of  the  new  Li- 
brary building,  amounting  to  Thirty-four  hundred  dol- 
lars ($3,400.)  had  been  received  by  him  and  sent  to  Mr. 
John  C.  Ropes  who,  in  acknowledging  its  receipt  gives 
assurance  that  the  matter  will  be  attended  to  at  once. 

The  President  reported  that  he  had  signed  special 
order  No.  102  for  Three  hundred  and  forty-six  dollars 
($346.)  for  plinths  for  the  two  lions,  the  same  having 
been  authorized  at  the  meeting  of  the  Trustees  of 
March  31,  1891,  for  a  sum  not  to  exceed  Twelve  hun- 
dred dollars  ($1200.) 

4  P.M.,  Nov.  17,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards, and  Mr.  McGlenen  representing  His  Honor  the 
Mayor. 

This  day  having  been  advertised  for  the  reception 
by  the  Trustees  of  proposals  for  material  and  labor  for 
the  plastering  for  the  new  Public  Library  building, 
Mr.  McGlenen  opened  the  box  containing  them,  as 
provided  by  law,  and  they  were  read  by  the  President. 

All  said  bids  being  for  work  to  be  done  by  the  foot, 
they  were  taken  under  consideration  as  requiring  care- 
ful examination  and  consultation  with  the  architects, 
in  order  to  determine  which  of  the  thre  was  ;he 
lowest. 

The  President  was  authorized  to  sign  special  orders 
Nos.  103  to  107,  inclusive,  to  Messrs.  Vv  oodbury  and 
Leighton  for  certain  items  of  excavation  and  concret- 
ing for  the  new  Library  building,  amounting  in  the 
aggregate  to  the  sum  of  Nine  thousand  six  hundred 
and  seventy-one  dollars  ($9671.). 

The  President  read  a  copy  of  a  letter  from  the  Lin- 
demann  Terra  Cotta  Roofing  Tile  Company,  to  Messrs. 
McKim,  Mead  &  White,  which  was  referred  to  him  to 
make  reply. 
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The  President  reported  that  under  authority  of  the 
vote  of  the  Trustees  of  Feb.  10,  1891,  lie  had  visited 
in  company  with  Mr.  MeKim  the  quarries  of  Siena 
marble  in  Europe  and  had  found  that  proper  marble 
for  the  completion  of  the  staircase  and  staircase-hall 
of  the  new  Library  building  could  be  obtained  and 
that  this  information  had  been  given  to  Messrs.  Batter- 
son,  See  and  Eisele,  who  had  thereupon  agreed  to  pro- 
cure the  marble  called  for,  and  to  allow  out  of  their 
contract  price  the  sum  of  Twenty-live  hundred  dollars 
($2, odd.)  to  cover  the  expenses  incurred  by  the  Trus- 
tees in  obtaining  this  information,  thereupon  it  was 

Voted.  That,  th  •  sum  of  Twent  \ '-five  hundred  dollars 
($2,500.)  be  paid  to  the  President,  Mr.  S.  A.  1',.  Abbott, 
on  account  of  exp  snses  incurred  by  him  under  author- 
ity of  the  vote  of  the  Trustees  of  Feb.  10.  1891,  out 
of  the  appropriation  tor  the  new  Public  Library  build- 
ing, to  be  charged  to  the  contract  of  Messrs.  Batter- 
son,  See  &  Eisele,  dated  Aug.  21st,  1889. 

4  P.M..  Nov.  20,  1801. 

Present :   Messrs.  Abbott,  Haynes,  Prince  and  Pierce. 

Upon  consideration  and  examination  of  the  proposals 
for  the  plastering  of  the  new  Public   Library  building, 
received  Nov.  17,  1891,  it  appeared  that  that  of   David 
Mcintosh,  a   contractor   of  established   reputation,  v\ 
the  lowest,  thereupon  it  was 

Voted,  That  the  proposal  of  David  Mcintosh  "  for 
work  to  be  done  and  material  to  be  furnished  for  plas- 
tering of  the  new  Public  Library  building  on  Copley 
Square  '    be  accepted. 

And  it  was  further 

Voted,  That  the  President  be  authorized  and  directed 
to  make,  execute  and  deliver  in  triplicate  in  behalf  of 
the  City  of  Boston,  a  contract  with  David  Mcintosh 
"for  work  to  be  done  and  material  to  be  furnished  for 
plastering  of  the  new  Public  Library  building  on  Cop- 
ley Square"  as  specified  in  his  proposal  received  Nov. 
17.  1891. 
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Ordered,  That  the  Clerk  be  directed  to  return  the 
checks  for  Five  hundred  dollars  ($500.),  each,  deposited 
with  their  proposals  by  Messrs.  Woodbury  &  Leighton 
and  Messrs.  E.  G.  Morrison  &  Son. 

Ordered,  That  the  architects,  Messrs.  McKim,  Mead 
&  White  be  paid  lor  the  installation  of  the  steam-  and 
ventilating-apparatus  of  the  new  Public  Library  build- 
ing two  and  one-half  per  cent.  (2^"/)  in  addition  to  five 
per  cent.  (5°/)  provided  in  their  contract,  to  cover  the 
cost  of  their  employment  of  a  skilled  engineer. 

The  President  was  authorized  to  sign  special  order 
No.  108  to  Messrs.  Woodbury  and  Leighton  to  clean 
and  paint  exposed  iron  work  at  the  new  Library  build- 
ing for  Five  hundred  dollars  ($500.). 

The  employment  of  a  steam-engineer  for  the  new 
Library  building  was  referred  to  the  President  with 
full  powers. 

Voted,  That  the  President  petition  the  City  govern- 
ment to  set  the  edge-stone  in  front  of  the  new  Public 
Library  building  in  accordance  with  a  plan  made  by 
Messrs.  McKim,  Mead  &  White,  numbered  484,  and 
dated  Nov.  9,  1891. 

Voted,  To  reconsider  the  order  passed  February 
21st,  1890,  as  follows :  "  Ordered,  that  the  legend  upon 
the  exterior  of  the  building  upon  the  Dartmouth  street 
side,  consideration  of  which  was  deferred  at  the  meet- 
ing of  January  25,  1890,  be  as  follows  :  'Built  for  the 
people  by  the  City  of  Boston  in  the  year  of  our  Lord 
one  thousand  eight  hundred  and  eighty  eight.' 

Voted,  That  the  subject  be  laid  upon  the  table. 

3.30  P.M.,  Nov.  24,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce,  and 
Richards,  and  Messrs.  Woodbury  and  Leighton  and  Mr. 
David  Mcintosh. 

A  letter  from  Messrs.  Woodbury  and  Leighton  was 
read  asking  for  a  hearing  upon  the  subject  of  the 
award  of  the  contract  for  plastering  for  the  new  Public 
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Library  building  to  David   .Mcintosh  and  claiming  that 
it  should  have  been  made  to  them. 

After  a  full  hearing  and  discussion,  Messrs.  Wood- 
bury and  Leighton  withdrew  at  a  quarter  before  five, 
and  it  was 

Voted,  That  the  Trustees  confirm  the  award  of  the 
last  meeting  of  the  contract  for  the  plastering  for  the 
new  Public  Library  building  to  David  Mcintosh. 

Messrs.  Bellweg  and  Byrd,  representing  the  Linde- 
mann  Terra  Cotta  Roofing  'file  Company  of  Baltimore 
then  appeared  before  the  Trustees  and  were  informed 
that  their  contract  has  not  been  satisfactorily  per- 
formed, and  that  the  Trustees  now  propose  to  go  for- 
ward and  cause  the  work  to  be  completed  and  to  de- 
mand reimbursement  for  all  damages  caused  by  the 
non-fulfilment  of  said  contract. 

Ordered,  That  George  Zittel,  jr..  be  employed  as 
steam-engineer  at  the  new  Public  Library  building 
from  December  2,  1891,  at  Fifteen  dollars  *(  si  ">.<>()  i  a 
week. 

Consideration  of  the  inscriptions  for  the  exterior  of 
the  new  Public  Library  building  was  assigned  to  tie- 
next  meeting. 

Voted,  That  when  the  Trustees  adjourn  it  be  to 
three  o'clock,  instead  of  the  usual  hour,  on  Friday 
next,  the  27th  inst. 

3  P.M.,  Nov.  27.  1891. 

Present:  Messrs.  Abbott.  Tlaynes,  Prince.  Pierce  and 
Richards. 

Upon  motions  made  and  seconded  it  was 

Voted,  That  the  inscription  upon  the  Dartmouth 
Street  side  of  the  new  Public  Library  building  be  as 
follows  : 

"  The  Public  Library  of  the  City  of  Boston  built  by 
the  people  and  dedicated  to  the  advancement  of  learn- 
ing in  the  year  of  our  Lord  MDCCCLXXXV11I." 

Upon  the  Blagden  Street  side  : — 

"MDCCCL1I  Founded  through  the  munificence  and 
public  spirit  of  citizens  MDCCCLII." 
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On  the  Boylston  Street  side  : — 

"  The  Public  Library  the  complement  of  the  public 
school  system  of  the  Commonwealth  the  strength  and 
safeguard  of  civil  and  religious  freedom." 

4  P.M.,  Dec.  4,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

The  President  reported  that  he  had  executed  and 
signed  a  contract  with  David  Mcintosh,  Esq.,  for  the 
plastering  lor  the  new  Public  Library  building  as  au- 
thorized at  the  meeting  of  the  Trustees  of  November 
20,  1891. 

The  President  was  authorized  to  sign  special  order 
No.  109  to  Messrs.  Woodbury  and  Leighton  for  excava- 
tion in  the  cellar  of  the  new  Public  Library  building, 
for  Seven  hundred  and  seventy-five  dollars  ($775.)  and 
No.  110  to  Messrs.  E.  Van  Noorden  and  Co.  to  repair 
gutters  on  inside  and  outside  of  the  Court  of  the  new 
Public  Library  building  for  Five  hundred  and  seventy- 
five  dollars  ($575.). 

Voted,  That  the  proposition  of  Messrs.  E.  Van  Noor- 
den and  Co.  to  repair  gutters  as  specified  in  special 
order  No.  110  dated  Dec.  4,  1891,  for  Five  hundred 
and  seventy-five  dollars  ($575.)  be  accepted,  said  sum 
to  be  charged  against  the  contract  of  the  Lindemann 
Terra  Cotta  Roofing  Tile  Company,  dated  May  2,  1890. 

The  President  reported  that  he  had  petitioned  the 
Honorable  the  Board  of  Aldermen  to  set  the  edgestone 
in  front  of  the  new  Public  Library,  in  accordance  with 
the  vote  of  the  Trustees  of  Nov.  20,  1891. 

Voted,  That  the  President  be  requested  further  to 
petition  the  Honorable  the  Board  of  Aldermen  for  per- 
mission to  set  in  the  sidewalk  in  front  of  the  new 
Library  building,  on  Dartmouth  and  Blagclen  streets, 
eighteen  stone  posts  substantially  in  the  manner  and 
for  in  shown  upon  certain  drawings  of  Messrs.  McKim, 
Mead  and  White  numbered  140  and  441,  dated  Decem- 
ber 5,  1891. 
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4  P.M.,  Dec.  8,  1891. 


Present:  Messrs.  Abbott,  Haynes  and  Pierce. 

The  President  reported  that  the  Board  of  Aldermen 
had  taken  favorable  action  upon  the  two  petitions  of 
the  Trustees  in  regard  to  the  edgestone  of  Dartmouth 
street  and  the  stone  posts  to  be  located  in  front  of  the 
new  Library  building. 

I  P.M..  Dec.  15,  L891. 

Present:  Messrs.  Abbott.  Ilavnes.  Pierce  and  Rich- 
ards. 

The  President  was  authorised  to  sign  special  order- 
on  Messrs.  Woodbwrv  &  Leighton  as  follows:  No.  112, 
to  furnish  and  erect  service  stairs  according  to  archi- 
tects' drawings  numbered  371,  -'j72,  and  373.  Special 
order  number  113,  to  furnish  and  put  in  place,  iron 
work  and  ceiling  of  Trustees'  room  according  to  draw- 
ing No.  437. 

Ordered,  That  the  fire-room  of  the  new  Public  Li- 
brary building  be  paved  with  a  concrete  of  Portland 
cement. 
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4  P.M.,  Dec.  22,  1891. 

Present :    Messrs.   Abbott,    Haynes,    Prince,    and 
Richards. 

Ordered,  That  the  names  and  inscriptions  on  the 
exterior  of  the  new  Public  Library  building  shall  be 
carved  in  V-sunk  letters. 

Ordered,  That  the  President  be  authorized  to  sign 
special  order  No.  115,  providing  for  iron  gratings  for 
the  windows  on  the  rear  of  the  new  Public  Library 
building,  for  a  sum  not  to  exceed  One  hundred  and 
sixty-two  dollars. 

4  P.M.,  Dec.  29,  1891. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

The  following  order  was  received  from  the  City 
Government : 

City  of  Boston, 
In  Board  of  Aldermen, 
Dec.  21,  1891. 

Ordered:  That  the  Superintendent  of  Streets  be  authorized  to  issue 
a  permit  to  the  Trustees  of  the  Public  library  to  set  in  the  sidewalk 
in  front  of  the  new  Library  building  on  the  Dartmouth  and  Boylston 
street  sides  of  said  building,  eighteen  stone  posts,  the  same  to  be  set 
in  the  manner  and  locations  as  shown  on  plans  Nos.  440  and  441 , 
dated  Dec.  5,  185)1,  and  deposited  in  the  office  of  the  Street  Depart- 
ment, Paving  Division. 

On  the  terms  and  conditions  expressed  in  the  ordinances  of  the 
city. 

Passed. 
Approved  bv  the  Acting  Mayor,  Dec.  28,  1891. 
A  true  copv.  Attest: 

[Signed]  JOHN  T.  PRIEST, 

Assist.  City  Clerk. 

A  communication  was  received  from  His  Honor,  the 
Mayor,  in  relation  to  the  probable  amount  of  the  ex- 
penditures upon  the  new  Library  building  for  the  com- 
ing financial  year,  which  was  referred  to  a  committee 
consisting  of  the  President  and  Mr.  Pierce. 

The  President  was  authorized  to  sign  special  orders 
112  and  114  to  Messrs.  Woodbury  &  Leighton  to  con- 
crete and  pave  cellar  of  new  Library  building  around 
the  boilers,  for  $320.00,  and  to  cut  805  letters  under 
the  cornice  of  new  Library  building  for  $445.00. 
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4  P.M.,  Jan.  1,  1892. 

Present:  Messrs.  Abbott.  Havocs.  Prince  and  Pierce. 

The  Committee  upon  the  subject  matter  of  the  com- 
munication from  I  lis  Honor  the  Mayor,  in  relation  to 
the  probable  amount  of  the  expenditures  upon  the 
new  Library  build  inn-  for  the  coining  financial  year, 
reported  that  owing  to  the  absence  of  His  Honor  the 
Mayor  from  town,  they  had  reported  to  him  in  writing 
that  the  Trustees  will  need  the  sum  of  Three  bundled 
and  fifty  thousand  dollars  ($350,000.)  on  account  of 
the  new  Public  Library  building  loan  for  the  coming 
financial  year,  in  addition  to  the  amount  now  on  hand. 

Report  accepted  nnd  adopted. 

The  President  was  authorized  to  sign  special  order 
No.  1  L6  for  repairing  gutter  on  Court  of  new'Library 
building,  for  One  hundred  and  fifty  dollars  ($150.). 

Ordered.  That  the  President  be  authorized  and  di- 
rected to  contract  for  pointing  the  tile-roof  of  the  new 
Public  Library  building  with  elastic  cement  lor  a  sum 
not  to  exceed  Six  thousand  four  hundred  ,  dollars 
($0,400.),  said  sum  to  be  charged  against  the  contract 
of  the  Lindemann  Terra  Cotta  Roofing  Tile  Company, 
dated  May  2.  1890. 

4  P.M..  Jan.  5,  1892. 

Present  :  Messrs.  Abbott,  Ilavnes,  Prince.  Pierce 
and  Richards  and  Mr.  McKim. 

On  a  motion  made  and  seconded 

Ordered.  That  Mr.  McKim  be  authorized  and  in- 
structed to  complete  the  mosaic  work  in  the  entrance 
hall  of  the  new  Public  Library  building  lor  a  sum  not 
to  exceed  Five  hundred  dollars  ($500.00). 

4  P.M.,  Jan.  8.  1802. 

Present:  Messrs.  Abbott,  Ilavnes,  Pierce  and  Rich- 
ards, and  Mr.  McKim  of  the  architects.  Mr.  Prince 
presiding  at  the  same  time  at  the  meeting  of  the  Ex- 
amining Committee  held  in  the  Trustees' .room. 

The  following  communication  was  received  from  His 
Honor  the  Mayor: 
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City  of  Boston. 
Office  of  the  Mayor,  City  Hall, 
Jan.  4,  1892. 
To  the  Trustees  of  the  Public  Library. 

Gentlemen  : — 

I  was  much  surprised  yesterday  to  hear  for  the  first  time  that  the 
Public  Library  Trustees  had  made  no  provision  in  the  new  building 
for  the  delivery  of  books,  and  that  it  was  their  intention  to  retain  the 
old  Public  Library  on  Boylston  street  in  addition  to  the  new  one 
when  completed.  I  have  always  assumed  that  the  old  building  was 
to  be  sold,  and  that  the  new  building  was  to  be  used  for  delivery  pur- 
poses as  well  as  for  reference.  You  will  please  let  me  know  what 
truth  there  is  in  this  statement. 

I  would  like  also  an  accurate  statement  of  the  dimensions  of  the 
new  Public  Library,  the  area  covered  by  it,  its  height  above  the 
ground,  its  cubic  contents,  and  the  cost  of  the  foundations.  I  sup- 
pose these  figures  may  be  obtained  in  the  course  of  a  day  or  two,  and 
I  would  like  them  as  soon  as  possible. 

Yours  very  truly, 
[Signed]  X.  MATTHEWS,  Jr. 

Referred  to  the  President  to  reply  on  behalf  of  the 
Trustees. 

4  P.M.,  Jan.  12,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce 
and  Richards. 

The  President  read  a  reply  to  the  letter  of  His 
Honor  the  Mayor  received  and  read  at  the  last  meet- 
ing, which  was  approved  as  the  reply  of  the  Trustees, 
as  follows  : 

Public  Library, 

Boston,  Jan.  11,  1892. 
To  His  Honor  the  Ma  yob. 
Sir:— 

The  Trustees  have  the  honor  to  acknowledge  the  receipt  of  your 
letter  of  January  4th,  and  in  reply  to  your  question  they  would  say 
that  there  is  no  truth  whatever  in  the  statemeut  that  no  provision 
has  been  made  in  the  new  Public  Library  building  for  the  delivery  of 
books  for  home  use,  as  well  as  for  reference,  and  that  it  is  their  in- 
tention to  retain  the  old  Public  Library  on  Boylston  street  when  the 
new  one  is  completed. 

The  subject  of  the  delivery  of  books  from  the  new  building  has 
been  from  the  beginning  most  carefully  considered  by  the  Trustees 
and  by  the  architects,  and  it  is  believed  that  the  arrangements  for 
this  purpose  are  such  as  will  be  ample  for  all  present  and  future  re- 
quirements of  the  Library. 

The  present  Trustees,  and,  as  far  as  they  are  informed,  their  pre- 
decessors in  the  trust,  neVer  intended  to  retain  the  old  building  for 
the  Library  purposes  after  the  completion  of  the  new  building.  They 
therefore  recognize  the  wisdom  of  the  law  which  provides  for  the 
.sale  of  the  old  building  and  the  application  of  the  proceeds  of  such 
sale  to  the  payment  of  the  debt  incurred  by  the  City  for  the  erection 
of  the  new  building. 
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The  Trustees  enclose  herewith,  as  requested  by  you,  a  statement 
made  by  their  architects,  of  the  dimensions  of  the  new  Public  Li- 
brary, the  area  covered  by  it.  its  height  above  the  ground  and  its 
cubical  contents. 

The  answer  to  your  letter  has  been  delayed  in  order  to  include  a 
Statement  of  the  cost  of  the  foundations.  The  larger  part  of  the 
foundations  were  included  in  the  contract  for  the  completion  of  the 
building  up  to  Hales  Hall  floor.  We  have  no  figures  distinguishing 
between  the  foundations  and  the  other  work  included  in  the  contract. 
Messrs.  Woodbury  A:  Leighton  have  been  requested  to  Furnish  us  the 
information,  but  have  not  yet  done  so.  As  SOOn  BJS  it  is  received  it 
will  be  sent  to  you. 

very  respectfully, 

The  Trustees  of  the  Public  Library,  by 
[Signed]  SAMl  ii.   A.    B.    ABBOTT, 

President. 

Statement: — 

The  general  dimensions  of  the  new  Public  Library  building  are  as 
follows: 

Front  on  Dartmouth  street,  225  feet. 

Fronts  on  Boylston  and  Blagden  streets,  '228  feet. 

Beight  from  grade  of  street  to  top  of  cornice,  68  feet. 

Cubical  contents  of  the   building.  4,812,158  cubic  feet. 

Area  covered  by  building  and  platform,  64,844  square  feet. 

4  P.M..  Jan.  15,  1892. 

Present  :  Messrs.  Abbott,  H;i v nes,  Pierce  and  Rich- 
ards. 

The  President  was  authorized  to  advertise  for  pro- 
posals for  iron  work  in  the  new  Public  Library  build- 
ing, also  to  sign  special  order  No.  117  for  setting  the 
edge-stones  and  posts  of  sidewalk  surrounding  the  new- 
Public  Library  building,  for  $8,896.00. 

4  P.M..  Ja.v.  10,  1892. 

Present :  Messrs.  Abbott,  Haynes.  Pierce  and  Rich- 
ards. Mr.  Prince  presiding  at  a  meeting  of  the  Ex- 
amining Committee. 

The  President  reported,  that,  acting  under  the  au- 
thority granted  by  the  Trustees  at  the  meeting  of  Jan- 
uary 1,  1892,  he  had  signed  special  order  No.  119,  for 
the  labor  for  pointing  the  tile  roof  of  the  new  Public  Li- 
brary building,  with  elastic  cement,  for  $3,442.00. 

The  President  was  authorized  to  sign  special  order 
No.  118.  to  Messrs.  Woodbury  and  Leighton,  to  roof 
the  arcade,  and  to  furnish  and  set  marble  balustrade 
for  same,  for  $10,445.00. 


115 


4  P.M.,  Jan.  22,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

The  President  reported  that  as  authorized  at  the 
meeting  of  January  19,  1892,  he  had  signed  special 
order  No.   118,  for  the  arcade  roof. 


4  P.M.,  Jan.  29,1892. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

The  President  was  authorized  to  sign  a  special  order 
to  Philip  Martiny  for  $1,000.  for  modelling  seals  for 
the  new  Public  Library  building. 


4  P.M.,  Feb.  2,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

The  following  communication  was  received  from  His 

Honor  the  Mayor  : 

City  of  Boston, 
Office  of  the  Mayor,  City  Hall, 
February  2,  1892. 

To  the  Board  of  Trustees  of  the  Public  Library. 

Gentlemen  : — 

Believing  that  no  further  money  should  be  spent  upon  the  new 
Public  Library  building  unless  it  shall  appear  that  the  same  can  be 
mushed  for  the  amount  of  the  loau  just  authorized,  and  will,  when 
finished,  be  a  convenient  building  for  the  purpose  of  a  public  library; 
and  believing  further  that  the  citizens  expect  me  to  satisfy  myself 
upon  this  point  before  authorizing  the  expenditure  of  any  part  of 
this  loan;  I  have  decided  to  investigate  the  whole  subject,  with  the 
assistance  of  the  Corporation  Counsel  and  the  City  Architect. 

We  shall  sit  as  a  Commission  of  Inquiry,  and  will  notify  you  of  the 
first  hearing.  In  the  meantime,  will  you  kindly  send  to  my  office  a 
complete  set  of  the  reports  of  the  Public  Library  Trustees  since  the 
new  building  was  first  mentioned;  also  the  plans  and  elevation  exhib- 
ited to  the  City  Council  and  published  in  the  spring  of  1888. 

Respectfully, 
[Signed]  N.  MATTHEWS,  Jr., 

Mayor. 

Read,  and  ordered  to  be  placed  on  file. 
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4  P.  U.,  Feb.  12,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards, and  Mr.  McGlenen,  representing  the  Mayor. 

To-day  having  been  advertised  for  the  reception  of 
proposals  for  the  structural  iron-work  for  the  new- 
Public  Library  building,  Mr.  McGlenen  opened  the 
box  prepared,  according  to  law,  for  their  reception 
and  the  President  announced  them  as  follows  : 

The  Smith-Carleton  Iron  Company,  163,413. 

Work  t<>  be  done  Sept.  1.  1892. 
Po8<  &  McCord,  18,200. 

Work  to  be  done  Aug.  15,  1892. 

The  bids  were  taken  under  consideration  and  Mr. 
McGlenen  withdrew 

The  Trustees  then  listened  to  Mr.  J.  I).  Misroon, 
who  appeared  as  the  representative  of  the  Clinton 
Wire  Cloth  Company  to  advocate  the  merits  of  their 
wire  lath. 

Three  communications  were  received  from  His 
Honor  the  Mayor,  the  first  dated  P'eb.  6th,  1892,  re- 
questing the  plans  and  drawings  published  in  1888,  a 
set  of  the  Trustees"  reports,  and  the  architects'  origi- 
nal estimate  of  the  cost  of  the  new  Library  building, 
to  which  the  President  reported  he  had  answered  by 
sending  the  plans  and  reports  requested,  and  by  in- 
forming His  Honor  tint  the  architects'  original  esti- 
mates referred  to  have  never  been  in  the  possession  of 
the  Trustees,  having  been  submitted  to  a  Committee  of 
the  Citv  Council  and  probably  retained  by  it.  which 
action  of  the  President  was  approved. 

The  second  communication  was  a  notification  that 
the  first  hearing  of  the  Commission  of  Inquiry  in  re- 
gard to  the  Public  Library  will  be  held  at  the  Mayor's 
office  Feb.   12th  at  10  A.M. 

Read  and  ordered  to  be  placed  on  file. 

Consideration  of  the  bids  for  the  structural  iron- 
work for  the  new  Library  building  was  resumed  and 
upon  its  appearing  that  the  lower  one  was  that  of 
Post  &  McCord,  it  was 

Voted,  To  award  the  contract  for  the  structural  iron 
work  for  the  new  Public  Library  building  to  Messrs. 
Post  &  McCord. 
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Voted,  That  the  President  be  authorized  to  execute 
a  contract  with  Messrs.  Post  &  McCord  for  the  struct- 
ural iron-work  for  the  new  Public  Library  building  for 
Forty  eight  thousand  two  hundred  dollars  ($48,200.00). 

Ordered,  That  the  clerk  be  directed  to  return  the 
check  accompanying  the  proposal  of  the  Smith-Carle- 
ton  Iron  Company. 

4  P.M.,  Feb.  16,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

The  Clerk  reported  that  as  directed  at  the  last  meet- 
ing of  the  Corporation  he  had  returned  the  check  for 
one  thousand  dollars  that  accompanied  the  proposal  of 
the  Smith-Carleton  Iron  Company,  and  he  exhibited 
their  receipt  therefor. 

4  P.M..  March  4,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

A  letter  was  read  from  Chas.  F.  McKim,  Esq.,  giv- 
ing the  information  that  Messrs.  Batterson,  See  & 
Eisele,  who  are  the  contractors  for  furnishing  the  mar- 
ble-work for  the  staircase-hall  of  the  new  Library 
building,  were  burned  out  February  27,  1892,  and  that 
it  will  be  sometime  before  thev  can  resume  work. 

4  P.M.,  March  8,  1892. 

Present  :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

The  President  submitted  for  the  inspection  of  the 
Trustee.-;  two  drawings  from  the  office  of  the  archi- 
tects, one  for  the  doors  from  Bates  Hall  to  the  delivery 
room,  and  to  the  patent-room  in  the  new  Library 
building,  and  one  for  the  central  door  of  Bates  Hall, 
which  were  approved,  provided  the  expense  shall  not 
exceed  the  amount  estimated  therefor  in  the  general 
estimates  for  completing  the  building. 
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4  P.M.,  March  18,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

Ordered,  That  the  President  be  authorized  to  sign 
special  order  No.  1 1 1  to  Messrs.  Woodbury  and  Leigh- 
ton  for  additional  work  in  the  recess  of  the  Blagden 
street  side  of  the  new  Public  Library  for  $830. 

4  P.M.,  March  22,  1892. 

Present:  Messrs.  Abbott,  Hay nes,  Prince,  Pierce  and 
Richards. 

Ordered,  That  the  bill  for  plumbing  for  the  new 
Public  Library  building,  of  Isaac  N.  Tucker,  dated 
June  20,  1891,  amounting  to  $123.  be  approved. 

4  P.M..  March  25,  1892. 

Present:  Messrs.  Abbott,  Haynes.  Pierce  and  Rich- 
ards. 

The  President  submitted  a  communication  from  the 
Mayor  asking  information  if  the  Trustees  cannot  print 
as  an  appendix  to  their  report  an  itemized  account 
of  the  expenditures  for  the  new  Public  Library  to 
date;  also  a  full  list  of  all  the  contracts  signed,  with 
additions  and  deductions  itemized.  Referred  to  the 
President  to  reply  on  behalf  of  the  Trustees. 

4  P.M.,  March  29,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

The  President  laid  before  the  Trustees  the  following 
communication  : — 

Treasurer's  Office  Harvard  College,  No.  50  State  street, 

Boston,  March  26,  1892. 

S.  A.  B.  Abbott,  Esq.. 

President  of  the  Board  of  Trustees  of  the  Boston 
Public  Library. 

Dear  Sir, 

You  spoke  to  me  informally  some  time  ago  about  the  use  by  the 
Harvard  Medical  School,  as  part  of  its  yard,  of  tbe  space  between  its 
land  and  the  rear  wall  of  the   Library  building.     As  it  will  be  neces- 
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sary  for  the  Medical  School  to  rebuild,  within  a  few  weeks,  its  brick 
wall  on  Boylston  St.,  I  write  to  ask  if  you  wish  us  to  build  it  at  our 
cost  up  to  the  rear  wall  of  your  building;  also  what  votes  of  your 
Board  and  of  the  College  Corporation  will  in  your  opinion  be  neces- 
sary to  protect  the  rights  of  the  City  in  its  land,  and  to  save  the  Col- 
lege from  the  charge  of  trespassing. 

Yours  truly, 
[Signed]  '    E.  W.  HOOPER, 

Treas'r  Harv.  Coll. 

Voted,  That  the  President  and  Fellows  of  Harvard 
College  be  permitted  to  use  as  part  of  the  yard  of  the 
Medical  School,  the  strip  of  land  about  eighteen  inches 
wide  lying  between  the  western  wall  of  the  new  Pub- 
lic Library  building  and  the  land  of  the  said  President 
and  Fellows  of  Harvard  College  now  used  and  occu- 
pied for  the  said  Medical  School  on  Boylston  Street  in 
Boston.  This  permission  is  revocable  nt  the  pleasure 
of  the  said  Trustees  of  the  Public  Library  of  the  City 
of  Boston. 

Voted,  That  the  President  be  authorized  to  execute 
and  deliver  in  the  name  and  on  behalf  of  the  City  of 
Boston  all  papers  necessary  to  carry  into  effect  the 
foregoing  vote. 

4  P.M.,  April  1,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

Ordered,  That  the  President  be  authorized  to  sign  a 
special  draft  upon  the  City  Treasurer,  in  favor  of  Wil- 
liam G.  Tucker  for  the  sum  of  $978.20  for  elastic 
cement  used  in  pointing  the  roof  of  the  new  Public  Li- 
brary building,  said  sum  to  be  charged  to  the  contract 
dated  May  2,  1890,  of  the  Lindemann  Terra-Cotta 
Roofing  Tile  Company. 

4  P.M.,  April  5,  1892. 

Present  :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

By  reason  of  the  proposed  absence  of  the  President 
to  whom  the  matter  was  committed  at  the  meeting  of 
March  25,  1892,  Mr.  Phineas  Pierce  was  chosen  a 
committee  in  his  place  to  reply  to  the   communication 
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dated  March  24,  L892,  from  His  Honor  the  Major,  re- 
questing an  itemized  account  of  the  expenditures  upon 
the  new  Library  building,  a  list  of  the  contracts  signed. 
with  additions  and  deductions  itemized. 

4  P.M..  April  12.  1892. 

Present:  Me>srs.  Prince.  Havnes,  Pierce  and  Rich- 
ards. 

Mr.  Pierce  who  was  chosen  a  committee  ;it  the  last 
meeting  to  reply  to  the  communication  of  His  Honor 
the  Mayor,  dated  March  21.  1892,  reported  that  lie 
had  transmitted  to  His  Honor  on  April  8,  1892,  an 
itemized  account  of  all  expenditures  upon  the  new 
Public  Library  building  to  date,  together  with  a  com- 
plete list  in  detail  of  the  contracts  signed  ;  an  itemized 
statement  of  all  special  orders  issued,  incidental  or  ad- 
ditional thereto,  as  well  as  the  verbal  agreements  with 
Messrs.  Edwin  A.  Abbey  and  John  S.  Sargent,  which 
report  was  accepted  and  approved. 

4  P.M.,  April  15.  1892. 

Present:  Messrs.  Abbott.  Havnes,  Prince.  Pierce  and 
Richards. 

The  President  reported  upon  the  subject  of  the 
contract  for  structural  iron-work  with  Messrs.  Post  ,V 
McCord  which  he  was  authorized  to  execute  at  the 
meeting  of  Februarv  12.  1892,  that  he  had  signed  the 
same  on  behalf  of  the  city  and  had  delivered  it. 

A  communication  was  received  lrom  Messrs.  Post  & 
McCord  calling  the  attention  of  the  Trustees  to  the 
fact  that  their  contract  signed  Februarv  12,  1892,  stip- 
ulated that  the  contractors  shall  pay  to  the  City  liqui- 
dated damages  to  the  extent  of  $00.  a  day  for  each  day 
after  the  15th  of  August  next  that  the  work  remains 
uncompleted,  and  requesting  that  an  extension  of  time 
equivalent  to  the  two  months  that  have  elapsed  since 
the  date  of  the  above  named  contract  and  its  final  de- 
livery to  them  shall  be  added  to  the  time  in  which 
they  are  to  complete  the  work,  in  other  words  that 
the  date  for  the  completion  of  the  work  in  said  con- 
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tract  sh  ill  be  October  loth  next  instead  of  August 
15th,  whereupon  the  President  was  authorized  to  grant 
the  extension  of  time  thus  requested. 

The  President  was  authorized  to  sign  special  order 
No.  121  to  Messrs.  Woodbury  &  Leighton  to  furnish 
material  and  to  lav  sidewalk  around  the  new  Public 
Library  building,  for  $1120.00. 

The  President  was  authorized  to  arrange  for  a  tem- 
porary fitting  up  of  the  janitor's  room  in  the  new 
Public  Library  building  as  an  office  for  the  Clerk  of 
the  Works  and  inspectors,  and  to  cause  the  present 
temporary  wooden  structure  outside  the  Library  walls 
to  be  removed,  also  to  sign  a  contract  with  Messrs. 
Van  Noorden  &  Co.  for  the  completion  of  the  copper 
cheneau  in  the  court  at  a  cost  not  to  exceed  $3.00  a 
running  foot. 

4  P.M.,  April  19,  1892. 

Present:  Messrs.  Abbott,  Haynes,  Prince  and  Pierce. 

Messrs.  McKim,  Mead  &  White's  bill  of  $8,000.  on 
account  of  commission  as  architects  of  the  new  Public 
Library  building,  was  approved  and  ordered  to  be  paid. 

The  President  was  authorized  to  sign  special  order 
No.  122  on  Messrs.  Woodbury  &  Leighton  to  furnish 
and  put  up  circular  window  frame,  according  to  draw- 
ing No.  575  for  a  cost  of  $37.00. 

4  P.M.,  April  22,  1892. 

Present :  Messrs.  Abbott,  Haynes  and  Pierce. 

The  President  was  authorized  to  sign  special  order 
No.  123  to  Messrs.  Woodbury  &  Leighton,  to  furnish 
all  material  for  the  completion  of  the  plumbing  for  the 
new  Public  Library  building  for  ten  per  cent,  of  the 
first  cost,  and  labor  at  $6.00  per  day  for  plumber  and 
helper,  the  total  cost,  including  superintendence,  not  to 
exceed  Twelve  thousand  dollars  ($12,000). 
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4  P.M.,  April  29,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

Voted,  That-  the  Superintendent  of  construction  be 
and  herebv  is  authorized  to  order  under  the  contract 
of  the  Walworth  Construction  and  Supply  Company  of 
September  11,  lS'.M.  the  furnishing  and  putting  in  of 
the  ventilating  ducts,  &c,  as  per  drawings  and  specifi- 
cations, for  an  amount  not  exceeding  Kilty-four  hun- 
dred dollars  (#5,400). 

Voted.  That  the  President  be  authorized  on  behalf 
of  the  Corporation  to  petition  the  Board  of  Aldermen 
for  the  re-location  of  the  poles  for  the  electric  light 
wires,  of  those  supplying  power  to  the  West  End  Rail- 
way cars,  and  of  the  city  gas-lamps  in  front  of  the  new 
Public  Library  building  on  Dartmouth  and  Boylston 
Streets. 

4  P.M..  May  2.  1802. 

Present  :  Messrs.  Abbott,  Haynes,  Prince  and  Rich- 
ards. 

The  President  reported  upon  the  subject  committed 
to  him  at  the  last  regular  meeting,  that  he  had  not 
petitioned  the  Hoard  of  Aldermen  regarding  the  re- 
location of  the  electric  light  and  power  poles  in  front 
of  the  new  Public  Library  building  on  Boylston  and 
Dartmouth  streets,  as  the  Electric  Light  company  and 
the  West  End  Railway  managers  had  expressed  their 
willingness  to  make  the  changes  desired  without  for- 
mal request. 

The  petition  of  E.  Soclerholtz  for  permission  to  take 
photographs  of  the  interior  and  exterior  of  the  new 
Public  Library  building,  was  granted,  provided  the  ar- 
chitects make  no  objection. 

4  P.M.,  May  6.  1892. 

Present :  Messrs.  Abbott,  Haynes.  Prince.  Pierce  and 
Richards. 

A  communication  was  received  from  E.  W.  Hooper, 
Esq.,  Secretary  of  the  Corporation  of  the  President 
and  Fellows  of  Harvard  College,  as  follows. 
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At  a  meeting  of  the 
President  and  Fellows  of  Harvard  College, 
in  Boston,  April  25th,  1892. 

The  Treasurer  submitted  to  the  Board  a  copy  of  a  vote  passed  by 
the  Trustees  of  the  Public  Library  of  the  City  of  Boston,  as  follows: 
"Voted,  That  the  President  and  Fellows  of  Harvard  College  be 
permitted  to  use  as  part  of  the  yard  of  the  Medical  School,  the  strip 
of  land  about  eighteen  inches  wide  lying  between  the  western  wall 
of  the  new  Public  Library  building  and  the  land  of  the  said  Presi- 
dent and  Fellows  of  Harvard  College  now  used  and  occupied  for  the 
said  Medical  School  on  Boylston  street  in  Boston.  This  permission 
is  revocable  at  the  pleasure  of  the  said  Trustees  of  the  Public  Li- 
brary of  the  City  of  Boston." 
And  it  was  thereupon 

Voted,  That  the  strip  of  land  mentioned  be  used  by  the  Medical 
School  as  part  of  its  yard  on  the  terms  named  in  the  vote  of  the 
Trustees  of  the  Public  Library. 

A  true  copy  of  Record. 
Attest: 

[Signed]         E.  W.  HOOPER, 

Sec'y. 

Mr.  S.  A.  B.   Abbott, 

President  of  the  Trustees  of  the  Public  Library. 

Voted,  That  the  President  be  invested  with  general 
authority  to  advertise  for  proposals  for  such  work  upon 
the  new  Public  Library  building  as  in  his  judgment 
may  seem  necessary. 

4  P.M.,  May  10,  1892. 

Present  :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

The  President  was  authorized  to  sign  Special  Order 
No.  124  to  furnish  and  set  two  pedestals  of  pink  Knox- 
ville  marble  according  to  drawing  No.  401  for  $3,510, 
and  No.  125  to  G.  C.  Stevens  for  painting  iron-work  of 
the  roof  of  the  new  Public  Library  building  for  Nine 
hundred  and  thirty-eight  dollars  ($938.00);  and  Special 
Order  No.  126  to  Messrs.  Post  &  McCord  for  the  iron- 
work of  the  air-ducts  in  the  cellar  according  to  drawings 
Nos.  529  and  535  for  Four  thousand  four  hundred 
dollars  ($4,400.00). 

4  P.M.,  May  13,  1892. 

Present:   Messrs.  Abbott,  Haynes,  Prince  and  Pierce. 
The  President  reported    that   as   authorized  at  prev- 
ious meetings,  he  had    signed   Special    Order   No.  123, 
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for  the  rest  of  the  plumbing  for  the  new  Public  Library 
building,  No.  124,  for  two  pedestals  of  pink  Knoxvill  i 
marble  ;  No.  12"),  for  painting  iron-work  of  roof,  and 
No.  12(»  for  iron-work  for  the  air-ducts. 

The  President  was  authorized  to  sign  Special  Order 
No.  127  on  Messrs.  Woodbury  &  Leiffhton,  to  put  in 
temporary  doors,  and  flooring  in  offices,  and  No.  12s 
on  Messrs.  Van  Noorden  &  Co.,  for  copper  roofing  tiles 
Tor  $21.00. 

4  P.M.,  May  17.  L892. 

Present  :  Messrs  Abbott.  Haynes,  Prince,  Pierce  and 
Richards. 
A  communication  was   received   from    II.  II.  Carter. 

Esq.,  Superintendent  of  Street.-,  stating  thai  the 
changes  in  the  sidewalk  in  front  of  the  new  Public 
Library  building  will  necessitate  certain  work  by  bis 
department  at  an  estimated  cost  of  $2,000,  and  further 

stating  that  he  has  no  funds  wherewith  to  meet  the 
said  expense,  whereupon 

The  President  was  authorized  to  notify  the  Superin- 
tendent of  Streets  to  proceed  with  the  work  and 
charge  the  expense  of  the  same,  not  to  exceed  $2,000. 
to  the  appropriation  for  the  Library  building,  Dart- 
mouth street. 

The  President  reported  that  as  authorized  at  the  last 
meeting,  he  had  signed  Special  orders  No.  127  and  No. 
12S. 

I   P.M..  May  20.   L892. 

Present:  Messrs.  Abbott.  Haynes,  Prince  and   Pierce 
The  President  laid    before   the    Corporation   a    letter 
dated  May  16,  1892,  from    the  Lindemann  Terra-Cotta 
Roofing   Tile    Company,  which   was   read   and  ordered 
to  be  placed  on  file. 

4  P.M..  May  24.  1892. 

Present :  Messrs.  Abbott.  Haynes,  Prince,  Pierce  and 
Richards. 

The  President  was  authorized  to  sign  Special  Order 
No.    129,   to   the  Walworth    Construction   and   Supply 
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Company  to  furnish  and  put  in  ventilating  ducts  and 
pipes  for  Fifty-four  hundred  dollars  ($5,400.00),  also 
Special  Order  No.  130  to  Messrs  Lynch  &  Woodward 
for  special  grate  service,  for  Forty-three  dollars  and 
ninety-eight  cents  ($43.98). 

Ordered,  That  beginning  with  the  certificate  pa}'- 
able  June  1,  1892,  the  Walworth  Construction  and 
Supply  Company  be  allowed  the  full  amounts  duly  cer- 
tified by  the  Architects  for  work  done  under  their  con- 
tract of  September  14,  1891. 

4  P.M.,  May  27,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  and  Pierce. 

Voted,  That  the  next  meeting  of  the  Corporation 
be  held  at  the  new  Public  Library  building  in  the  office 
of  the  Clerk  of  Works,  at  4  P.M. 

A  letter  was  read  from  Mr.  G.  E.  Wolters,  Superin- 
tendent of  Construction,  wherein  he  states  that  Messrs. 
Post  &  McCord  request  to  be  furnished  with  the  plans 
and  details  of  construction  for  the  plaster  or  papier 
mache  work  for  Bates  Hall  of  the  new  Library  build- 
ing, but  no  action  was  taken. 

A  letter  signed  by  E.  B.  Rutledge  from  the  office  of 
Messrs.  McKim,  Mead  &  White,  was  received  and  read, 
reporting  a  visit  to  the  quarries  at  Tuckahoe,  owned 
by  Messrs.  Norcross  Brothers,  and  was  ordered  to  be 
placed  on  file. 

4  P.M.,  May  31,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Prince.  Pierce  and 
Richards. 

Mr.  Haynes  offered  a  motion  which  was  seconded  by 
Mr.  Prince^  that  all  the  names  upon  the  tablets  on  the 
exterior  of  the  new  Library  building  be  erased,  and 
that  no  others  be  carved  thereon,  which  motion  was 
laid  on  the  table. 

Voted,  That  the  Superintendent  of  Construction 
be  directed  to  obliterate  the  names  that  form  an  acros- 
tic in  the  first  three  tablets  on  the  exterior  of  the 
Dartmouth  street  front  of  the  new  Public  Library 
building. 
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4  P.M.,  June  3,  1892. 


Present:  Messrs.  Abbott.  Haynes  and  Pierce. 
Ordered.  That  the  President  communicate  with 
Messrs.  Woodburv  &  Leighton  and  notify  them  that 
unless  the  marble  columns  for  the  arcade  for  the  new 
Public  Library  building  are  supplied  forthwith,  the 
Trustees  will  assume  control  oi*  the  work  and  furnish 
said  marble  columns  at  their  expense. 

I  P.M.,  Jink  Id.  1892. 

Present:  Messrs.  Abbott,  Prince,  Pierce  and  Rich- 
ards, and  Messrs,  McKira  and  Augustus  St.  Gaudens. 

The  Trustees  listened  to  Mr.  St.  Gaudens  in  regard 
to  the  inscriptions  on  the  pedestals  <>f  the  memorial 
lions  of  the  2nd  and  Ullth  Regiments  in  the  new  Pub- 
lie  Library  building. 

Mr.  McKim  made  a  verbal  report  upon  various  mat- 
ters connected  with  the  new  Public  Library  building. 

Ordered,  That  the  item  in  the  contract  of  Messrs. 
Post  &  McCord  dated  February  12,  1892  for  iron-work 

under   the   arcade   of    the    new  Public  Library  building 
for  $1,700  be  stricken  put. 

Ordered.  Thai  the  President  he  authorized  to  sign  a 
special  order  on  Messrs.  Woodbury  &  Leighton  for 
Guastavino  fireproof  construction  under  the  arcade 
of  the  new  Public  Library  building,  for  a  sum  not  to 
exceed  S  1.700. 

4  P.M..  June    11.    1892. 

Present  :  Messrs.  Abbott,  Prince.  Pierce  and  Rich- 
ards. 

The  President  reported  that  he  had  signed  Special 
Orders  No.  131  and  132,  one  omitting  the  iron-work 
from  the  arcade,  from  the  contract  of  Messrs.  Post  & 
McCord.  the  other  to  Messrs.  Woodburv  &  Leighton 
substituting  Guastavino  fireproof  material  for  the 
same,  at  the  same  price,  to  wit — $1,700.  as  authorized 
at  the  meeting  of  the  Trustees  of  June  10,  1892. 

A  letter  was  received  from  Messrs.  McKim.  Mead  & 
White  requesting  to  be  furnished  with  the  inscriptions 
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and  names. to  be  placed  upon  the  Blagden  street  side 
of  the  new  Public  Library  building,  whereupon  it  was 
-  ,  Voted,  To  amend  that  part  of  the  vote  of  Novem- 
ber 27th  which  gives  the  inscriptions  to  be  placed  upon 
the  Blagden  street  side,  by  omitting  therefrom  the 
date  "  MDCCCLII"  at  each  end  of  the  inscription. 

Voted,  That  the  date   1852   be  carved  in  the  frieze 
over  the  Blagden  street  entrance. 

The  President  appointed  Messrs.  Richards  and  Pierce 
as  a  Committee  to  confer  with  the  architects  as  to  the 
names  to  be  placed  upon  the  exterior  of  the  new  Pub- 
lic Library  building  upon  all  three  sides. 

Mr.  Prince  was  appointed  a  committee  to  communi- 
cate with  Dr.  flarold  Williams  and  the  other  members 
of  the  committee  who  have  in  hand  the  raising  of  a 
sum  of  money  for  the  purpose  of  engaging  Mr.  John 
Elliott  to  decorate  one  of  the  ceilings  in  the  new  Public 
Library  building,  and  ascertain  the  present  condition 
of  the  matter. 

4  P.M.,  June  28,  1892    ■ 

Present :  Messrs.  Abbott,  Prince,  Pierce  and  Rich- 
ards. 

Mr.  Prince  made  a  verbal  report  upon  the  subject 
committed  to  him  at  the  meeting  of  June  14,  1892, 
that  he  had  communicated  with  Dr.  Harold  Williams 
who  had  informed  him  that  a  portion  of  the  money 
had  been  subscribed  and  paid  in,  for  the  purpose  of 
defraying  the  expense  of  engaging  Mr.  John  Elliott  to 
do  certain  decorative  work  in  the  new  Public  Library 
building. 

!  Two  letters  were  received  from  Messrs.  McKim,  Mead 
&  White,  dated  June  22  and  June  28,  1892*  respect- 
ively, the  first  stating  that  Messrs.  Post  &  McCord  find 
it  impossible  for  them  to  finish  their  contract  within 
the  specified  time  unless  necessary  information  is 
given  within  a  few  days  regarding  the  ceiling  of  the 
Bates  Hall  and  other  portions  of  the  new  Public  Li- 
brary building,  but  no  action  was  taken  thereon.  The 
other  stating  that  Messrs.  Woodbury  &  Leighton  re- 
quest that  further  names  be   furnished  for  carving  on 
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the  Dartmouth  street  front,  was   referred    to  the  Com- 
mittee on  names. 

The  Hon.  F.  0.  Prince  was  appointed  a  committee 
to  draft  a  communication  to  His  Honor  the  Mayor  re- 
specting the  progress  of  the  work  upon  the  new  Li- 
brary building. 

4   P.M..  July  1,  18<>2. 

Present:   Messrs.  Abbott,  Pierce  and  Richards. 

A  communication  was  received  from  August  Hell- 
weg,  Secretary  of  the  Lindemann  Terra  Cotta  Roof- 
ing Tile  Co.,  of  Baltimore,  embodying  a  statement  of 
the  work  performed  by  them  on  the  new  Public  Li- 
brary building  under  their  contract  dated  August  1, 
1890,  and  stating  that  the  amount  now  due  them  is 
$12,957.63.      No  action  was  taken  thereon. 

The  President  was  authorized  to  sign  Special  Order 
No.  184  to  Messrs.  Van  Noorden  to  furnish  and  put  on 
cheneau  over  the  cornice  on  the  court  of  the  new  Pub- 
lic Library  building,  for  s!»7~>.()(). 

Adjourned  to  Saturday,  July  2,  at  3  P.M.,  to  hear 
the  report  of  the  special  committee  upon  a  communi- 
cation to  His  Honor  the  Mayor  regarding  the  progress 
of  the  work  on  the  new  Public  Library  building. 

3  P.M.,  July  2,  1892. 

Present:  Messrs.  Abbott,  Prince,  Pierce  and  Rich- 
ards. 

Mr.  Prince,  committee,  read  his  draft  of  a  report, 
which  was  approved  and  adopted  as  the  report  of  the 
Corporation,  and  ordered  to  be  transmitted  to  His 
Honor  the  Mayor,  as  follows  :  — 

Public   Library  of  the  City  ok  Boston, 
July  2.  1892. 
To  His  Honor.  Nathan  Matthews,  Jr., 

Mayor  of  the  City  of  Boston. 
Sir  :— 

In  your  communication  to  this  Corporation  dated  February  22nd, 
1892,  you  expressed  the  opinion  that  tk  no  further  money  should  be 
"  spent  upon  the  new  Public  Library  building  uuless  it  shall  appear 
••  that  the  same  can  be  finished  for  the  amount  of  the  loan  just  au- 
"  thorized  and  will  when  finished   be   a  convenient  building  for  the 
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"  purpose  of  a  public  library:  and  that  the  citizens  expect  you  to  sat- 
"  isfy  yourself  upon  this  point  before  authorizing  the  expenditure  of 
"  any  part  of  this  loan."  To  this  end  you  informed  us  that  you  had 
"  decided  to  investigate  the  whole  subject  with  the  assistance  of  the 
"  Corporation  Counsel  and  the  City  architect." 

On  the  8th  February  you  notified  us  that  the  first  hearing  of  the 
Commission  of  Enquiry  in  the  matter  would  be  held  at  your  office 
the  12th  February  and  requested  the  presence  of  Mr.  McKim,  the 
architect,  and  the  Trustees.  Subsequently  on  the  13th  February  you 
reminded  this  Corporation  in  your  communication  of  that  date  that 
"  it  was  understood  that  no  contracts  were  to  be  let  and  no  further 
"  work  done  on  the  Library"  and  requested  us  "to  avoid  all  new 
"  work  for  the  present." 

We  at  once  complied  with  your  wishes — indulging  the  hope  that 
the  inquiry  would  be  soon  completed— as  it  was  very  desirable  for 
the  saving  of  time  and  cost  that  contracts  for  some  of  the  work 
should  be  made  as  soon  as  possible. 

Agreeably  to  notice  the  Commission  of  Enquiry  commenced  its  in- 
vestigations, but  adjourned  after  a  short  session  to  a  day  to  be  there- 
after" fixed.  This  Corporation  has  had  no  notice  of  any  further  meet- 
ings of  the  Commissioners  in  the  matter,  but  its  President  was  in- 
formed that  your  Honor  from  time  to  time  conferred  with  the  City 
architect  touching  the  points  upon  which  you  desired  information 
and  which  you  wished  to  settle  before  the  work  of  construction  was 
resumed.  The  Corporation  has  had  no  official  information  of  the 
conclusions  reached  by  your  Honor  in  the  premises,  but  from  state- 
ments made  from  time  to  time  by  two  of  the  Commissioners,  the  City 
architect  and  Corporation  Counsel,  it  was  led  to  believe  that  your 
solicitude  touching  the  two  important  questions  upon  which  you  de- 
sired information,  to  wit: — the  cost  of  finishing  the  building,  and  its 
capacity  to  accomplish  the  objects  of  its  erection,  had  been  relieved 
and  your  Honor  fully  satisfied,  so  that  there  was  no  longer  reasons 
for  suspending  the  work.  This  belief  was  encouraged  by  the  fact 
that  your  Honor  meanwhile,  with  the  advice  of  the  City  architect, 
approved  the  making  of  a  contract  for  iron  amounting  to  more  than 
$48, 000.00  which  fixed  the  plan  and  contour  of  the  interior  of  the 
building.  Under  this  conviction  the  Trustees  have  patiently  waited 
more  than  five  months,  expecting  daily  a  notice  from  you  that  you  no 
longer  desired  further  delay  in  the  work. 

The  suspension  of  the  work  increases  its  cost  which  daily  aug- 
ments. It  delays  its  completion  as  the  building  season  is  going  by. 
Already  the  damage  from  these  two  causes  is  very  considerable.  We 
should  be  out  of  the  present  library  building  as  soon  as  possible  as 
our  books  valued  at  two  millions  of  dollars,  some  of  which  if  lost 
can  never  be  replaced,  are  hourly  imperilled  by  fire.  As  the  Legis- 
lature has  directed  the  Trustees  to  sell  the  old  Library  upon  the  com- 
pletion of  the  new,  every  day's  delay  in  selling  entails  the  loss  of  a 
large  sum  in  interest  in  view  of  the  great  price  amounting  to  hun- 
dreds of  thousands  of  dollars,  which  may  be  expected  from  the  sale. 

In  view  of  these  embarrassing  facts,  and  having  no  reason  to  ex- 
pect immediate  notice  (unless  your  Honor's  attention  is  drawn  to  the 
matter)  to  resume  the  execution  of  the  great  trust  reposed  in  us  ex- 
clusively by  the  Act  of  the  Commonwealth,  which  gives  the  Trustees 
of  the  Public  Library  "  full  power  and  control  of  the  design,  con- 
"  st ruction,  erection  and  maintenance  of  the  Central  Public  Library 
"  to  be  erected  in  the  City  of  Boston,"  and  authorizes  and  empowers 
them  "  to  select  and  employ  an  architect  or  architects  to  design  said 
building  and  supervise  the  construction  and  erection  thereof:"  this 
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Corporation  respectfully  ask  you  to  recall  your  request  to  "  avoid  all 
"new  work  on  the  Library  for  the  present,"  if  the  investigations  of 
the  Commission  of  Enquiry  have  justified  such  action,  or  if  other- 
wise, and  your  Honor  desires  that  the  further  construction  of  the 
building  shall  he  indefinitely  postponed,  that  the  Trustees  may  act  in 
the  premises  a8  their  sense  of  duty  to  the  State,  the  citizens  and 
themselves  may  require. 

We  improve  the  occasion  to  remind  your  Bonor,  that  notwithstand- 
ing the  directions  of  the  Act  referred  to.  which  requires  the  Trustees 
to  erect  this  great  Public  Building  according  to  their  best  judgment 
and  discretion,  the]  have  always  been  anxious  to  comply  willi  the 
wishes  of  the  City  Government  and  the  tax-payers  who  furnish  the 
money  for  the  work. 

The  Trustees  appreciate  the  magnitude  of  the  trust  committed  to 
their  care  and  the  deep  interest  which  a-  Chief  Magistrate  and  citi- 
zen you  feel  therein,  and  tbe\  desire  to  discharge  the  duties  of  this 
trust  to  the  satisfaction  not  only  of  your  Honor  but  thai  of  those  you 
represent. 

Very  respectfully. 

The  Trustees  of  the  Public  Library 

of  the  (  ity  of  Boston,  by 
[Signed]  SAMUEL    A.    I!.    Ai:r:ori\ 

President. 


4  P.M.,  July  8,  1892. 

Present :   Messrs.  Abbott,  Pierce  and  Richards. 

The  President  w;ts  authorized  to  sign  Special  Order 
No.  135  on  Messrs.  Woodbury  &  Leighton  for  lettering 
oh  panels  in  bays  on  Blagden  street  side  of  new  Public 
Library  building  for  $1,226.60. 

3  P.M.,  Jul*  9,  1SU2. 

Present :  Messrs.  Abbott.  Prince,  Pierce  and  Rich- 
ards. 

A  letter  from  His  Honor,  the  Mayor,  dated  July  8, 
1892,  in  relation  to  the  new  Public  Library  building, 
was  read,  and  on  motion  of  Mr.  Prince  was  ordered 
to  be  placed  on  file. 

Voted.  That  the  President  be  authorized  to  acknowl- 
edge the  receipt  of  this  letter,  and  to  state  that  its 
contents  will  receive  the  consideration  of  the  Trustees. 

The  President  was  authorized  to  sign  Special  Order 
No.  133  to  E.  Van  Noorden  &  Co..  for  iron  covering 
for  roof  of  new  Public  Library  building  for  the  sum  of 

550. 
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4  P.M.,  July  12,  1892. 

Present :  Messrs.  Abbott,  Pierce,  Prince  and  Rich- 
ards. 

The  letter  dated  July  8th,  1892,  from  His  Honor 
the  Mayor,  in  relation  to  the  new  Library  building 
was  taken  from,  the  table,  and  after  discussion  it  was 

Voted,  as  follows  :— 

The  Trustees,  after  consultation  with  the  architects 
of  the  new  Library  btiilding,  Messrs.  McKim,  Mead  & 
White,  are  of  the  opinion  that  the  new  building  can 
be  completed,  so  far  as  regards  the  items  set  forth  in 
the  copy  of  the  report  of  the  City  architect  to  the 
Mayor,  which  accompanies  the  Mayor's  letter,  pro- 
vided that  the  work  proceeds  without  farther  delay. 
The  Trustees  approve  of  most  of  the  suggestions  made 
by  the  Mayor,  and  they  will  as  far  as  expedient  give 
effect  to  them  :  but  they  do  not  agree  with  him  in 
regard  to  the  omission  of  certnin  ornamental  work, 
such  as  the  bronze  doors,  statuary,  &c.  They  are  of 
the  opinion,  however,  that  a  decision  upon  these  last 
named  items  can  be  safelv  left  to  future  consideration, 
after  the  main  work  has  been  provided  for. 

The  Trustees  feel  bound  to  call  the  Mayor's  atten- 
tion to  the  fact  that  for  various  important  reasons  fur- 
ther delay  in  the  prosecution  of  a  work  of  such  mag- 
nitude will  be  the  cause  of  great  expense  and  loss  to 
the  city.  The  Trustees  also  desire  to  remind  the  Mayor 
that  an  item  of  two  thousand  dollars  paid  to  the  Su- 
perintendent of  streets  is  omitted  from  his  estimate, 
and  that  they  understand  that  this  amount  is  to  be 
added  to  the  total  cost  of  the  building  presented  in 
his  letter.  The  Trustees  also  call  to  the  attention  of 
the  Mayor  the  fact  that  he  has  made  no  allowance 
for  a  contingent  fund.  Unless,  however,  some  unfor- 
seen  contingency  arises  they  hope  to  accomplish  the 
work  before  them  for  the  sum  total  mentioned  in  the 
Mayor's  letter. 

4  P.M..  July  19,  1892. 

Present  :    Messrs.  Abbott  and  Pierce. 

Two    proposals    were    received    for    fibrous    plaster 
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work   for   the    new  Public   Library  building;,  in  accord- 
ance  with  the  advertisements  of  the  Trustees  calling 

for  the  same,  as  follows  : — 

II.  Sinclair's  Son-        .        .        .        $28,500 
David  Mcintosh  .        .        .  18,361 

The  proposals  were  taken  under  consideration. 

A  communication  was  received  from  the  Deputy  Su- 
perintendent of  St  reels,  enclosing  certain  items  of  ex- 
pense connected  with  the  work  oi  changing  the  side- 
walk in  front  of  the  new  Library  building,  which  the 
Trustees  authorized  to  be  performed  at  a  cost  not  to 
exceed  $2,000.  The  communication  was  referred  to  a 
full  meeting  of  the  Corporation. 

The  President  was  authorized  to  sign  Special  Order 
No.  L36  to  .Messrs.  Woodbury  &  Leighton  for  changes 
in  court  arcade  for  $228.00. 

I   P.M..  July  22,  L892. 

Present:   Messrs.  Abbott,  Pierce  and  Richards. 

Voted,  That  the  President  be  authorized  and  di- 
rected to  make,  execute  and  deliver  in  triplicate  in 
behalf  of  the  City  of  Boston  a  contract  with  David 
Mcintosh  "  for  fibrous  plaster  work  in  the  new  Public 
Library  building  on  Copley  Square,"  a<  specified  in  his 
proposal  received  July  19,  1892  for  the  sum  of  $18,361. 

The  Clerk  was  directe  !  to  return  the  cheque  for 
$1000.  received  July  19,  L892  with  the  proposal  of  II. 
Sinclair's  Sons. 

The  President  was  authorized  to  sign  Special  Order 
No.  137  to  A.  B.  Franklin  for  450  square  feet  of  Tu- 
dor radiator  for  the  sum  of  $135.00. 

4  P.M.,  August  Hi.  L892. 

Present :   Messrs.  Abbott,  Pierce  and  Richards. 

Two  communications  from  His  Honor  the  Mayor, 
dated  August  9th  and  August  12th.  respectively,  were 
received  and  read,  regarding  the  issue  of  contracts  for 
the  new  Library  building.  The  President  read  a  copy 
of  his  reply  thereto  dated  August  13,  181*2.  which 
was  approved  by  the  Corporation,  and  the  three  doc- 
uments were  ordered  to  be  placed  on  file. 
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The  President  was  authorized  to  sign  Special  Order 
No.  138  on  Messrs.  Woodbury  &  Leighton  to  provide 
cellar  windows  for  the  new  Library  building  for  *36.00. 

4  P.M.,  August  19,  1892. 

Present :   Messrs.  Abbott,  Pierce  and  Richards. 

The  President  reported  that  he  had  signed  Special 
Order  No.  138  as  authorized  at  the  last  meeting,  to 
provide  cellar  windows  for  the  new  Library  building, 
for  |36.00. 

4  P.M.,  August  23,  1892. 

Present :   Messrs.  Abbott,  Pierce  and  Richards. 

A  communication  dated  August  18th  was  received 
and  read,  from  His  Honor  the  Mayor,  in  relation  to 
the  contract  for  fibrous  plaster  work  and  for  the 
plumbing  for  the  new  Library  building,  and  the  Presi- 
dent read  a  copy  of  his  answer  thereto  which  was  ap- 
proved, and  both  documents  were  ordered  to  be  placed 
on  file. 

The  President  was  authorized  to  sign  Special  Order 
No.  139  on  Messrs.  Van  Noorden  &  Co.,  to  connect 
court  cheneau  with  the  gutters  for  a  sum  not  to  ex- 
ceed $330. 

4  P.M.,  Sept.  2.  1892. 

Present :  Messrs.  Abbott,  Pierce  and  Richards. 
The    following    communication    was    received    from 
Messrs.  Wood  bur  v  &  Leighton. 

Boston.   August  31,  1802. 
S.  A.   B.   ABBOTT,  Esq.,  Boston,  Mass. 
Dear  Sir  : — 
We  understand  there  has  been  some  criticism  by  the  Mayor  in  re- 
gard to  the  action  of  the  Board  of  Trustees,  in  awarding  us  the  con- 
tract for  additional  plumbing  at  the  new  Public  Library,  as  embodied 
in  Special  Order  No.  123.     We  have  written  the  plumber,  Mr.  Santry, 
declining  to  proceed  with  this  work  under  (he  present  conditions.   As 
we  do  not  make  anything  by  this   part   of  the   contract,  and  as  there 
are  certain  technical  objections  to  awarding   this  work  to  us,  in  tbis 
manner,  we  do  not  feel  any  special  desire  to  go  ahead  and  complete 
it. 

Yours,  very  truly. 
[Signed]  WOODBURY   &   LEIGHTON. 
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Whereupon  it  was 

Voted,  That  under  the  circumstances  the  Corporation 
will  release  Messrs.  Woodbury  ^  Leighton  from  any 
obligation  under  said  Special  Order,  No.  12;).  and  here- 
by withdraw  the  same,  allowing  them  pay  for  all  work 
finished  thereunder  to  date. 

Voted,  That  the  City  Treasurer  he  and  hereby  is 
requested  to  issue  bonds  or  certificates  of  indebtedm 
aa  provided  in  Chapter  324  of  tin-  Acts  of  18D1  of  the 
Commonwealth  of  Massachusetts  and  the  order  of  the 
City  Council  of  t lie  City  <>i  Do-ton.  approved  the  24th 
of  October  1891,  to  the  amount  of  three  hundred 
thousand  dollars. 

4  P.M.,  Sept.  9,  1892. 

Present:  Messrs.  Abbott,  Prince,  Pierce  and  Rich- 
ards. 

The  President  laid  before  the  Corporation  specifica- 
tions for  the  work  accessary  to  complete  the  new  Pub- 
lic  Library  building,  and  stated  that  he  had  advertised 
for  proposals  for  the  same,  to  he  submitted  Friday, 
September  16,   1892,  and  his  action  was  approved. 

(   P.M.,  Sept.  16,  L8§2. 

Present  :   Messrs.  Abbott,  Pierce  and  Richards. 

The  President  reported  that  at  the  request  of  His 
Honor  the  Mayor,  he  had  extended  the  time  for  the 
reception  of  the  proposals  for  the  various  items  of 
work  advertised  for  to  complete  the  new  Public  Li- 
brary building,  to  Friday,  the  30th  instant,  at  4  o'clock 
in  the  afternoon.  The  action  of  the  President  was 
approved  and  ratified. 
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P.M.,  Sept.  30,  1892. 


Present :  Messrs.  Abbott,  Prince,  Pierce  and  Rich- 
ards, and  Mr.  McKibben  from  the  office  of  his  Honor 
the  Mayor. 

This  day  having  been  advertised  to  receive  pro- 
posals for  work  to  complete  the  new  Public  Library 
building  on  Copley  Square,  and  many  gentlemen  sub- 
mitting such  proposals  being  present,  Mr.  McKibben 
opened  the  box  in  which  such  proposals  were  deposited 
according  to  law,  and  the  President  read  them  as  fol- 
lows :  — 

Whole  work. 

Woodbury  &  Leighton  $421, 998 

Norcross  Bros.  (Exclusive  of  electric  work)  .'559.502 

lirick  and  stoue  work. 

Norcross  Bros.  $48,438 

W.  P.  Chesley  submits  an  estimate  for  mason- 
work  for  the  slim  of  48,120 
which  he  will  assume  with  5%  added. 

Carpentry,  i 

W.*P.  Cheslev  $1 09,721 

McNeill  Bros*.  98,800 

Norcrbss  Bros.  95,605 

Ira  G.  Ilersey  77,000 

Electric  Lighting. 

u  C.  "&  C."  Electric  Motor  Co.  $56,067.70 

(Exclusive  of  storage  battery.) 
Eastern  Electric  Light  &  Storage  Battery  Co.     51,376.50 

($10,840  to  be  added  for  storage  battery.) 
Mather  Electric  Co.  49,848.00 

($10,840  to  be  added  for  storage  battery.) 
General  Electric  Co.  26,392.00 

(Exclusive  of  storage  battery  &  steam  plant) 

Elevators. 

Otis  Bros  &  Co.  $6,480 

Whittier  Machine  Co.  6.240 

M.  T.  Davidson  4,594 

Iron  Work. 

Post^  McCord  $102,488 

Nororosa  Bros.  '.'•!. 000 

Norton  Iron  Co.  S9.900 

The  Snead  &  Co.  Iron  Works  82,800 

Marble  Work. 

Norcross  Bros.  s  1 1 S ,  L 1 2 

Davidson  Sons  Marble  Co.  104,95(1 

Chas.  E.  Hall  &  Co.  9*.3<l<> 

Bow ke r  &  Torrey  <«'. I >  1 5 
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Plumbing. 

D.  A.  Borgan.        Material  at  1."'    overfiral  cost:  labor, 

85.50  per  da\ .  for  each  team  of  plumber  and  helper. 
Isaac  N.  Tucker.        Material  at   1<  \  (Tver  first  cost;  labor, 

$6.00  per  day  l'<>r  each  team  of  plumber  and  helper. 
Win.  Dwyer  &  Co.      Material  at  ."/;  over  firsl  cost;  labor 

$5.50  per  day  tor  each  team  o1  plumber  and  helper. 

Each  of  the  bids  with  the  exception  of  that  of  the 
General  Electric  Company  was  accompanied  by  a 
check  covering  the  amount  mentioned  in  the  respec- 
tive printed  specifications.  The  above  bids  were  taken 
under  consideration  and  the  bidders  withdrew. 

2  P.M.,  Oct.  ],  1892. 

Present:  Messrs.  Abbott,  Pierce  and  Richard?,  with 
Mr.  McKim. 

Mr.  McKim  informally  reported  that  a 'proposal  had 
been  made  to  place  in  the  new  Public  Library  building 
ii  memorial  to  the  late  James  [{.  Osgood. 

Consideration  of  the  proposals  received  September 
30th  was  resumed,  and  on  a  motion  made  and  seconded 
it  was 

Voted,  To  throw  out  all  proposals  received  relating 
to  electric  lighting  plant. 

Further  consideration  of  the  proposals  was  post- 
poned to  a  future  meeting. 

4  P.M..  Oct.  4,  1892. 

Present:  Messrs.  Abbott.  Haynes.  Prince,  Pierce  and 
Richards. 

The  following  letter  was  received  and  ordered  to  be 

placed  on  file  : 

Boston,  October .'{,  1892. 
Gentlemen: — 

Please  withdraw  my  estimate  of  877,000.  for  the  carpenter  work  of 
the  new  Public  Library  building  made  on  Friday  last. 

Yours  respt., 
[Signed]  Ira  G.  Heksey. 

To  the  Trustees  of  the  Public  Library 
of  the  City  of  Boston. 

.  Voted,  That  William  Jackson,  Esq..  the  City  engi- 
neer, be  invited  to  meet  the  Trustees  in  consultation 
on  the  subject  of  the  electric  lighting  contract,  to- 
morrow— Wednesday — afternoon,  October  5,  at  4  P.M. 
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4  P.M.,  Oct.  5,  1892. 


Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards,  and  Mr.  Jackson,  the  City  engineer. 

Voted,  That  a  telegram  be  sent  to  Prof.  Forbes,  re- 
questing him  to  inform  the  Trustees  if  he  can  prepare 
specifications  for  the  electric  lighting  of  the  new  Public 
Library  building,  and  upon  what  terms. 

Mr.  Pierce  was  appointed  a  committee  to  confer  with 
Mr.  Hersey  upon  the  subject  of  his  withdrawal  of  his 
estimate  for  the  carpenter  work  for  the  new.  Public 
Library  building. 

4  P.M.,  Oct.  7,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards,  and  Mr.  Mead  of  the  architects. 

The  Clerk  read  a  reply  from  J.  Bottomley,  Esq.,  N.Y. 
city,  to  the  telegram  which  he  was  directed  at  the  last 
meeting  to  send  to  Professor  Forbes,  to  the  effect  that 
Professor  Forbes  had  returned  to  England  and  that 
the  telegram  had  been  forwarded  to  him  there. 

Ordered  to  be  placed  on  file. 

Mr.  Pierce,  to  whom  was  referred  the  matter  of  the 
withdrawal  by  Mr.  Hersey  of  his  proposal  for  the  car- 
pentry work  for  the  new  Public  Library  building,  laid 
before  the  Corporation  the  following-  letter  from  Mr. 
Hersey  in  explanation,  which  was  read  and  ordered  to 
be  placed  on  file. 

BOSTON,  October  7,  1892. 

To  the  Trustees  of  the  Public  Library. 

Gentlemen  : — 

Having  been  informed  by  a  member  of  your  body  that  in  with- 
drawing my  estimate  for  carpenter  work  it  was  due  the' Trustees  that 
I  should  state  my  reasons  for  so  doing,.  I  will  say  that  my,  only  rea- 
sons for  not  doing  so  were— first,  that  I  did  not  know  as  you  would 
care  to  be  burdened  with  the  details,  and  second,  I  did  not  care  to 
make  it  any  more  public  than  I  could  help.  But  upon  thinking  it 
over  1  have  decided  to  state  the  matter  in  full,  which  is  simply  this — 
that  I  made  an  error  in  my  footings  of  $10,000.  which  would  have 
made  my  estimate  #87,000.  for  which  sum  I  should  have  been  very 
glad  to  have  done  the  work. 

Hoping  that  I  have  made  myself  clear, 

I  remain,  yours  respectfully. 
[Signed]  I  ha  <;.'  Hersey. 
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On  a  motion  made  and  seconded  it  was 

Voted,  That  all  the  proposals  received  on  September 
'50th  for  carpenter  work    be  rejected. 

Voted.  To  advertise  anew  for  proposals  for  carpenter 
work  and  for  electric  wiring,  said  proposals  to  be  re- 
ceived Friday.  October  1  lili. 

Whereas,  it  appears  that  the  bid  of  the  Snead  &  Co. 
Iron  Works  for  iron  work  lor  the  completion  of  the 
new  Public  Library  buHding  is  the  lowest,  and  that 
they  ;ire  a  responsible  firm, 

Voted.  That  the  Presiden1  be  authorized  to  notify 
the  Snead  &  Co.  Iron  Works  that  their  contract  for 
iron  work  will  be  accepted  either  directly  or  as  sub- 
contractor in  ease  the  entire  work  or  a  large  part 
thereof   is  let  out  in  one  contract. 

The  clerk  was  instructed  to  return  all  the  checks 
deposited  with  the  proposals  received  on  September 
30th,  fof  carpenter  work,  for  the  electric  lighting  plant, 
and  for  the  iron  work  with  the  exception  of  that  of 
the  Snead  &  Co.  Iron  Works. 


1  l\.M..  Oct.  11,  1892. 

Present  :  Messrs.  Abbott,  Haynes,  Prince  Pierce  and 
Richards. 

A  letter  was  received  from  Messrs.  McKim, Mead  & 
White  stating  that  Messrs.  Batterson,  See  &  Eisele 
agree  to  furnish  satisfactory  marble  selected  by  the  ar- 
chitects for  the  panels  and  stiles  of  stairway  and  re- 
move any  portion  of  the  work  already  in  construction 
which  may  be  defective. 

Read  and  ordered  to  be  placed  on  file. 

The  Clerk  reported  that  according*  to  the  instruc- 
tions of  the  Trustees  given  at  the  last  meeting,  he  had 
returned  all  the  checks  deposited  with  the  bids  received 
Sept.  30th,  for  the  carpentry  work,  the  electric  light- 
ing plant,  and  the  iron  work  for  the  new  Public  Li- 
brary building,  with  the  exception  of  that  of  the  Snead 
&  Co.  Iron  Works. 
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4  P.  M.,  Oct.  14,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

Mr.  McGlenen,  representing  His  Honor  the  Mayor, 
was  also  present,  and  to-day  having  been  advertised 
for  the  reception  of  proposals  for  the  carpenter  work 
and  elects ic  wiring  for  the  new  Library  building, 
and  several  bidders  being  present,  Mr.  McGlenen 
opened  the  box  provided  according  to  law,  and  the 
President  announced  them  as  follows  : — 

For  Electric  wiring. 

The  Mather  Electric  Company  120,800 

The  "C.  &  C."  Electric  Motor  Co.  27,500 

The  General  Electric  Co.  13,472 

and  $4.00  apiece  for  each  additional  light  to 

those  named  in  the  specification. 

For  the  carpenter  work. 

Ira  G.  Hersey  $87,000 

Norcross  Bros.  95,665 

Woodbury  &  Leighton  repeated  the  figures  sub- 
mitted by  them  September  30th  for  the  carpenter  work 
to  wit :  $97,470,  and  for  the  electric  wiring,  expressed 
a  wdlingness  to  accept  the  Mather  Electric  Co.'s  bid 
for  the  sum  expressed  therein,  to  wit :   ijf,20,900. 

Each  of  these  bids  was  accompanied  by  a  certified 
check  for  $1,000.  with  the  exception  of  that  of  Messrs. 
Woodbury  &  Leighton,  whose  check  received  on  Sep- 
tember 30th  had  not  been  returned  to  them. 

The  Trustees  took  the  proposals  under  consideration. 

11  A.M.,  0(T.   15,  1892. 

Pursuant  to  adjournment  the  Corporation  met  at 
the  office  of  His  Honor  the  Mayor  at  City  Hall,  Boston. 

Present  :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

After  a  full  conference  with  His  Honor  the  Mayor 
and  examination  and  discussion  of  proposals  received 
September  30th  and  October  14th,  1802,  it  was 

Voted,  That  the  contracts  for  the  completion  off  the 
work  on  the  new  Public  Library  building  be  awarded 
as  follows:  -for   the   carpenter  work,  to   Ira  G.  Hersey, 
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$87,000.00  ;  for  the  electric  wiring,  to  the  General 
Electric  Co.,  $13,472.00  ;  for  marble  work,  to  Bowker, 
Torrey  &  Co.,  $89,815.00  ;  for  brick  and  stone  work, 
Norcross  Bros.,  $  is.  138  ;  for  plumbing,  Isaac  N.  Tucker, 
$7,099.00. 

Voted,  That  the  President  be  hereby  authorized  and 
directed  to  execute  in  triplicate  in  the  name  and  on 
behalf  of  the  City  of  Boston  contracts  for  the  items  of 
work  as  above  enumerated,  to  the  several  parties 
named,  on  the  terms  expressed. 

Ordered,  That  the  Clerk  be  instructed  to  return  the 
checks  deposited  with  all  the  proposals  received  on 
September  30th  and  October  1  1th.  with  the  exception 
of  that  of  the  Snead  &  Co.  Iron  Works,  those  depos- 
ited with  the  proposals  for  elevators,  and  those  depos- 
ited by  the  above  named  bidders  whose  proposals  have 
been  accepted. 

-1  P.M.,  Oct.  18,  1892. 

Present:  Messrs.  Abbott.  Ilavnes.  Pierce  and  Ilich- 
ards. 

A  letter  dated  the  17th  instant  was  received  and 
read  from  Messrs.  Woodbury  &  Leighton  in  regard  to 
the  contracts  for  completing  the  new  Public  Library 
building.      Ordered  to  be  placed  on  file. 

The  President  was  authorized  to  write  to  Augustus 
St  Gaudens  in  relation  to  the  groups  of  statuary  in- 
tended as  a  part  of  the  adornment  of  the  new  Public 
Library  building,  and  to  request  him  to  meet  the  Trus- 
tees in  consultation  upon  this  subject,  at  an  early  day. 

4  P.M.,  Oct.  25.  1892. 

Present:  Messrs.  Abbott,  Havnes,  Pierce  and  Rich- 
ards. 

Upon  a  motion  duly  made  and  seconded  it  was 

Voted,  To  accept  the  proposal  of  M.  T.  Davidson 
received  September  30th.  1892.  for  elevators  lor  the 
new  Public  Library  building,  for  the  sum  of  $4,594.00. 

It  was  further 

Voted,  That  the  President  be  authorized  and  directed 
to  make,  execute  and  deliver  in  triplicate  in  behalf  of 
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the  City  of  Boston,  a  contract  with  M.  T.  Davidson 
for  work  to  be  done  and  material  to  be  furnished  for 
elevators  for  the  new  Public  Library  building,  on  Cop- 
ley Square,  as  specified  in  his  proposal  received  Sep- 
tember 30th,  1892. 

Voted,  That  the  City  Treasurer  be  and  hereby  is 
requested  to  issue  bonds  or  certificates  of  indebtedness 
as  provided  in  Chapter  324  of  the  Acts  of  1891  of  the 
Commonwealth  of  Massachusetts  and  the  order  of  the 
City  Council  of  the  City  of  Boston,  approved  the  24th 
of  October,  1891,  to  the  amount  of  Twenty-five  thou- 
sand dollars. 

The  President  reported  that  as  authorized  at  the 
meeting  of  the  Corporation  of  October  15,  1892,  he 
had  executed  in  triplicate  on  October  18th,  1892,  in 
the  name  and  on  behalf  of  the  City  of  Boston,  con- 
tracts for  work  upon  the  new  Public  Library  building, 
as  follows  : 

Ira  G.  Hersey,  for  carpenter  work,  for  the  sum  of 
$87,000.00. 

Isaac  N,  Tucker,  for  plumbing  work,  for  the  sum  of 
$7,999.00. 

The  General  Electric  Co.,  for  electric  wiring,  for  the 
sum  of  $13,472.00. 

Bowker,  Torrey  &  Co.,  for  marble  work,  for  the  sum 
of  $89;815.00. 

Snead  &  Co.  Iron  Works,  for  iron  work,  for  the  sum 
of  $82,800.00. 

Norcross  Bros.,  for  stone  and  brick  work,  for  the 
sum  of  $48,438.00. 

The  Clerk  reported  that  as  directed  at  the  meeting 
of  October  15th,  1892,  he  had  returned  the  checks  de- 
posited with  their  proposals  received  September  30th 
and  October  14th,  to  all  the  parties  whose'  bids  had  not 
been  accepted,  and  that  he  held  their  respective  re- 
ceipts for  the  same. 

3  P.M.,  Oct.  28,1892. 

Present:  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards,* and  Messrs.  McKim  and  St.  Gaudens. 
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The  President  reported  that  as  authorized  at  the  last 
meeting  he  had  executed  in  triplicate  in  the  name  of 
the  City  of  Boston,  a  contract  for  elevators  for  the 
new  Public  Library  building  on  Copley  Square,  with 
Marshall  T.  Davidson,  for  $4,594.00.  in  accordance 
with  hie  proposal  received    September  30th,  1892. 

The  Clerk  reported  that  all  the  checks  deposited 
with  the  bids  received  September  .'50th  and  October 
14th.  had  been  returned  to  the  respective  parties  de- 
positing the  same,  and  that  he  held  the  proper  receipts 
for  them. 

Voted,  That  the  President  be  authorized  and  re- 
quested to  execute  a  formal  contract  with  Augustus 
St.  Gaudens  to  design  and  execute  the  statuary  tor  the 
new  Public  Library  building  on  Copley  Square ;  and 
to  reduce  the  verbal  contracts  tor  decorative  painting 
entered  into  about  November  7th,  189Q  with  Messrs. 
John  S.  Sargent  and  Edwin  A.  Abbey  to  writing. 

I  P.M.,  November  1.  1892. 

Present:    Messrs.  Prince,    Ilavnos.    Pierce  and    Rich- 
ards. 

The  subject  of  the  inscription  for  the  Boylston 
Street  side  of  the  new  Public  Library  building  was 
discussed  at  length,  and  the  question  of  the  adoption 
of  the  following  :  "  The  Fathers  found  in  the  educa- 
tion of  the  people  the  safeguard  of  order  and  liberty 
to  the  Commonwealth.  The  Fie  •  Public  Library  com- 
pletes their  work,"  was  specially  assigned  for  consid- 
eration to  the  meeting  of   Friday,  November  4th. 

4  P.M.,  November  7.  181)2. 

Present  :  Messrs  Abbott.  Prince,  Qaynes,  Pierce  and 
Richards. 

A  letter  from  Professor  George  Forbes  of  Oct.  24, 
to  Mr.  Gray  concerning  preparation  of  specifications 
for  electric  lighting,  was  read  and  laid  on  the  table. 

On  a  motion,  the  subject  of  an  inscription  for  the 
Boylston  Street  front  of  the  new  Public  Library  build- 
ing, laid  on  the  table  at  the  meeting  of  November  1st, 
was  brought  up,  and  it  was 
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Voted,  To  reconsider  the  form  of  inscription  adopted 
November  28th,  1891  :  "The  Public  Library  the  com- 
plement of  the  Public  School  system  of  the  Common- 
wealth, the  strength  and  safeguard  of  civil  and  relig- 
ious freedom." 

The  form  considered  at  the  meeting  of  November 
1st,  and  assigned  for  discussion  was  read : 

"  The  Fathers  found  in  the  education  of  the  people 
the  safeguard  of  order  and  liberty  to  the  Common- 
wealth. The  Free  Public  Library  completes  their 
work." 

After  discussion  it  was  moved  and  seconded  that  the 
following  be  placed  as  an  inscription  on  the  Boylston 
Street  front  of  the  new  Public  Library  building  : 

"  The  Commonwealth  requires  the  education  of  the 
people  as  the  safeguard  of  order  and  liberty." 

Being  put  to  vote  it  was  unanimously  adopted. 

4  P.M.,  November  11,  1892. 

Present:  Messrs.  Abbott,  Prince,  Haynes,  Pierce  and 
Richards. 

A  letter  was  read  from  F.  Tudor,  Superintendent  of 
Heating  of  the  new  Public  Library  building,  suggest- 
ing appointment  of  a  fireman  for  night  service  and  the 
closing  temporarily  of  window  openings  on  the  north 
side  of  the  new  building. 

It  was  voted  that  George  Zittel,  jr.,  the  engineer 
now  employed,  be  engaged  to  take  charge  of  the  boil- 
ers at  the  new  building  on  Sundays  and  holidays,  and 
that  Mr.  Tudor  be  requested  to  look  out  for  the  same 
at  night,  whereupon  it  was 

Ordered,  That  George  Zittel,  jr.,  be  paid  at  the  rate 
of  twenty  dollars  per  week  from  November  11th,  1892. 

It  was  voted  that  Jas.  Conner  the  present  watchman 
at  the  new  Public  Library  building  Sundays  and  holi- 
days be  notified  that  his  services  will  not  be  required 
from  and  after  December  1st,  1892. 

It  was  voted  that  Mr.  Tudor' s  suggestion  to  close 
temporarily  the  window  spaces  on  the  north  side,  be 
adopted. 
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A  letter  was  rend  from  Mr.  C.  F.  McKim,  communi- 
cating the  request  of  Mr.  Barr  Ferree,  representative 
of  "The   English    Builder"  for  a  photograph  of  the 

new  building  (10"xl4")  to  he  reproduced  for  that 
journal. 

It  was  ordered  that  such  a  photograph  he  prepared 
and  a  copy  he  sent  to  Mr.  Ferree. 

The  subject  of  water-closet  howls  lor  the  new  build- 
ing was  considered  and  laid  on  the  table. 

3  P.M..  Novembeb  15,  1892. 

Present  :  Messrs.  Abbott.  Haynes,  Prince.  Pierce 
and  Richards. 

Voted,  That  the  "  Sanita*  !»<•  the  form  of  water- 
closet  bowl  to  be  adopted  lor  use  in  the  new  Public 
Library  building. 

4  P.M..  Novembeb  22,  1892. 

Present:  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

Voted.  That  Mr.  Mead,  of  the  firm  of  McKim,  Mead 
&  White,  be  requested  to  put  himself  into  communica- 
tion with  Prof.  George  Forbes,  and  ascertain  what  his 
terms  will  be  to  prepare  specifications  for  the  electric 
lighting  plant  for  the  new  Public  Library  building, 
and  what  probable  length  of  time  he  would  require  for 
the  purpose. 

4  P.M..  Nov.  25,  1892. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

Ordered,  That  the  amount  of  the  bill  of  Bernard 
Appel,  $43.00.  for  replacing  terra-cotta  tiles  with  cop- 
per, and -for  putting  tar  paper  on  roof  of  the  new  Pub- 
lic Library  building,  be  covered  by  a  special  order  to 
be  charged  against  the  Lindemann  Terra  Cotta  Root- 
ing Tile  Company  of  Baltimore. 
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November  26,  1892. 


A  .special  meeting  at  the  office  of  the  Clerk  of  the 
Works. 

Present :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards,  and  Messrs.  St.  Gaudens  and  McKim. 

Mr.  McKim  brought  up  the  subject  of  procuring 
abroad  specimens  of  furniture  of  antique  type  such  as 
chairs,  benches  and  tables  for  library  use,  as  models 
for  furniture  to  be  manufactured  here. 

Voted,  That  such  authority  be  given  to  Messrs.  Mc- 
Kim and  Abbott  during  the  trip  they  are  about  to  take 
in  Europe. 

The  matter  of  the  cresting  now  on  roof  of  new  Pub- 
lic Library  building  being  brought  up,  it  was 

Voted,  To  defer  the  decision  upon  it  until  the  return 
of  Messrs.  McKim  and  Abbott  from  Europe — the  south- 
ern cresting  to  be  allowed  to  remain  in  place  during 
the  winter,  the  other  to  be  removed. 

The  subject  of  Siena  marble  in  Lower  Hall  was 
laid  on  the  table  until  the  return  of  Mr.  McKim  in 
January. 

4  P.M.,  November  29,  1892. 

Present :  Messrs.  Prince,  Haynes,  Pierce  and  Rich- 
ards. 

A  letter  from  Mr.  William  R.  Mead,  of  the  firm  of 
McKim,  Mead  and  White,  concerning  Prof.  George 
Forbes,  was  read  and  ordered  to  be  placed  on  file. 

4  P.M.,  December  6,  1892. 

Present :  Messrs.  Prince,  Haynes,  Pierce  and  Rich- 
ards. 

The  Clerk  read  a  letter  from  H.  C.  Packard,  Clerk 
of  the  Works  at  the  new  Public  Library  building, 
stating  that  James  Connor,  whose  services  were  dis- 
pensed with  bv  vote  of  the  Corporation  of  Nov.  11, 
1892,  left  the  service  on  Nov.  28,  1892. 

The  Clerk  laid  before  the  Corporation  the  contract, 
in  duplicate,  with  Augustus  St.  Gaudens,  to  design, 
execute  and  place  in  position   on    the  twro  large  pedes- 
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tals  in  front  of  the  Copley  Square  entrance  of  the  new 
Public  Library  building,  two  groups  of  statuary  for 
the  sum  of  $50,000.00.  and  it  was 

Ordered.  That  one  copy  It.-  deposited  with  the  City 
auditor,  the  other  placed  on  the  files  of  the  Library. 

4    P.M.,   DECEMBER  16,  18'^. 

Present  :   Messrs.  Kaynes,  Pierce  and  Richards. 

Order*  <l.  That  the  President  pro  tempore,  be  author- 
ized to  sign  a  Special  Order  for  additional  shelving  in 
stack  No.  6  of  the   new   Public   Library  building,  for  a 

sum  not  to  exceed  £b">().()0. 

4  P.M.,  DeqbmbBb  2:;,  L892. 

Present  :   Messrs.  Haynes,  Pierce  and  Richards. 

Mr.  Pierce  reported  that  he  had  signed  Special  Or- 
der No.  141  for  additional  shelving  in  stack  No.  6  in 
the  new  Public  Library  building,  as  authorized  at  the 
meeting  of  December  16,  1892. 
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4  P.M.,  January  20,  1893. 

Present :  Messrs.  Prince,  Haynes,  Pierce  and  Rich- 
ards. 

The  Clerk  reported  that  a  verbal  request  had  been  re- 
ceived from  Mr.  Alfred  T.  Turner,  City  Treasurer,  that 
the  Trustees  pass  a  vote  asking  him  to  issue  bonds  or 
certificates  of  indebtedness  for  the  balance  of  the  loan 
of  $1,000,000.  authorized  by  Chapter  324  of  the  Acts 
of  1891  of  the  Commonwealth  and  the  order  of  the 
City  Council  approved  the  24th  of  October,  1891, 
whereupon  it  was 

Voted,  that  the  subject  of  this  request  be  referred 
to  Mr.  Pierce. 


4  P.M.,  Jan.  24,  1893. 

Present :  Messrs.  Prince  and  Pierce. 

Mr.  Pierce  made  a  partial  report  upon  the  subject 
of  issuing  bonds  for  the  balance  of  the  last  authorized 
loan  for  completing  the  new  Public  Library  building, 
committed  to  him  at  the  last  meeting,  and  requested 
further  time,  which  was  granted,  for  making  a  final 
report. 

4  P.M.,  Jan.  25,  1893. 

A  special  meeting  of  the  Corporation,  to  consider 
the  matter  of  requesting  the  City  Treasurer  to  issue 
bonds  or  certificates  for  the  balance  of  the  loan  last 
authorized  for  the  completion  of  the  new  Public  Li- 
brary building,  was  held   in  the  Trustees'  room. 

Present :   Messrs.    Prince,  Pierce   and  Richards. 

Voted,  That  the  City  Treasurer  be  and  hereby  is 
requested  to  issue  bonds  or  certificates  of  indebtedness 
as  provided  in  Chapter  324  of  the  Acts  of  1S91  of  the 
Commonwealth  of  Massachusetts  and  the  order  of  the 
City  Council  of  the  City  of  Boston,  approved  the  24th 
of  October  1891,  for  the  balance  of  the  amount  therein 
authorized. 
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4  P.M.,  Feb.  10,  1893. 

Present:  Messrs.  Prince,  Hay nes,  Pierce  and  Rich- 
ards. 

The  Librarian  was  authorized  to  contract  with  the 
Edison  Electric  Illuminating  Co.  for  the  installment  of 
six  electric  lights  in  the  new  Public  Library  building, 
for  a  sum  not   to  exceed  $34.00. 

4  P.M.,  Feb.  17.  1893. 

Present:   Messrs.    Ilavnes.   Pierce  and  Richards. 
The  following  communication  was  received  nnd  read. 

Cm i a.- 1  \.   Feb.  14.  IR93. 
To  tiii:  Trustees  of  the  Boston  Public  Library. 
Gentlemen, — 

I  propose  to  leave  to  the  Boston  Public  Library,  by  testamentary 
bequests,  ray  collection  of  historical  documents,  manuscripts,  auto- 
graphs, portraits  and  engravings  counected  therewith,  together  with 
a  few  printed  volumes,  and  some  matters  of  personal  interest  to  me, 
provided  the  Trustees,  after  a  more  mature  consideration  of  the  sub- 
ject, are  still  willing  to  accept  the  same  agreeably  to  an  informal 
understanding  expressed  at  their  meeting  January  17,  1893.  That  is 
to  say:  that  the  Trustees  will  furnish  the  room  in  the  new  building 
connected  with  the  Librarian's  room,  substantially  in  accord  with  the 
plan  prepared  by  Alex.  S.  Ji  nney,  and  set  said  room  apart  as  the  per- 
manent home  ot  said  collection  to  he  and  forever  remain  in  the  sole 
custody  of  the  Librarian,  under  the  Trustees. 

From  the  above  conditions  are  to  be  excepted  the  framed  Address 
to  the  King,  the  Declaration  of  Independence,  the  Article  of  Con- 
federation and  the  Constitution  of  the  United  State-,  which  would  be 
properly  exhibited  on  the  walls  of  some  more  public  room. 

While  I  desire  to  retain  the  property  of  the  collection  during  my 
life,  it  is  my  wish,  nevertheless,  to  transfer  to  the  Library  at  once 
such  portions  of  it  as  are  in  completed  form,  and  the  remainder  as 
soon  as  it  can  be  completed. 

The  collections  will  need  an  index  and  binding;  and  as  I  am  famil- 
iar with  its  requirements,  I  think  it  would  be  well  to  have  one  or 
more  volumes  of  each  division  bound  as  soou  a-  may  be,  to  serve  as 
examples  for  the  remaining  volume-. 

It  is  my  purpose  to  make  the  collection  as  complete  as  I  may,  and 
to  that  end,  after  any  portion  of  it  is  transferred  to  the  Library  I 
shall  desire  free  access  to  it  at  suitable  times. 

Respectfully. 
[Signed]  M ELLEN  CHAMBERLAIN. 

Voted,  That  the  President  pro  tern,  be  requested  to 
notifv  the  Hon.  Mellen  Chamberlain,  LL.D.,  that  the 
Trustees  accept  with  gratitude  his  unique  gift  and 
agree  to  carry  out  the  conditions  expressed  in  his  let- 
ter of  Feb.   14,  1893. 
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Ordered,  That  Messrs.  Woodbury  &  Leigh  ton  be 
requested  to  appoint  an  arbitrator  to  act  with  one 
already  selected  by  the  Trustees  (the  two  to  choose  a 
third)  to  settle  the  matter  in  dispute  relating  to  the 
Court  in  the  new  Public  Library. 

A  letter  dated  the  13th  instant  was  received  from 
Mr.  C.  F.  McKim,  stating  that  he  encloses  copies  of 
the  contracts  of  Messrs.  Sargent  and  Abbey  duly  signed. 
As  a  matter  of  fact  the  contract  in  duplicate  with  Mr. 
E.  A.  Abbey  only  was  received,  one  of  which  was  or- 
dered to  be  sent  to  the  City  Auditor  and  the  other  to 
be  placed  in  the  Library's  file  relating  to  the  new  Pub- 
lic Library  building,  and  the  Clerk  was  directed  to  re- 
quest Mr.  McKim  to  forward  copies  of  the  contract 
with  Mr.  Sargent  mentioned  in   said  communication. 

4  P.M.,  Feb.  24,  1893. 

Present  :  Messrs.  Haynes.  Pierce  and  Richards. 

It  was 

Voted,  To  pay  bill  amounting  to  $22.85  for  drawings 
of  stacks  in  the  new  Library  building,  made  by  Os- 
wald C.  Hering  at  the  request  of  the  Librarian. 

4  P.M..  March  7,  1893. 

Present  :  Messrs.  Prince,  Haynes,  Pierce  and  Rich- 
ards. 

Voted,  That  the  Architects  be  requested  to  report 
forthwith  what  progress  has  been  made  by  them  in  ob- 
taining proper  and  suitable  Siena  marble  intended  for 
the  staircase  in  the  new  Public  Library  building. 

The  following  letter  was  received  and  read  from 
Messrs.  Woodbury  &  Leighton. 

Boston,   March  3d,  1893. 
Board  ok  Trustees,  Boston   Public  Library. 
Gentlemen  : — 
Yours  of  Feb.  17th  duly  received.     In  reply  we  would  say  that  we 
have  appointed  an  arbitrator  t<>   ad  with  the  one  you  have  already 
selected,  in  settling  any  matters  of  dispute  that  may  arise  in  connec- 
tion witli  our  contract  on  the  new  Public  Library  building.    You  sim- 
ply mention  the  Court   Arcade,  bul  we    understand   that  it  there  are 
other  matters,  which  we  think  there   are.  one    or   two,  that    the    arbi- 
trators are  to  settle  all  matters  of  difference  thai  may  arise   between 
us. 

Very  truly  yours, 
[Signed]  WOODBURY  &   LEIGHTON. 
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Ordered  to  be  placed  on  file. 

Voted,  That  Mr.  Louis  Weissbein,  whose  informal 
acceptance  of  the  position  wis  referred  to  at  the  meet- 
ing of  the  Corporation  of  Feb.  17.  1893,  be  and  hereby 
is  formally  appointed  the  arbitrator  on  the  part  of  the 
Trustees  to  meet  one  to  be  appointed  upon  the  part  of 
Messrs.  Woodbury  &  Leighton,  these  arbitrators  to  se- 
lect a  third,  constituting  a  board  of  three  to  whom 
shall  be  submitted  all  mutters  in  question  between 
Messrs.  Woodbury  &  Leighton  and  the  Trustees. 

Ordered.  That  Messrs  Woodbury  &  Leighton  be  re- 
quested to  furnish  the  Trustees  with  the  name  of  the 
arbitrator  selected  by  them,  and  to  submit  an  itemized 
list  of  the  points  of  difference  which  they  refer  to  in 
the  above  letter,  and  at  the  same  time  the  Clerk  was 
instructed  to  notify  them  that  Mr.  Louis  Weissbein  has 
been  selected  as  arbitrator  on  the  part  of  the  Trustees. 

A  P.M..  March  10,  1893. 

Present:    Messrs.  Prince.  Havnex  and    Richards. 

It  was 

Voted,  That  the  architects  be  authorized  to  expend 
a  sum  not  exceeding  $ 250.00  to  put  temporary  doors 
in  the  lavatories  and  water-closets  in  the  new  Public 
Library  building,  and  further,  to  concrete  the  floor  of 
the  Bates  Hall  and  certain  places  on  the  ground  door. 
according  to  the  terms  ol  previous  arrangement  with 
Messrs.  Woodburv  &  Leighton. 

4  P.M.,  March  10,  1893. 

Present  :  Messrs.  Prince.  Haynes,  Pierce  and  Rich- 
ards, and  Mr.  McKim  of  the  architects. 

The  following  letter  from  Messrs.  Woodburv  & 
Leighton  was  received  and  read. 

Boston,  .March  15th,  1893. 
Trustees  Boston  Public  Library, 
Gentlemen: — 

In  reply  to  yours  of  the  9th  inst.,  would  say  we  have  selected  for 
arbitrator  on  our  part.  Mr    William  H.  Say  ward. 

We  have  made  out  bills  for  our  contracts,  and  will  send  them  to 
the  Architects,  and  whenever  questions  arise  that  we  are  unable  to 
settle  with  them,  we  understand  the  arbitrators  are  to  settle.  We  do 
not  know  as  yet  what  questions  there  may  be. 

Yours  truly, 
[Signed]  WOODBURY  ,V:  LEIGHTON. 
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Ordered  to  be  placed  on  file. 

The  Corporation  discussed  with  Mr.  McKim  various 
matters  relating  to  the  construction  of  the  new  Public 
Library  building  and  the  following  vote  was  passed. 

Voted,  That  the  choice  of  the  Siena  marble  for  the 
columns  and  panels  of  the  staircase  and  staircase  hall 
of  the  new  Public  Library  building  be  left  to  the  dis- 
cretion of  the  Architects,  and  that  they  be  instructed 
to  proceed  with  the  completion  of  the  work  without 
further  delay. 

4  P.M.,  March  21,  1893. 

Present :  Messrs.  Prince,  Haynes  and  Richards. 

A  letter  was  received  from  Mr.  Louis  Weissbein, 
accepting  his  appointment  of  March  7th  as  arbitrator 
to  act  in  behalf  of  the  Trustees,  on  certain  matters  in 
question  with  Messrs.  Woodbury  &  Leigbton  concern- 
ing the  new  Public  Library  building. 

Ordered  to  be  placed  on  file. 

A  letter,  dated  the  11th  instant  from  Mr.  C.  Wellman 
Parks,  Special  Agent  of  the  Bureau  of  Education,  was 
received  and  read,  requesting  the  transmission  of  the 
model  of  the  new  Public  Librarv  building  which  was 
promised  by  the  Trustees  last  June  as  an  exhibit  at 
the  World's  Columbian  Exposition. 

Laid  upon  the  table. 

1  P.M.,  March  24,  1893. 

Present:  Messrs.  Haynes,  Prince,  Pierce  and  Rich- 
ards. 

The  following  preamble  and  votes  were  passed  : 
Whereas,  it  is  reported  by  the  Superintendent  of 
Construction  of  the  new  Public  Library  building  that 
certain  work  upon  the  roof  which  was  contracted  to 
be  performed  by  the  Lindemann  Terra  Cotta  Roofing 
Tile  Co.  of  Baltimore  has  not  been  done,  and  that  it 
is  now  necessary  to  furnish  copper  tiling  and  to  lay  it 
in  elastic  cement  in  order  to  make  the  roof  perfectly 
tight ;  that  the  deck  flashing,  consisting  of  the  first 
row  of  slate  tiles  on  the  court  side  of  the  flat  roof,  was 
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so  imperfectly  constructed  as  to  require  renewal  by 
the  substitution  of  copper  formed  in  the  shape  of  tiles 
also  set  in  elastic  cement  to  make  this  portion  of  the 
roof  perfectly  tight,  and  that  three  sky  lights  built  by 
the  said  Lindemann  Ten  a  Cotta  Roofing  Tile  Co.  have 
been  found  defective  and  will  need  to  be  removed  and 
replaced  with  copper  >kv  lights,  it  is 

Voted,  That  the  President  pro  tern,  be  authorized  to 
sign  a  special  order  upon  the  Snead  &  Co.  Iron  Works 
for  the  above-named  items  of  work,  for  the  aggregate 
sum  of  $2092.00,  the  same  to  be  charged  against  the 
contract  dated  May  2,  L890,  with  the  Lindemann  Terra 
Cotta  Roofing  Tile  ( '<>. 

Whereas  it  is  found  that  the  light  oi  the  gallery  of 
the  Special  Library  floor  in  the  new  Public  Library 
building  is  insufficient 

Voted.  That  two  additional  sky-lights  be  supplied  at 
such  places  as  the  Architects  may  designate,  at  an  ex- 
pense not  to  exceed  $895.00,  and  the  President  j>ro 
tempore  be  authorized  to  sign  a   special  order  therefor. 

Whereas,  the  Hon.  Mellen  Chamberlain.  LL.D.,  has 
declared  his  intention  to  bequeath  to  the  City  of  Bos- 
ton his  precious  manuscripts,  possession  of  which  is  to 
be  given  immediately 

Voted,  That  in  conformity  with  his  wishes,  space  in 
the  Librarian's  room  of  the  new  Public  Library  build- 
ing be  devoted  to  their  accommodation,  and  that  the 
Architects  be  instructed  to  prepare  the  same  for  their 
reception. 

Voted,  That  the  President  pro  tempore  be  authorized 
to  sign  a  special  order  on  Mr.  Ira  G.  Mersey  to  put  the 
Librarian's  room  in  condition  to  receive  said  manu- 
scripts at  the  expense  of  $825.00. 

4  P.M.,  March  28,  1893. 

Present:  Messrs.  Prince,  Hay nes,  Pierce  and  Rich- 
ards. 

The  President  pro  tempore  reported  that  as  author- 
ized at  the  last  meeting,  he  had  signed  Special  Orders, 
No.  142  to  the  Snead  &  Co.  Iron  Works  for  certain 
work  upon  the  roof,  for  the  sum  of  $201)2.00.  the  same 
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to  be  charged  to  the  account  of  the  Lindemann  Terra 
Cotta  Roofing  Tile  Company  ;  No.  143  to  the  same 
parties  for  openings  over  the  Special  Library  corridor 
for  two  sky-lights,  for  $895.00  ;  and  No.  144  to  Mr.  Ira 
G.  Hersey  for  furnishing  and  putting  up  book-cases  and 
shelves  in  the  Librarian's  room.  Report  accepted  and 
adopted,  and  the  Clerk  was  directed  in  transmitting 
them  to  His  Honor  the  Mayor  for  his  approval  after 
their  acceptance  by  the  contractors,  to  send  a  copy  of 
the  preambles  and  votes  authorizing  the  same. 

In  reference  to  the  provision  in  paragraph  51  of  the 
contract  dated  October  18,  1892,  with  the  Snead  &  Co. 
Iron  Works,  that  certain  of  the  old  cast-iron  stairs  in 
the  present  Library  building  be  used  for  the  new  Pub- 
lic Library  building,  on  the  recommendation  of  the 
Librarian  the  Trustees  directed  that  those  from  the 
Lower  Hall  gallery  to  the  fifth  alcove  in  the  Lower 
Hall,  and  from  alcove  31  to  71  in  the  Bates  Hall 
be  the  ones  to  be  removed  by  the  contractors  for  such 
use. 

4  P.M.,  April  4,  1893. 

Present :  Messrs.  Prince,  Haynes,  Pierce  and  Rich- 
ards. 

Upon  the  recommendation  of  the  Aichitects,  Messrs. 
McKim,  Mead  &  White,  embodied  in  the  letter  from 
them  to  the  Corporation  dated  April  3,  1893,  it  was 

Voted,  To  remit  to  Mr.  Edwin  A.  Abbey,  $7500. 
the  same  beina-  one  half  of  the  amount  of  his  con- 
tract  for  mural  painting  in  the  waiting  room  of  the 
new  Public  Libra ry  building,  made  and  entered  into 
January  18,  1893. 

4  P.M.,  April  7,  1893. 

Present :   Messrs.  Abbott,  Pierce  and  Richards. 

Voted,  To  refer  the  subject  of  the  copper  apron  on 
the  roof  of  the  new  Public  Library  building  to  Mr. 
McKim  so  that  he  ma}'  proceed  with  the  w?ork  if  in  his 
judgment  it  is  better  to  do  so  now. 
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4  P.M.,  April  11,  1893. 

Present:   Messrs.  Abbott,  Baynes,  and  Richards. 

The  President  laid  before  the  Corporation  a  copy  in 
duplicate  of  the  contract  with  Mr.  John  S.  Sargent, 
to  do  mural  painting  in  the  staircase  to  the  Special 
Libraries  hall  of  the  new  Public  Library  building. 

It  was  ordered  to  be  place!  on  file. 

4  P.M..  April  18,  1893. 

Present:  Messrs.  Abbott.  Prince.  Baynes,  Pierce  and 
Richards. 

Ordered,  That  a  grille  be  placed  at  the  rear  of  the 
new  Public  Library  building  at  an  ex  [tense  not  to  ex- 
ceed {26.00. 

4  P.M.,  April  25,  1893. 

Present:  Messrs.  Abbott.  Baynes,  Prince,  and  Rich- 
ards. 

Voted,  That  the  President  be  authorized  to  sign  a 
Special  Order  for  certain  marble  door  jambs  not  in- 
cluded in  the  existing  contracts. 

4  P.M.,  May  5,  L893. 

Present:  Messrs.  Prince,  Baynes.  Richards  and  Pierce. 

Ordered,  That  the  President  pro  tern,  be  authorized 
to  sign  Special  Orders  for  work  upon  the  new  Public 
Library  building  as  follows  : 

No.  148  to  Messrs.  Dooume  Brothers  to  furnish  loam 
and  to  sow  grass-seed  in  the  court-yard  of  the  new 
Public  Library  building  for  $1600.00;  Xo.  146  to 
Messrs.  Xorcross  Bros,  to  omit  the  work  described 
in  clause  68  of  their  contract  dated  October  18,  1892, 
allowing  therefor  s  2000. 00  ;  Xo.  147  also  to  Messrs. 
Norcross  Bros,  to  build  fifteen  brick  door  jambs  for 
$375.00. 

4  P.M.,  May  12,  1893. 

Present  :  Messrs.  Abbott,  Haynes,  Prince.  Pierce  and 
Richards. 

Voted,  That  Mr.  McKim  be  empowered  to  place  on 
the  roof  of  the  new  Library  building  such  a  cresting 
as  in  his  judgment  seems  to  be  best. 
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2  P.M.,  May  25,  1893. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

Voted,  That  the  President  be  authorized  to  execute 
a  contract  with  M.  Puvis  de  Chavannes  to  paint  the 
rear  wall  and  panels  of  the  staircase  hall  of  the  new 
Public  Library  building  for  250,000  francs. 

Voted,  That  before  concluding  this  contract  the 
President  shall  notify  the  Mayor  of  the  action  of  the 
Trustees  in  this  matter  and  secure  his  approval. 

4  P.M.,  June  2,  1893. 

Present :  Messrs.  Abbott,  Prince,  Pierce  and  Rich- 
ards. 

The  President  read  a  draft  of  a  letter  to  his  Honor 
the  Mayor  in  relation  to  the  engagement  of  M.  Puvis 
de  Chavannes  to  decorate  the  staircase  hall  in  the  new 
Public  Library  building,  which  was  approved  and 
adopted  and  the  President  was  authorized  to  transmit 
the  same  to  His  Honor  the  Mavor  on  behalf  of  the 
Corporation. 

4  P.M.,  June  6,  1893. 

Present :    Messrs.  Abbott,  Prince  and  Pierce. 

Voted,  To  remit  to  Mr.  John  S.  Sargent,  Seven 
thousand  five  hundred  dollars  ($7500.).  the  same  be- 
ing one  half  the  amount  of  his  contract  for  mural 
painting  in  the  special  staircase  hall  of  the  new  Pub- 
lic Library  building,  made  and  entered  into  January 
3  8,  1893,  in  accordance  with  the  certificate  of  the  ar- 
chitects, Messrs.  McKim,  Mead  and  White. 

The  President  read  letters  from  Mr.  E.  D.  Leavitt, 
jr.,  and  Mr.  A.  R.  Bush,  the  District  Engineer  of 
-the  General  Electric  Company  in  relation  to  the  instal- 
lation of  the  electric  plant  for  the  new  Public  Library 
building,  which  were  ordered  to  be  placed  on  file. 

Voted,  That  Mr.  E.  D.  Leavitt,  jr.,  be  invited  to 
meet,  the  Corporation  on  Wednesday  the  7th  instant 
at  4   P.M. 
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4  P.M.,  June  7,  1893. 

Present  :  Messrs.  Abbott.  Prince,  Pierce  and  Rich- 
ards and  Mr.  Leavitt. 

The  Trustees  discussed  the  subject  of  the  electric 
lighting  engine  and  apparatus  for  the  new  Public  Li- 
brary building. 

4  P.M..  June  13,  L893! 

Present:  Messrs.  Abbott.  Prince,  Pierce  and  Rich- 
ards. 

The  President  read  a  communication  from  lli> 
Honor  the  Mayor  requesting  to  know  die  amount  it  is 
proposed  to  pay  for  decorative  work  in  the  new  Public 
Library  building  by  M.  Puvis  de  Cha  valines;  and  also 
the  estimated  cost  of  furnishing  the  building;  he  also 
read  a  draft  of  a  reply  thereto  which  iras  approved 
and  adopted  and  ordered  to  be  sent  to  His  Honor  the 
Mayor  as  the  reply  of  the  Corporation. 

Ordered,  That  the  special  staircase  to  the  Trustees' 
room  in  the  new  Public  Library  building  be  removed. 

Ordered.  That  the  bill  of  Mr.  Isaac  X.  Tucker  of 
$973.51  for  plumbing  for  the  new  Public  Library  build- 
ing supplementing  the  rough  plumbing  provided  for  in 
Messrs.  Woodbury  &  Leighton's  contract  and  preceding 
that  arranged  for  in  a  contract  with  said  Tucker  dated 
October  18,  1892,  be  approved  for  payment. 

4  P.M..  June  20,  1898. 

Present  :   Messrs.  Prince  and   Richards. 

The  following  communication  was  received  and  read  : 

Boston.  MASS.,  June  16,  1893. 
To  the  Trustees  <>f  the  Boston  Public  Library: — 

Boston  is  a  city  of  rare  privileges,  but  it  lacks  one  now  possessed 
by  many  others,  viz.:  ;i  place  where  all,  citizens  and  strangers,  can 
enter  freely,  and  read  the  leading  newspapers  of  the  day,  some  sucli 
place  as  the  Cooper  institute  of  New  York  affords.  The  Boston  Pub- 
lic Library  is  well  supplied  with  magazines,  but  not  with  newspapers. 
It  is  too  late  to  discuss  the  value  of  newspapers — they  have  become 
a  necessity.  The  business  man.  the  student  in  every  department. 
the  politician  anxious  to  feel  the  public  pulse,  the  men  who  like  the 
Athenians  of  old  "  spend  their  time  either  to  tell  or  hear  some  new 
thing,"  all  of  every  pursuit  and  condition  must  read  the  newspapers 
to  learn  what  has  transpired  the  world  over.  The  Press  has  become 
the  great  agency  by  which  information  is  diffused,  leading  questions 
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discussed,,  the  people  educated.,  and  public  opinion  molded.  Words 
spoken  to  a  hundred  people  in  the  evening  are  the  next  morning  read 
by  a  hundred  thousand.  Newspapers  now  form  a  large  part  of  the 
reading  of  the  whole  community.  I  have  heard  business  men  say 
that  they  read  the  newspaper  daily,  occasionally  a  magazine,  hardly 
si  book  in  a  year.  It  is  not  enough  to  read  one  paper,  and  that  par- 
tisan, if  any  one  would  be  correctly  informed,  and  judge  clearly;  yet 
many  newspapers  are  too  expensive  for  ordinary  readers,  and  a  large 
part  are  desired  only  for  occasional  use.  All  this  is  well  understood, 
and  need  not  have  been  repeated.  Free  Reading  Rooms,  I  have  no 
doubt,  in  the  not  distant  future,  will  be  even  more  in  demand  by  the 
general  public  lhan  Free  Public  Libraries. 

As  the  new  Public  Library  building  is  about  to  be  opened,  I  trust, 
this  great  want  of  Boston  will  be  supplied.  If  the  Trustees  will  fur- 
nish a  suitable  room,  and  provide  for  all  incidental  expenses,  I  will 
pay  two  thousand  dollars  ($2000.)  annually,  all  of  this  sum  to  be  ex- 
pended in  newspapers,  aud,  sooner  or  later,  will  give  a  fund  of  fifty 
thousand  dollars  (§50,000.)  to  secure  forever  this  annual  payment. 
Such  payments  are  to  be  appropriated  to  furnishing  newspapers  for  a 
reading  room  in  the  new  central  Public  Library  building  only.  The 
aim  shall  be  to  select  representative  papers,  giving  the  current 
thought  of  different  sections  of  our  own  country,  and,  to  such  an 
extent  as  the  Trustees  may  determine,  of  foreign  countries,  so  as 
to  provide  a  Reading  Room  that  shall  satisfy  the  wants  of  citizens, 
and,  also,  of  the  many  strangers  always  to  be  found  in  Boston.  No 
distinction  shall  be  made  in  the  selection  of  newspapers  in  favor  of 
any  religious  sect  or  political  party. 

I  may  add  that  my  only  interest  in  this  matter  is  the  wish  to  do 
some  good  to  a  great  many  people. 

Trusting  that  this  proposition  may  be  favorably  received. 

I  am.  very  respectfullv  yours, 
[Signed]  WILLIAM  C.  TODD. 

The  President  pro  tempore  prepared  and  read  a 
draft  of  an  answer  to  the  above  communication  which 
he  was  authorized  to  sign  on  behalf  of  the  Corporation 
and  to  communicate  to  Mr.  Todd  as  the  official  reply 
of  the  Board. 

3  P.M.,  June  26,  1893. 

Present :  Messrs.  Abbott,  Pierce  and  Richards  of 
the  Trustees,  and  Messrs.  Weissbein  and  Savward  and 
Mr.  Woodbury  of  the  firm  of  Messrs.  Woodbury  & 
Leigh  ton. 

Before  the  consideration  of  the  contracts  with 
Messrs.  Woodbury  &  Leighton  the  referees  retired  for 
private  consultation,  and  on  their  return  notified  the 
Corporation  that  they  had  selected  as  a  third  referee 
Mr.  John  A.  Fox. 

The  referees  then  finally  withdrew. 

Voted,  That  the  President  be  authorized  and  em- 
powered to  pay  to  Messrs.  Woodbury  &  Leighton  such 
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sum  in  addition  to   the   amount  due   them  upon  their 
first  contract  dated   Aug.  1,  1888   that   the  agrorresrate 

O  no        O 

amount  shall  not  exceed  $20,000.  if  it  shall  seem  pru- 
dent for  him  to  do  so. 

4  P.M..  June  30,  1893. 

Present:   Messrs.   Abbott,  Prince,  and  Richards. 

Voted,  That  the  President  have  authority  to  trans- 
mit 10,000  francs  to  M.  Puvis  de  Chavannes  on  account 
of  the  decorative  work  to  be  performed  on  the  grand 
staircase  in  the  new  Public  Library  building. 

The  President  was  authorized  to  direct  the  changing 
of  the  Lecture  Hall  in  the  new  Public  Library  build- 
ing to  a  newspaper  reading  room,  to  change  the  pres- 
ent wood  floor  to  one  of  terazzo  and  to  substitute 
granolithic  floors  for  terazzo  as  follows  :  Engine 
Room  No.  2,  landings  on  Lecture  Hall  stairs  and  dress- 
ing room,  Bindery  employees'  coat  room,  Students' 
rooms  No.  2  and  3,  Gallery  in  Patent  Library  No.  2, 
Gallery  in  Special  Library  No.  2,  and  further,  to  ar- 
range that  the  lighting  of  the  grand  staircase  shall  be 
effected  by  means  of  ceiling  lights  instead  of  the 
standard  lights  provided  for,  all  of  the  above  changes 
relative  to  flooring  to  be  without  any  extra  cost  to  the 
Trustees. 

Voted,  That  the  President  be  authorized  and  di- 
rected to  communicate  with  the  architects  and  with 
Messrs.  Batterson,  See  &  Eisele  to  express  the  dissatis- 
faction of  the  Trustees  at  the  failure  of  the  hitter  to 
do  the  marble  work  contracted  for  on  Aug.  16.  1889. 

3.30  P.M..  July  18.  1893. 

Present:  Messrs.  Abbott,  Prince,  Pierce  and  Rich- 
ards and  Mr.  McKim  of  the  architects. 

Mr,  McKim  submitted  plans  for  the  completion  of 
the  Trustees'  room  in  the  new  Public  Library  building 
at  a  cost  of  $3690.  with  an  estimated  deduction  for 
leaving  out  work  contracted  for  of  $1050.  The  plans 
were  approved  and  the  architects  were  authorized  to 
proceed  with  the  work  forthwith. 


4  P.M.,  July  14,  1893. 

Present:  Messrs.  Abbott,  Pierce,  Prince  and  Rich- 
ards. 

The  President  reported  that  the  money  authorized 
at  the  meeting  of  June  30,  to  be  paid  to  M.  Puvis  de 
Chavannes  had  been  drawn  by  special  draft,  under 
approval  of  His  Honor  the  Mayor,  and  transmitted  to 
M.  Puvis  de  Chavannes. 

That  he  had  signed  under  the  vote  of  April  25, 
1893,  Special  Order  No.  149  in  favor  of  Bowker, 
Torrey  &  Co.  for  $2,858.00. 
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The  President  was  authorized  to  have  put  in  suitable 
condition  and  to  present  in  the  name  and  on  behalf  of 
the  Trustees  the  plaster  model  of  the  seal  of  the  Cor- 
poration made  by  Mr.  Augustus  St.  Gaudens  to  the  Me- 
tropolitan Museum  of  Art  of  New  York  City. 

4  P.M.,  July  21,  1893. 

Present,  Messrs.  Abbott,  Prince,  Pierce  and  Rich- 
ards. 

Ordered,  That  the  Pres:dent  be  authorized  to  make 
a  special  draft  on  the  City  Treasurer  in  favor  of  Messrs. 
L.  J.  &  W.  J.  Doogue  for  the  sum  of  $1200.00  on  ac- 
count of  special  order  No.  148  dated  May  1,  1893,  for 
material  and  labor  in  arranging  the  grounds  in  the 
court  yard  in  the  new  Public  Library  building. 

4  P.M.,  August  15,  1893. 

Present :   Messrs.  Abbott,  Prince,  and  Pierce. 

A  letter  from  Messrs.  R.  C.  Fisher  &  Co.,  dated  July 
17,  was  received  and  read,  stating  that  certain  of  the 
marble  panels  for  the  new  Public  Library  building 
have  been  delivered  and  that  they  expect  the  remain- 
der of  the  work  will  be  completed  inside  of  six  weeks 
from  date.     Placed  on  file. 

The  President  reported  to  the  Corporation  that  he 
had  received  information  from  Mr.  Edward  Robinson 
that  Mr.  Arthur  A.  Carev  desires  to  give  a  commission 
to  Mr.  Joseph  Lyndon  Smith  for  decorative  work  in  the 
new  Public  Library  building,  and  the  President  was  re- 
quested to  reply  to  Mr.  Carey  that  it  first  will  be  neces- 
sary to  consult  with  the  architects,  and  that  the  matter 
will  be  taken  under  consideration  by  the  Corporation 
and  an  answer  returned  to  him  as  soon  as  possible. 

4  P.M.,  Sept.  5,  1893. 

Present :  Messrs.  Abbott,  Prince,  Pierce  and  Rich- 
ards. 

The  subject  of  certain  decorative  work  for  the  new 
Library  building  to  be  done  by  Mr.  Joseph  Lyndon 
Smith  was  further  considered  and  laid  upon  the  table. 
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Ordered,  That  the  full  supply  of  coal  needed  for 
the  new  Public  Library  building  for  the  coming  winter, 
to  wit,  500  tons,  be  ordered. 

A  letter  dated  duly  -\  from  Mr.  Louis  Wejpsbein, 
one  of  the  arbitrators  upon  the  new  Library  building, 
requesting  information  when  it  will  be  convenient  for 
the  Trustees  to  meet  the  arbitrators,  was  lead  and 
ordered  to  be  placed  on  file. 

A  letter  from  Mr.  L.  1).  Leavitt  upon  the  subject  of 
the  electric  lighting  plant  for  the  new  Public  Library 
building  was  read  and  ordered  to  be  placed  on  file. 

A  letter  from  Mr.  Thomas  \V.  Flood,  alderman  of 
the  7th  district  enclosing  a  petition  on  behalf  of  John 
Cuinmings  for  a  position  in  the  boiler  room  of  the  new 
Public  Library  building,  was  received  and  ordered  to 
be  placed  upon  the  (ile  of  applications. 

Ordered,  That  the  bill  of  Messrs.  L.  J.  &  W.  J. 
Doogue  for  extra  work  in  filling  up  with  loam  in  the 
court  of  the  Public  Library  building,  and  regrading 
said  court,  amounting  to  $200.  be  specially  approved 
by  the  Corporation  for  payment. 

4  P.M..  Sept.  15,  1893. 

Present  :  Messrs.  Abbott.  Prince,  Pierce  and  Rich- 
ards. 

Ordered,  That  the  Clerk  be  instructed  to  notify  Mr. 
McKim  that  the  Trustees  are  ready  to  give  the  com- 
mission for  decorative  work  in  the  Patent  Room  of  the 
new  Public  Library  building  to  Mr.  John  Elliott,  and  to 
request  him  to  signify  if  he  has  any  objection  to  offer 
against  this  action. 

Ordered.  That  further  consideration  of  this  subject 
be  specially  assigned  to  the  meeting  to  be  held  next 
Tuesday,  the  l'Jth  instant. 

The  following  letter  was  received  and  read  from 
Messrs.  Woodbury  &  Leighton  and  was  ordered  to  be 
placed  on  file. 

Boston.  Sept.  13,  1893. 
Trustees  of  the  new  Public  Libraby, 

Boston,  Mass. 
Gentlemen  : — 
Some  time  ago  we  arranged  for  referees   to  settle   the  differences 
between  us  in  regard  to  the  contract  on  the  new  Public  Library.    We 
expected  the  referees  would  have  got  together  long  before  this.     Not 
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hearing  anything  from  you,  or  from  the  referee  whom  you  appointed, 
we  write  to  ask  that  you  will  see  that  this  matter  is  brought  to  a 
focus  withont  further  delay.  Mr.  Say  ward  informs  us  that  he  has 
written  to  Mr.  Weissbein,  but  receives  no  satisfactory  reply  as  to 
time  of  hearing.  We  understand  that  our  contract  is  entirely  com- 
pleted at  the  present  time. 

We  hope  you  will  give  this  matter  your  immediate  attention,  and 
oblige,  Yours,  truly, 

WOODBURY  &  LEIGHTON. 

Ordered,  That  the  President  he  requested  to  com- 
municate with  the  Law  Department  of  the  City  of 
Boston,  requesting  them  to  represent  the  Corporation 
in  the  arbitration  of  the  questions  at  issue  between 
them  and  Messrs.  Woodbury  &  Leighton. 

The  Clerk  was  directed  to  say  to  Messrs.  Woodbury 
&  Leighton  that  the  case  referred  to  in  the  above  let- 
ter is  in  process  of  preparation. 

4  P.M.,  Sept.  19,  1893. 

Present :  Messrs.  Prince,  Pierce  and  Richards. 

The  subject  of  the  decorative  work  in  the  Patent 
Room  of  the  new  Public  Library  budding  to  be  done 
by  Mr.  John  Elliott  which  was  specially  assigned  for 
consideration  to  this  day,  was  further  considered  and 
it  was 

Voted,  That  the  President  pro  tempore  be  requested 
to  communicate  with  Mr.  John  Elliott  for  the  purpose 
of  engaging  him  to  undertake  the  decoration  of  the 
Patent  Room  in  the  new  Public  Library  building  upon 
the  terms  as  originally  proposed  in  the  letter  of  Dr. 
Harold  Williams,  dated  April  23,  1891,  and  accepted 
by  the  Corporation  at  the  meeting  of  April  24,  1891. 
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4  P.M.,  Sept.  22,  1893. 

Present:  Messrs.  Abbott,  Prince,  and  Richards. 

A  letter  was  received  and  read  from  C.  F.  McKim, 
Esq.,  expressing  his  approval  of  the  proposed  action 
of  the  Trustees  in  giving  a  commission  for  decorative 
work  in  the  patent  room  of  the  new  Library  building 
to  Mr.  John  Elliott. 

Ordered  to  be  placed  on  file. 

2  P.M.,  Sept.  30,  1893. 

Present :  Messrs.  Abbott,  Prince,  Pierce  and  Rich- 
ards and  Mr.  McKim  of  the  architects. 

The  President  laid  before  the  Corporation  two  copies 
of  the  contract,  in  triplicate,  authorized  at  the  meet- 
ing of  May  25,  1893,  to  be  made  and  entered  into 
with  M.  P.  Puvis  de  Chavannes  for  decorative  work 
on  the  grand  staircase  in  the  new  Public  Library  build- 
ing, said  contract  being  dated  July  7,  1893,  which 
were  approved  and  one  copy  ordered  to  be  sent  to  the 
City  Auditor,  and  one  to  be  placed  on  the  Library  files 
relating  to  the  new  Library  building. 

The  President  reported  that  he  had  had  an  interview 
with  Charles  Francis  Adams,  Esq.,  with  regard  to  the 
library  of  President  John  Adams,  and  he  was  requested 
to  write  a  letter  to  the  Supervisors  of  the  Adams  Tem- 
ple and  School  fund,  representing  that  the  said  Li- 
brary is  now  deposited  in  the  Thomas  Crane  Library, 
Quincy,  where  very  little  use  is  made  of  it,  and  to  say 
to  them  that  the  Trustees  will  be  very  glad  to  take 
charge  of  the  same  and  to  provide  a  suitable  place  for 
it  in  the  new  Public  Library  building. 

The  President  was  requested  to  communicate  with 
E.  D.  Lenvitfc,  Jr.,  Esq.,  stating  that  the  1st  of  October 
was  the  time  set  by  him  to  have  in  readiness  the  plans 
for  the  electric  lighting  plant  and  engines  for  the  new 
Public  Library  building,  and  to  ask  him  if  such  plans 
have  been  prepared,  and  are  now  ready  for  the  consid- 
eration of  the  Trustees. 

Also  to  write  to  Messrs.  Woodbury  &  Leighton  to 
say  that  unless  certain  small    items  of  work  remaining 


If.  I 


uncompleted  under  their  contracts  are  forthwith  at- 
tended to,  the  Trustees  will  be  obliged  to  assume 
charge  of  said  work  and  have  it  performed  and  charge 
the  expense  to  their  account. 

Ordered,  That  the  President  be  authorized  to  make 
arrangements  to  furnish  n  pneumatic  lift  from  the  Li- 
brarian's loom  in  the  new  Public  Library  building  to 
the  room  below  ;  and  for  certain  connections  with  the 
pneumatic  system  by  which  jets  ol  air  may  be  utilized 
for  removing  dusl    from  the   decorative  work   in  relief 
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in  the  l>ates  Hall  and  on  the  grand  staircase,  accord- 
ing to  the  terms  of  the  proposition  of  the  .Miles  Pneu- 
matic Tube  Co.,  dated  August  IS.  1893. 

He  was  further  authorized  and  directed  to  say  to 
M  i .  Arthur  A.  Carey  that  the  Trustees  desire  to  express 
to  him  their  sincere  thanks  lor  his  generous  oiler  to 
ha\e  a  room  oraleove  in  the  new  Public  Library  build- 
ing decorated  bv  Mr.  Joseph  Lyndon  Smith,  and  to  ad- 
vise  Mr.  Carey  that  they  have  placed  at  his  disposal  lob- 
by No.  7.  leading  from  the  staircase  hall  of  the  special 
libraries,  it  being  understood  that  the  work  is  to  be 
done  under  the  supervision  of  the  architect.  Mr.  Mc- 
Kim.  and  that  the  designs  and  schemes  for  the  same 
are  to  be  submitted  to  the  Trustees  for  approval  before 
it  is  undertaken. 

4  P.M..  Oct.  6,  L893. 

Present:  Messrs.  Abbott.  Haynes,  Prince.  Pierce  and 
Richards. 

A  letter  was  received  and  read  from  E.  1).  Leavitt, 
Jr..  Esq.,  in  relation  to  the  electric  lighting  plant  and 
engines  for  the  new  Public  Library  building,  stating 
that  he  expects  to  have  the  plans  ready  within  a  short 
time. 

Ordered  to  be  placed  on  file. 

The  President  reported  that  acting  under  authority 
of  the  vote  of  the  Trustees  of  June  80.  1893,  he  had 
signed  Special  Order  No.  150  to  the  General  Electric 
Company  to  change  outlets  and  to  put  in  cut-out 
boxes  in    the   the   new  Public  Library  building,  as  de- 
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scribed  in  their  letter  of  August  17,  1893,  lor  the  sum 
of  $1,598.00  ;  and  under  authority  of  the  vote  of  the 
meeting  of  September  30,  he  had  signed  Special  Order 
No.  151  to  the  Miles  Pneumatic  Tube  Co.  for  a  pneu- 
matic lift  between  the  Librarian's  room  and  the  room 
below  in  the  new  Library  building,  and  for  making 
connections  by  which  jets  of  air  may  be  utilized  for 
removing  dust,  for  the  sum  of  $651.00. 

The  Librarian  stated  that  Mr.  P.  A.  Zerrahn  had  re- 
quested permission  to  take  photographs  of  the  plans 
for  a  new  library  building  entered  in  the  competition 
for  prizes  in  1884  by  O'Grady  &  Zerrahn,  said  plans 
being  now  the  property  of  the  Trustees,  whereupon 
it  was 

Voted,  That  the  permission  requested  be  granted. 

Mr.  Richards  read  certain  letters  from  Mr.  William 
Doogue  in  relation  to  potted  plants  for  the  court  yard 
of  the  new  Public  Library  building.  Laid  on  the  table. 

4  P.M.,  Oct.  24,  1893. 

Present :   Messrs.  Abbott  and  Haynes. 

A  letter  was  received  and  read  from  William  Jack- 
son, Esq.,  City  Engineer,  upon  the  subject  of  the  elec- 
tric light  plant  and  engines  for  the  new  Public  Library 
building.      Ordered  to  be  placed  on  tile. 

The  President  read  a  letter  from  Arthur  A.  Carey, 
Esq.,  upon  the  subject  of  the  decorative  work  upon 
the  new  Library  building,  to  be  executed  by  Joseph 
Lyndon  Smith,  which  was  referred  to  the  meeting  of 
the  Corporation  to  be  held  next  Friday. 

4  P.M.,  Oct.  27,  1893. 

Present :    Messrs.   Abbott,  Haynes    and  Richards. 

Ordered,  That  the  President  be  authorized  to  pur- 
chase about  one  hundred  terra  cotta  pots  and  vases 
now  at  the  New  York  State  Building  at  the  World's 
Columbian  Exposition  offered  through  Mr.  McKim  for 
$1,000,  plus  the  expense  of  packing,  transportation 
and  insurance. 
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Voted,  That  when  the  Corporation  adjourn  it  be  to 
Tuesday,  Oct.  31,  at  3  o'clock,  at  the  new  Public  Li- 
brary building. 

The  subject  of  the  communication  of  Mr.  Arthur  A. 
Carey  which  was  assigned  for  consideration  at  this 
meeting  was  further  assigned  to  the  meeting  to  be 
held  next  Tuesday. 

3  P.M.,  Oct.  31,  L893. 

Present:  Messrs.  Abbott,  Haynes,  Prince,- Pierce  and 
Richards,  and  Mr.  McKim  of  the  architects. 

Voted,  That  the  revised  drawings  of  the  Delivery 
Room  as  submitted  this  day  by  the  Architect,  he  ap- 
proved and  adopted  at  an  estimated  expense  of  s  :;•_>.(  urn 
for  the  whole  room. 

Ordered,  That  the  President  be  authorized  and  di- 
rected to  advertise  for  electric  furnishings  for  the  new 
Public  Library  building,  to  be  submitted  on  Tuesday, 
December  5,    1893. 

The  subject  of  the  communication  of  Mr.  A,  A.  Ca- 
rey with  respect  to  decorative  work  to  be  done  in  the 
new  Public  Library  building  by  Joseph  Lyndon  Smith, 
was  taken  up  for  consideration,  and  the  President  was 
authorized  to  confer  with  Mr.  Carey  relative  thereto. 

A  request  of  Martin  Saxe,  editor  of  "  The  Connois- 
seur," a  monthly  magazine  published  in  Boston  that 
permission  be  granted  for  the  publication  of  an  article 
therein  relating  to  the  new  Library  building,  was  re- 
ferred to  the  President. 

Voted,  That  permission  be  granted  to  Messrs.  Mc- 
Kim, Mead  and  White  to  exhibit  in  the  periodical 
room  at  the  new  Public  Library  building,  a  model  to 
be  prepared  by  them  of  the  proposed  new  Music  Hall 
for  Boston. 

4  P.M.,  Nov.  3,  1893. 

Present  :  Messrs.  Abbott.  Haynes.  Prince,  and  Rich- 
ards and  Mr.  E.  D.  Leavitt. 

Mr.  Leavitt  presented  propositions  to  furnish  two 
1500-light  dynamos  for  the  new  Public   Library  build- 
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ing  from  the  General  Electric  Co.  for  the  sum  of 
$18,000.00,  and  from  the  Siemens  &  Halske  Electric 
Co.  of  America  for  $15,000.00,  and  he  recommended 
to  the  Trustees  that  the  latter,  that  of  the  Siemens  & 
Halske  Co.  be  accepted,  and  he  presented  a  sketched 
plan  showing  the  position  of  the  engines  based  upon 
these  estimates,  whereupon  it  was 

Ordered,  That  the  proposition  of  the  Siemens  & 
Halske  Electric  Company  of  America  to  furnish  two 
1500-light  dynamos  for  the  new  Public  Library  build- 
ing for  $15,000.00  be  accepted,  and  the  President  was 
authorized  and  directed  to  make  a  contract  for  this 
purpose. 

After  full  discussion  of  matters  relative  to  engines 
for  the  new  Public  Library  building,  Mr.  Leavitt  with- 
drew. 

A  letter  was  received  and  read  from  Messrs.  Post  & 
McCord  expressing  their  willingness  to  correct  certain 
unsatisfactory  work  done  by  them  in  the  new  Public 
Library  building,  and  was  ordered  to  be  placed  on  file. 

4  P.M.,  Nov.  10,  1893. 

Present:  Messrs.  Abbott,  Haynes,  Pierce  and  Prince. 

Voted,  That  the  question  of  the  change  of  the  room 
in  the  new  Library  building,  to  be  decorated  by  Mr. 
John  Elliott,  to  the  adjoining  room,  be  specially 
assigned  for  consideration  at  the  regular  meeting  of 
the  Corporation  to  be  held  Tuesday,  November  14, 
and  that  this  assignment  be  made  a  part  of  the  notice 
calling  that  meeting. 

4  P.M.,  Nov.  14,  1893. 

Present  :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards. 

Mr.  Pierce  made  a  motion  that  Mr.  John  Elliott 
have  permission  to  decorate  the  adjoining  room  in  the 
new  Public  Library  building  to  that  already  assigned 
to  him,  and  the  yeas  and  nays  upon  the  question  being 
demanded  by  the  Hon.  F.  O.  Prince,  the  motion  was 
lost  by  the  following  vote  :  nays,  Messrs.  Abbott. 
Tlaynes  and  Richards,  yeas,  Messrs.  Prince  and  Pierce. 
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Ordered,  That  the  President  be  Authorized  to  sign 
a  special  order  on  the  Snead  >S:  Co.  lion  Work?  to  fur- 
nish an  elevator  ear  for  the  new  Public  Library  build- 
ing  for  the  sum  of  $700.00,  said  amount  being  the 
allowance  therefor  in  the  contract  with  M.  T.  David- 
son of  October  26,  1892,  and  to  sign  a  special  order 
on  said  M.  T.  Davidson  striking  the  provision  for  an 
elevator  iVoin  his  contract. 

4  P.M.,  Nov.  24,  1893. 

Present  :  Messrs.  Abbott,  Prince,  Haynes,  Pierce 
and   Richards. 

The  President  reported  that  acting  under  authority 
of  the  vote  of  the  Corporation  of  November  3,  1893, 
lie  had  signed  the  contract  with  the  Siemens  &  Halske 
Electric  Co.  of  America  to  furnish  dynamos  for  the 
new  Public  Library  building  for  the  sum  of  $14,000. 
and  he  submitted  two  copies  of  the  contract,  one  of 
which  was  ordered  to  be  sent  to  the  City  Auditor,  and 
the  other  to  be  placed  in  the  Library  files 

Ordered,  That  Bis  Honor  the  .Mayor  and  such  mem- 
bers of  the  Aldermen  and  Common  Council  as  may 
desire  to  join,  be  invited  to  visit  and  to  inspect  the 
new  Public"  Library  building  on  December  14th,  at 
11  A.M. 

A  letter  was  received  and  read  from  N.  P.  Hallowell. 
late  Captain  of  Company  D.  20th  Regiment,  Massachu- 
setts Volunteers,  protesting  against  the  proposition  to 
insert  names  upon  the  memorial  to  the  20th  Regiment 
in  the  new  Public  Libra  n  building,  and  the  President 
was  requested  to  reply  that  the  Trustees  cannot  inter- 
fere, as  the  matter  is  in  the  hands  of  the  Veteran  Asso- 
ciation of  said  regiment. 

4  P.M.,  Dec.  1,  1893. 

Present:   Messrs.  Abbott  and  Haynes. 

The  President  reported  that  in  accordance  with  the 
vote  of  the  Trustees  of  Sept.  30,  1893,  he  had  written 
to  the  Supervisors  of  the  Adams  Temple  and  School 
Fund,  and  submitted  to  the  Trustees  the  following 
correspondence :  — 
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Public  Library  of  the  City  of  Boston. 
November  3,  1893. 

To  the  Supervisors  of  the  Adams  Temple  and  School  Fund. 
Dear  Sirs: — 

The  attention  of  the  Trustees  of  the  Public  Library  of  the  City  of 
Boston  has  been  directed  lately  to  the  very  valuable  President  John 
.Adams  Library  which  is  now  in  the  Crane  Memorial  Building  at 
Quincy.  They  are  so  impressed  with  the  great  interest  and  historical 
value  of  the  collection,  tbat  they  feel  it  will  not  be  out  of  place 
to  ask  you  if  it  is  not  possible  to  place  it  in  some  position  where  it 
would  be  more  accessible  to  the  students  to  whom  it  would  be  useful. 

In  consideration  of  the  great  change  that  has  taken  place  in  the 
country  since  the  Library  was  placed  in  your  charge  by  President 
Adams,  it  may  be  possible  to  carry  out  President  Adams'  intent  bet- 
ter by  placing  the  collection  in  some  more  accessible  place. 

As  the  new  Public  Library  building  in  Boston  is  nearing  comple- 
tion it  has  occurred  to  the  Trustees  that  the  most  appropriate  and 
useful  place  for  the  collection  would  be  in  that  building  where  it 
would  be  of  great  use  to  a  great  number  of  students  who  resort  to 
the  Boston  Public  Library  from  all  parts  of  the  country,  and  where 
its  value  would  be  increased  by  the  convenience  of  using  it  in  con- 
ned ion  with  the  large  collection  on  kindred  subjects  already  col- 
lected, and  where  it  might  also  serve  as  a  nucleus  for  one  of  the  most 
important  constitutional  libraries  in  the  United  States. 

If  this  suggestion  meets  with  your  approval,  the  Trustees  will  put 
the  collection  in  a  separate  alcove  with  a  suitable  inscription  over  it, 
and  will  take  all  proper  measures  for  caring  for  and  protecting  it.  I 
need  hardly  assure  you  they  would  esteem  it  a  great  privilege  if  they 
were  permitted  to  become  custodians  of  a  collection  so  very  valuable 
both  intrinsically  and  because  of  its  associations. 

1  have  the  honor  to  be,  with  great  respect, 
Yours  very  truly, 
[Signed]         SAMUEL  A.  B.  ABBOTT, 

President 


Adams  Building,  2:!  Court  St.,  Boston. 
November  29,  IS!).",. 
My  Dear  Sir:— 

Referring  to  your  communication  addressed  to  the  Supervisors  of 
the  Adams  Temple  and  School  Fund,  under  date  of  November  .'5,  I 
now  have  the  pleasure  of  forwarding  to  you  the  following  extract 
from  the  Records  of  the  Supervisors:  — 

"  Communications  received  from  Charles  Francis  Adams  and  Sam- 
uel A.  B.  Abbott,  President  of  of  the  Trustees  of  the  Boston  Public 
Library  relating  to  the  John  Adams  Library  which  is  now  in  the  Crane 
Memorial  Hall  at  Quincy. 

Voted:  That  the  said  communications  be  spread  on  the  records. 

Alter  due  consideration  of  the  request  of  the  President  of  t lie 
Trustees  of  the  Boston  Public  Library  it  was  the  opinion  of  the  Su- 
pervisors that  (lie  intent  of  President  Adams  would  be  better  carried 
out  by  placing  the  Library  where  it  would  be  more  accessible  to  stu- 
dents and  investigators;  and  it  was  thereupon 

•  Voted:  That  there  being  at  present  no  set  (led  ministers  of  t  he 
Congregational  Society  or  of  the  Episcopal  Society  of  Quincy,  the 
Supervisors  assent  to  the  request  of  the  Trustees  of  the  Boston'  Pub- 
lic Library,  and  that  the  can-  and  custody  of  t hi-  Library  belonging 
to  (lie  city  of  Quincy  deposited  by  the  Supervisors  of  the  Adams  Tern 
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pie  and  School  Fund  with  the  concurrence  of  Ihc  then  settled  minis- 
ters of  the  two  societies  above-menl i(nie(l  iii  the  Crane  Memorial 
Hall  under  vote  of  the  Supervisors  of  Maj  12,  1882,  be  transferred  to 
the  Boston  Public  Library,  ami  that  the  Trustees  of  the  Thomas 
Cram-  Public  Library  he  requested  to  deliver  the  same  to  the  Trus- 
tees of  the  Boston  Public  Library." 

The  above  extract  from  the  Record  was  communicated  to  me.  as 
Chairman  of  the  Board  of  Trustees  of  the  Thomas  (fane  Public  Li- 
brary, of  the  City  of  Quincy,  in  whose  hands,  as  depositaries,  the 
library  of  President  John  Adams  now  is. 

That  Board  has  no  power  of  control  over  the  collection.  It  is 
merely  placed  at  their  request  in  the  Crane  Memorial  Hall  subject  to 
: 1 1 1 \  disposition  which  the  Supervisors  maj  make  of  it. 

i  ha\e.  therefore,  now  to  inform  you  that  the  Trustees  of  the 
Thomas  (lane  Public  Library  hold  the  John  Adams  collection  sub- 
ject to  the  order  of  the  Hoard  of  Trustees  of  the  Public  Library  of 
the  City  of  Boston.  We  will  deliver  the  Library  to  your  agents  at 
any  time  it  may  suit  your  convenience  to  receive  it,  taking  your 
written  receipt  therefor. 

I  have  the  honor  to  be,  etc., 
[Signed]        CHARLES  FRANCIS    \I'AM\ 

(  hairman. 
S.    A.   B.    ABHOTT,    ESQ  . 

Public  Library,  Boston. 


It  was  thereupon, 

Voted,  That  the  correspondence  he  spread  upon  the 
record,  and  that  the  transfer  by  the  Supervisors  of 
the  Adams  Temple  and  School  Fund,  of  the  John 
Adams  Library,  now  depositee]  with  the  Trustees  of 
the  Thomas  Crane  Public  Library  at  Quincy,  to  the 
Trustees  of  the  Public  Library  of  the  City  of  Boston, 
be  accepted,  and  that  the  President  be  authorized  to 
receive  the  same  from  the  Trustees  of  the  Thomas 
Crane  Public  Library,  and  to  receipt  therefor. 

It  was  also. 

Voted,  That  the  said  Library  when  received  shall  be 
deposited  in  a  suitable  alcove  in  the  new  Public  Li- 
brary building  in  Copley  Square,  and  shall  be  entitled 
the  "  John  Adams  Library,"  and  be  provided  with  a 
proper  book-plate. 

It  was  further. 

Voted,  That  the  thanks  of  the  Corporation  be  re- 
turned to  the  Supervisors  of  the  Adams  Temple  and 
School  Fund. 
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4  P.M.,  Dec.  5,  1893. 


Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

This  day  having  been  advertised  for  the  reception 
<of  bids  for  electric  furnishings  for  the  new  Public  Li- 
brary building,  the  President  opened  those  that  had 
been  received,  in  the  presence  of  the  gentlemen  offer- 
ing them,  and  read  them  as  follows  : — 

1.  Archer  &  Pancoast  Co.  for  $1 4,528. 

2.  Henry  T.  Edwards,  for  #11, 047.10 

3.  MeKenney  &  Waterbury,  for  $17,241. 

The  proposals  were  taken  under  advisement  by  the 
Corporation,  and  the  bidders  withdrew. 

4  P.M.,  Dec.  12,  1893. 

Present :  Messrs.  Abbott  and  Haynes. 

A  letter  dated  December  9th,  1893,  was  received  and 
read  from  Charles  Francis  Adams,  Esq.,  stating  that 
the  John  Adams  Library  is  perfectly  safe  and  well 
cared  for  in  the  Thomas  Crane  Memorial  Hall,  and 
suggesting  that  it  be  allowed  to  remain  there  until  the 
Trustees  are  ready  to  receive  it  in  the  new  Public  Li- 
brary building,  its  place  of  final  deposit. 

Ordered  to  be  placed  on  file. 

Ordered,  That  the  President  be  requested  to  reply 
to  Mr.  Adams,  and  to  say  that  his  suggestion  meets 
with  the  concurrence  of  the  Trustees. 

4  P.M.,  Dec.  19,  1893. 

Present :  Messrs.  Abbott,  Haynes  and  Richards. 

Ordered,  That  the  President  be  authorized  to  sign  a 
special  order  on  Messrs.  Norcross  Bros,  for  the  electric, 
plant  foundation  for  the  new  Public  Library  building, 
for  the  sum  of  $4,600.00,  this  action  being  taken  un- 
der the  advice  of  Mr.  E.  D.  Leavitt,  the  consulting 
engineer  of  the  Trustees. 

A  letter  was  received  and  read  from  Messrs.  Wood- 
bury &  Leighton  dated  the  13th  instant,  with  refer- 
ence to  the  matter  of  the  arbitration  under  their  con- 


172 


tract  upon  the  new  Public,  Library  building,  and  the 
President  read  his  reply  thereto,  of  this  (lay,  which 
was  approved  by  the  Corporation,  and  the  correspon- 
dence ordered  to  be  placed  on  file. 

The  President  submitted  to  the  Corporation  a  num- 
ber of  sheets  of  plans  for  engines  for  the  new  Public 
Librarv  building;,  and  stated  that  the  remainder  of  said 
plans  will  be  ready  Thursday  next,  whereupon  it  was 

Ordered.  That  the  President  be  authorized  to  adver- 
tise for  proposals  to  furnish  said  engines. 

4  P.M..  Dec.  20,  1893. 

Present:    Messrs.    Abbott.  ILiynes.   Pierce  and  Rich 
ards. 

A  communication  was  received  from  Nat.  II.  Taylor, 
Esq.,  the  Mayor's  Secretary,  transmitting  a  copy  of 
the  proceedings  of  a  meeting  held  Dec  1  •">.  of  the 
Brotherhood  of  Painters  anil  Decorators  of  America. 
Union  201.  of  Boston,  protesting  against  the  decora- 
tive work  on  the  new  Public  Library  building  being 
done  by  New  York  decorators. 

( Ordered  to  be  placed  on  lib'. 

Voled .  That  the  bid  of  the  Archer  &  Pancoast  Mfg. 
Co..  received  Dee.  5th,  L893,  for  the  electric  fixtures 
for  lighting  the  new  Public  Library  building,  of 
$14,528.00  be  accepted,  and  that  the  contract  for  this 
work  be  awarded  to  them. 

Voter!,  That  the  President  be  authorized  and  directed 
to  execute  and  to  sign  a  contract  with  the  Archer  & 
Pancoast  Mfg.  Co.  in  conformity  with  their  proposal 
accepted  this  day,  to  furnish  the  electric  lighting  fix- 
tures for  the   new  Public  Library  building  for  $14,528. 

The  Clerk  was  ordered  to  return  the  checks  depos- 
ited on  Dec.  5th  with  their  proposals,  to  the  McKenney 
&  Waterbury  Co..  and  Henry  T.  Edwards. 

Ordered,  That  the  President  be  authorized  to  adver- 
tise for  bids  for  Neolith  for  whitening  certain  ceilings 
and  walls  in  the    new  Public    Library  building. 


173 


4  P.M.,  Dec.  29,  1893. 

Present :   Messrs.  Abbott,  Haynes,  and  Richards. 

A  letter  was  received  from  Mr.  E.  D.  Leavitt,  trans- 
mitting five  sets  of  blueprints  of  the  plans  of  the  elec- 
tric light  engines  for  the  new  Public  Library  building, 
and  was  ordered  to  be  placed  on  file. 

4  P.M.,  Jan.  2,  1894. 

Present :  Messrs.  Abbott  and  Richards. 

Ordered,  That  the  President  be  authorized  and  di- 
rected to  make  a  contract  with  the  Bethlehem  Iron 
Company  of  South  Bethlehem,  Pa.,  to  furnish  forgings 
as  follows : 

2  connecting  rods, 

9   r»i«lrtn   vnrls 


2  piston  rods, 

2  valve  gear  shafts, 

2  crank  shafts,  with  cranks  and  pins, 

2  cam  shafts 


for  the  engines  for  the  new  Public  Library  building  at 
twenty  cents  a  pound  in  accordance  with  their  propo- 
sition of  December  30,  1893,  to  Mr.  E.  D.  Leavitt,  and 
recommended  by  him  to  the  Trustees  for  acceptance. 

4  P.M.,  Jan.  5,  1894. 

Present :  Messrs.    Abbott,  Pierce  and  Richards. 

A  letter  was  received  and  read  from  Messrs.  Wood- 
bury &  Leighton  in  reference  to  the  matters  to  be 
brought  before  the  arbitrators  appointed  by  the  Trus- 
tees and  themselves,  and  the  President  stated  the  sub- 
stance of  his  reply  thereto  which  was  approved. 

Ordered,  That  the  wainscot  in  the  Librarian's  room 
in  the  new  Public  Library  building  be  changed  from 
oak  to  painted  wood. 

A  communication  dated  the  28th  of  December  was 
received  and  read  from  the  Boston  Society  of  Civil 
Engineers  requesting  permission  to  visit  the  new  Pub- 
lic Library  building  on  January  24,  1894,  whereupon 
it  was 
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Voted,  That  the  Boston  Society  of  Civil  Engineers 
be  invited  to  visit  as  a  body  and  to  inspect  the  new 
Public  Library  building  on  January  24th,  1894. 

The  President  reported  that  as  authorized  at  the 
last  meeting  he  had  made  a  contract  with  the  Bethle- 
hem Iron  Company  of  South  Bethlehem,  Pa.,  to  fur- 
nish certain  si  eel  forginga  for  the  electric  light  engines 
for  the  new  Public  Library  building  at  the  rate  of 
twenty  cents  a  pound. 

Ordered,  That  the  President  be  authorized  to  ar- 
range for  furnishing  an  additional  pneumatic  tube  in 
the  new  Public  Library  building,  from  the  Delivery 
Desk  to  the  public  card  catalogue  in  Bates  Hall  at  a 
cost  not  to  exceed  s  180.00. 

Ordered,  That  Charles  \Y.  Crane  be  employed  as 
night  fireman  at  the  new  Public;  Library  building,  from 
January  7,  1894,  at  the  rate  of  $2.50  a  night. 

4  P.  M.,  Jan.  12,  1894. 

Present  :    Messrs.  Abbott,  Prince  and    Richards. 

The  President  reported  that  acting  under  authority 
of  the  Corporation  of  November  14,  1893,  he  had 
signed  Special  Order  No.  155  on  the  Snead  &  Co.  Iron 
Works  to  furnish  and  put  up  elevator  car  for  $700.00  ; 
and  of  December  19,  1893,  on  Messrs.  Norcross  Bros, 
for  foundations  lor  electric  light  enyanes  for  the  sum 
of  $4,600.00.     Report  accepted  and  adopted. 

He  submitted  two  copies  of  the  contract  in  triplicate, 
dulv  signed  and  executed,  with  the  Bethlehem  Iron 
Companv  for  furnishing  the  steel  forgings  at  twenty 
cents  a  pound  as  authorized  by  vote  of  the  Corporation 
of  January  2,  1894.  and  it  was  ordered  that  one  of  said 
copies  be  tiled  with  the  City  Auditor  and  the  other 
placed  in  the  files  of  the  Library  relating  to  the  new 
building,  the  third  having  been  retained  by  the  said 
Bethlehem  Iron  Company. 

Ordered,  That  the  President  be  authorized  to  have 
samples  of  furniture  prepared  for  the  new  Public  Li- 
brary building  at  a  cost  not  exceeding  $o00.00. 

Ordered,  That  the  President  be    authorized  to  pro- 
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vide  for  painting  the  ceilings  of  the  special  libraries 
with  Neolith  before  the  stagings  now  in  use  by  the 
plasterers  are  removed. 

4  P.M.,  Jan.  16,  1894. 

Present :  Messrs.  Abbott  and  Richards. 

Ordered,  That  the  President  be  authorized  to  sign 
special  order  for  tiling  in  the  new  Library  building 
and  for  the  marble  for  the  landings  on  the  Boylston 
Street  side. 

4  P.M.,  Jan.  19,  1894. 

Present :  Messrs.  Abbott,  Hnynes  and  Pierce. 

A  letter  was  received  and  read  from  E.  D.  Leavitt, 
Esq.,  in  which  he  estimates  the  total  cost  of  the  work 
to  be  performed  by  the  Bethlehem  Iron  Company  un- 
der their  contract  at  $1650,  and  an  approximate  esti- 
mate of  the  total  cost  of  the  engines  in  place,  includ- 
ing the  forcings  from  the  Bethlehem  Iron  Co.,  but  not 
including  the  connecting  pipes  from  the  boilers  to  the 
engines,  at  $24,000.00. 

Ordered  to  be  placed  on  file. 

The  proposition  of  Elmer  E.  Garnsey  to  make,  set 
in  place  and  paint  a  band  of  panels  at  the  top  line  of 
the  book-cases  in  Bates  Hall  of  the  new  Public  Library 
building  for  $715.00  was  accepted,  and  the  President 
was  authorized  to  execute  a  contract  for  the  same  on 
behalf  of  the  Trustees. 

The  President  was  further  authorized  to  sign  special 
orders,  all  upon  Ira  G.  Hersey,  as  follows  :  No.  157, 
dated  Aug.  18,  1893,  to  omit  wainscot  in  Trustees' 
room,  woodwork  of  the  Trustees'  staircase,  to  put  in 
an  oak  floor  in  Trustees'  room,  and  additional  lockers 
and  doors,  making  a  deduction  from  his  contract  of 
Oct.  19,  1892.  for  the  same,  of  $70.50;  No.  158,  dated 
July  22,  1893,  to  omit  pine  floor  base  and  stage  of  Lec- 
ture hall,  making  a  deduction  therefor  from  said  con- 
tract of  $847.00;  No  159,  dated  Aug.  28,  1893,  to 
put  screens  in  the  openings  between  Arcade  driveways 
for  $400.00;  No.  100,  to  furnish  and  put  up  eight 
doors  to  air  ducts  in  cellar,  for  $04.00. 
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3  P.M.,  .Ian    23,  1X94. 

Present  :  Messrs.  Abbott.  Havnes,  Pierre  and  Rich- 
ards. 

Ordered,  That  the  President  be  authorized  to  sign  a 
special  order  on  Messrs.  Norcross  Bros,  lor  changes  in 
the  corner  rooms  of  the  Special  Libraries  floor,  for  the 
sum  of    si  1ST. (H). 

Voted,  To  approve  the  bill  of  William  E.  Bowditch, 
florist,  amounting  to  $230.00,  for  trees  in  tubs  furnished 
to  the  Trustees  through  William  Doogue,  City  For- 
ester, to  be  placed  in  the  courtyard  of  the  new  Public 
Library  building. 

At  I  P.M.,  the  hour  selected  for  the  reception  of 
proposals  to  furnish  the  electric  lighting  engines  for 
the  new  Public  Library  building,  the  President  opened 
and  read  those  reeeived  as  follows: 

Dickson  Manufacturing  ('<>.  to  finish  work  by  the  1st  of  October, 
1894,  tor  the  sum  of  $32,150. 

I.  1'.  Morris  Co.  to  finish  work  by  the  23d  <>f  June,  1894,  for  the 
sum  of  $1(5,950. 

I. ock wood  Mfg.  Co.  to  finish  work  by  the  30th  of  Decefhber,  1894, 
for  tln>  -urn  of  $21 ,460. 

Each  proposal  was  accompanied  by  a  certified  check 
lor  $500. 

After  consideration  it  was 

Voted,  That  the  proposal  of  the  1.  P.  Morris  Co.  be- 
ing the  lowest  received  and  the  Company  being  one  of 
reputation  and  responsibility,  by  the  .advice  of  Mr.  E. 
1).   Leavitt.  be  accepted. 

Voted.  That  the  President  be  authorized  and  directed 
to  make,  execute  and  deliver  in  triplicate  in  behalf  of 
the  city  of  Boston  a  contract  with  the  1.  P.  Morris  Co. 
of  Philadelphia,  for  work  to  be  done  and  material  to 
be  furnished  for  the  electric  lighting  engines  complete 
for  the  new  Public  Library  budding  for  the  sum  of 
$16,950.00  as  specified  in  their  proposal  received  this 
day. 

Ordered,  That  the  Clerk  be  directed  to  return  the 
checks  accompanying  the  proposals  received  from  the 
Dickson  Manufacturing  Co.  and  the  Lockwood  Mfg.  Co. 
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4  P.M.,  Jan.  30,  1894. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

The  Clerk  reported  that  as  directed  at  the  last  meet- 
ing he  had  returned  the  checks  for  Five  hundred  dol- 
lars ($500.00)  each,  deposited  with  their  proposals  re- 
ceived January  23d  by  the  Dickson  Manufacturing  Co. 
and  the  Lock  wood  Manufacturing  Co.,  and  he  exhib- 
ited their  receipts  therefor. 

A  communication  was  received  and  read  from  Wil- 
liam H.  Say  ward,  Esq.,  Secretary  of  the  Master  Build- 
ers' Association,  stating  that  a  Convention  of  the  Na- 
tional Association  of  Builders  is  to  be  held  in  Boston 
during  the  week  beginning  February  12,  1894,  and 
suggesting  that  arrangements  be  made  by  which  the 
Association  may  visit  the  new  Public  Library  building  ; 
whereupon  the  Clerk  was  instructed  to  reply  to  Mr. 
Saj^ward  that  the  Trustees  take  pleasure  in  inviting 
the  Master  Builders'  Association  to  visit  and  to  inspect 
the  new  Public  Library  building  o  n  Thursday,  Febru- 
ary 15,  1894,  oi  such  other  day  as  the  Association  may 
elect. 

The  President  was  authorized  to  sign  Special  Orders 
as  follows  : — 

No.  161. — David  Mcintosh  to  furnish  and  put  up 
panels  under  windows  in  Bates  Hall,  including  neces- 
sary iron  work,  pointing,  etc  ,  for  $322.00. 

No.  163. — Norcross  Bros.  Build  up  sixteen  open- 
ings in  Special  Libraries,  for  $1185.00. 

No.  104. — L.  D.  Hicks  &  Son.  Change  fan  room 
and  covering,  for  $575.00. 

No.  105. — Nutter,  Barnes  &  Co.  Furnish  and  put 
up  exhaust  fan,  for  $1100. 00. 

Xo.  LOO. — Norcross  Bros.  Furnish  and  put  in  place 
Plenum  fan  pan  in  basement, for  $1972.00. 

No.  107. — Bowker,  Torrey  &  Co.  Lay  white  Ital- 
ian marble  tiles  on  landings  of  Boylston  St.  stairs  in- 
stead of  Terrazzo,  for  $51.00. 

No.  108. — General  Electric  Co.  Furnish  and  put  in 
additional  brass  junction  boxes  in  Bates  Hall  and  main 
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stairway  and  make  necessary  connections,  put  in  addi- 
tional circuil  in  end  of  Bates  Hall  and  change  location 
of  outlets  in  Trustees'  looin  and  Architectural  library. 
for  $334.00. 

No.  170. — General  Electric  Co.  Furnish  1225  key 
sockets  and  hard  rubber  bushings  sockets,  for  $334  13. 

Also  two  special  orders  on  David  Mcintosh  for  the 
changes  in  the  Bates  Hall  ceiling 

I  P.M.,  Feb.  6,  1894. 

Present:  Messrs.  Abbott,  Haynes  and  Richards. 

The  Trustees  ll;i\«-  ;t  hearing  to  Miss  Lane  who  ex- 
hibited  ;i  desire  to  aid  in  lie-  removal  of  hooks  from 
the  old  Library  building  to  tie-  new. 

The  Trustees  voted  to  invite  tie-  Commissioners  and 
Inspectors  of  Public  Buildings  to  visit  the  new  Public 
Library  building  on  Thursday,  Feb.  loth,  the  day  se- 
lected by  the  Master  Builders'  Association  for  the  same 
object,  and  the  Clerk  was  directed  to  communicate 
with  Mr.  John  S.  Damrell,  Inspector  of  Buildings,  and 
inform  him  of  this  action  of  the  Trustees. 

A  letter  dated  December  28,  1893,  to  His  Honor  the 
Mayor,  signed  by  the  President  on  behalf  of  the  Cor- 
poration, requesting  permission  to  make  contracts  I'm 
the  electric  light  engines  and  dynamos  for  the  new 
Public  Library  building  without  advertising  for  propo- 
sals in  the  daily  newspapers,  was  returned  from  the 
office  of  His  Honor  the  Mayor  endorsed  with  his  ap- 
proval.    Ordered  to  be  placed  on  file. 

The  President  reported  that  acting  undo'  the  au- 
thority of  the  Corporation  of  January  Hod,  he  had 
executed  in  triplicate  a  contract  with  the  I.  P.  Morris 
Co.  ol'  Philadelphia  to  furnish  electric  lighl  engines  for 
the  new  Public  Library  building  on  Copley  Square  for 
the  sum  of  Sixteen  thousand  nine  hundred  and  fifty 
dollars  ($16,950),  said  work  to  be  completed  on  June 
23,  1894. 

He  further  reported  that  as  authorized  by  the  Cor- 
poration he  had  signed  special  orders  161,  Ibo-IGS 
inclusive,  and  170. 
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4  P.M.,  Feb.  16,  1894. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards, and  Mr.  McKim  of  the  architects. 

The  President  was  authorized  to  sign  special  order 
No-  171,  on  the  General  Electric  Company  to  furnish 
and  put  up  an  electric  motor  in  the  new  Public  Library 
building,  for  the  sum  of  $829.00. 

Proposals  to  do  painting  in  Neolith  of  rooms  in  the 
new  Public  Library  building  were  received  from  E.  E. 
Garnsey,  Esq.,  Messrs.  Wallburg  &  Sherry,  and  W.  J. 
McPherson,  Esq.,  and  the  lowest  proposal,  that  of  W. 
J.  McPher.;on,  Esq.,  for  the  sum  of  $3981.83  was  ac- 
cepted, and  the  President  was  authorized  to  arrange 
with  him  for  this  work  according  to  the  terms  of  said 
proposal. 

The  proposition  of  the  New  England  Telephone  and 
Telegraph  Co.,  to  install  the  necessary  wiring  in  the 
new  Public  Library  building  for  the  operation  of  their 
combination  speaking  tubes  and  instruments  for  the 
sum  of  $ii97-12  was  received  and  accepted  and  the 
President  was  authorized  to  contract  with  them  for 
this  work  for  the  sum  named. 

Ordered,  That  the  floor  of  the  Bates  Hall  in  the 
new  Public  Library  building  consist  of  panels  of  Ter- 
ra zzo  separated  by  bands  of  yellow  Verona  marble. 

Ordered,  That  the  President  be  authorized  to  sign  a, 
special  order  on  Messrs.  Bowker,  Torrey  &  Co.  to  fur- 
nish the  yellow  Verona  marble  for  the  Bates  Hall,  re- 
ferred  to  above,  for  the  sum  of  $923. 00. 

Voted,  To  omit  all  grilles  in  the  lower  windows  on 
the  exterior  of  the  new  Librarv  building. 

7.30  P.M.,  Feb.  20,  1894. 

Present  :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

The  President  submitted  an  estimate  from  Messrs. 
Norcross  Bros,  which  has  received  the  approval  of  Mr. 
E.  1).  Leavitt,  to  furnish  and  set  two  wheel  [tits  for  the 
electric  light  engines  at  the  new  Public  Library  build- 
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in<i-  for  the  sunt  of  $377.00,  and  the  President  was  au- 
thorized to  contract  with  Messrs.  Norcross  Bros,  for 
this  work  for  the  sum  stipulated. 

A  letter  dated  the  19th  instant  was  received  from 
Mr.  E.  I).  Leavitt  reporting  that  the  electric  light  en- 
gines are  well  underway.  Ordered  to  be  placed  on  file. 

The  President  was  further  authorized  to  approve 
bills  for  the  inspection  of  the  work  upon  the  engines 
intended  for  the  new  Library  building  at  a  rate  not  i<> 
exceed  s  1  "U  n  monl  li. 

Ordered.  That  the  President  l>e  authorized  to  sign  a 
special  order  on  Messrs.  Bowker,  Torrey  ^  Co.  to  fur- 
nish and  set  door  trims  in  Bates  Hall  of  the  new  Pub- 
lic Library  building  for  the  sum  of  $7,873. 

Ordered,  That  I).  Morison.  jr.,  be  paid  at  the  rate 
of  $2.50  a  day  for  one  week's  temporary  service  in  the 
new  Public  Library  building. 

The  Clerk  of  the  works  reported  that  Charles  \Y. 
Crane,  night  fireman  at  the  new  Public  Library  Imild- 
ing,  left  the  service  Friday,  Februar}  9,  1894,  and  he 
recommended  the  employment  in  his  place  of 'Stephen 
J.  Reddick,  at  the  rate  of  $15.00  a  week,  from  Feb- 
ruary 12.  1894,  and  that  the  compensation  of  Mr. 
George  Zittel  he  increased  by  $2.50  a  week  on  account 
of  extra  labor  required  of  him  on  account  of  the 
above  change,  whereupon  it  was 

Ordered.  That  Stephen  J.  Reddick  he  employed  at 
$1  ">.()(>  a  week  as  night  fireman  for  the  new  Public  Li- 
brary building  from  February  13,  1894. 

Ordered.  That  the  salary  of  George  Zittel  be  at  the 
rate  of  $22.50  a  week  from  Feb.  16,  1894. 

Ordered.  That  three  dozen  metal  a^h  barrels  be  pur- 
chased tor  the   new  Library  building. 

I  P.M.,  Kik.  23,  1894. 

Present:    Messrs.  Abbott.  Haynes  and  Pierce. 

A  communication  dated  Feb.  19,  1S'.)4.  was  received 
from  John  F.  White.-  Secretary  of  Branch  No.  3  of  the 
National  Association  of  marble  cutters  and  setters  of 
America,  requesting    the   removal  of  a   man  employed 
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under  the  contract  of  the  Trustees  with  Messrs.  Bow- 
ker,  Torrey  &  Co. 

Voted,  That  the  President  be  requested  to  reply  to 
the  communication  above  referred  to. 

A  communication  was  received  from  the  Bethlehem 
Iron  Co.  requesting  the  approval  of  the  Trustees  of 
instructions  received  from  the  I.  P.  Morris  Co.  that  the 
forgings  for  the  electric  light  engines  for  the  new  Pub- 
lic Library  building  be  shipped  direct  to  the  shops  of 
the  I.  P.  Morris  Co.,  and  the  Clerk  was  instructed  to 
say  that  such  instructions  meet  the  approval  of  the 
Trustees. 

Ordered,  That  the  President  be  authorized  to  sign 
special  order  No.  172  on  the  Snead  &  Co.  Iron  Works 
to  furnish  additional  radiator  screens  for  the  new  Pub- 
lic Library  building  for  $080. 00,  said  sum  to  be  charged 
against  the  item,  "  Heating  and  ventilation." 

4  P.M.,  March  2,  1894. 

Present:  Messrs.  Abbott,  llaynes,  Pierce  and  Rich- 
ards. 

Three  letters,  each  dated  28th  of  February,  were 
received  from  Mr.  E.  D.  Leavitt,  the  first  stating  that 
lie  has  approved  of  the  proposition  of  the  I.  P.  Morris 
(Jo.  to  furnish  a  different  kind  of  steel  than  that  speci- 
fied in  the  contract  of  the  said  Com.ptiny.to  be  used  on 
the  engines  for  the  new  Library  building;  the  second 
stating  that  he  has  received  information  in  regard  to 
the  Epstein  storage  battery  ;  and  the  third  that  the  1. 
l\  Morris  Co.  have  reported  that  much  of  the  work  in- 
tended for  the  new  Library  is  well  under  way. 

Read  and  ordered  to  be  placed  on  file. 

The  propositi/))!  of  W .  J.  McPherson  to  paint  twenty- 
eight  panels  under  the  windows  in  the  Bates  Hall  of 
the  new  Public  Library  building,  for  $129.60  and  to 
paint  in  Neolith  the  tile  ceilings  in  Arcade  for  $109.20. 
was  accepted,  and  this  work  was  ordered  to  be  included 
in  the  contract  for  painting  in  Neolith  by  said  McPher- 
son authorized  by  the  Corporation  February  10,  1S94. 
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The  President  was  authorized  to  sign  ;i  special  order 
on  Ira  G.  Hersey  for  elevator  doors  and  screens  for  the 
sum  of  $114  1. 

Be  further  reported  that  he  had  made  a  contract 
with  Daniel  P.  Gosline  for  furnishing  and  setting  Ple- 
num fan  for  the  sum  of  $1170.00,  the  same  to  hi' 
charged  against,  the  item  "Heating  and  ventilation," 
whereupon  it  was 

Ordered,  That  the  action  of  the  President  in  this 
matter  he  approved. 

1  P.M.,  March  L3,  1894. 

Present  :  Messrs.  Abbott,  Ilaynes,  Prince.  Pierce  and 
Richards. 

Voted,  That  the  Trustees  colder  with  .Mr.  William  C. 
Todd  upon  the  Bubjecl  of  the  newspapers  to  be  pro- 
vided hyhis  annual  gift  of  $2,000. 

A  petition  from  James  A.  Berrill,  one  of  the  Inspec- 
tors at  the  new  Public  Library  building,  that  a  deduc- 
tion lor  absence  made  in  his  pay  he  restored  to  him. 
was  considered  and  tin?  Trustees  ordered '  that  the 
sum  asked  tor  he  allowed,  less  the  amount  paid  to  the 
substitute  employed  during  his  absence. 

The  President  was  authorized  to  sign  special  order 
No.  170  on  Ira  G.  Hersey  to  furnish  and  put  up  an  oak 
counter  in  the  Delivery  Room  of  the  new  Public  Li- 
brary building  for  the  sum  of  $19500. 

4  P.M.,  March  23,  L894. 

Present  :  Messrs.  Abbott,  Haynes,  Prince,  Pierce  and 
Richards,  the  same  constituting  the  full  hoard. 

The  President  reported  that  he  had  signed  special 
order  No.  17G  on  Ira  (i.  Hersey  for  oak  counter  in  the 
delivery  room  of  the  new  Puhlic  Library  building  for 
one  hundred  and  thirty-five  dollars  ($135.00)  as  au- 
thorized at  the  meeting  of  March  13,  1894. 

A  letter  was  received  from  James  A.  Berrill  thank- 
ing the  Trustees  for  their  favorable  consideration  of 
his  petition  at  the  last  meeting  of  the  Corporation. 
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A  letter  from  E.  D.  Leavitt,  Esq.,  reporting  upon 
the  condition  of  the  electric  light  engines  for  the  new 
Public  Library  building  was  received  and  ordered  to 
be  placed  on  file. 

4  P.M.,  March  30,  1894. 

Present :  Messrs.  Abbott,  Haynes,  Prince  and  Pierce. 

The  President  laid  before  the  Corporation  copies 
in  triplicate  of  the  contract  with  W.  J.  McPherson  for 
painting  in  neolith,  as  authorized  at  the  meetings  of 
February  16th  and  March  2d,  1894,  for  the  sum  of 
$4,516.31. 

Ordered,  That  one  copy  be  placed  upon  the  Library 
files,  another  be  transmitted  to  the  City  Auditor,  and 
the  third  be  sent  to  the  contractor. 

4  P.M.,  April  17,  1894. 

Present:  Messrs.  Abbott,  Haynes,  Prince  and  Pierce. 

The  President  reported  that  as  authorized  at  the 
meeting  of  February  20,  1894,  he  had  signed  Special 
Order  No.  174  on  Messrs.  Bowker,  Torrey  &  Co.  to 
furnish  and  set  doors  in  Bates  Hall  for  the  sum  of 
$7,873.00. 

Ordered,  That  the  bill  of  Mr.  E.  D.  Leavitt  dated 
April  3,  1894,  for  $51.60  for  the  services  and  expen- 
ses of  an  inspector  in  March,  be  approved  for  pay- 
ment. 

4  P.M.,  May  1,  1894. 

Present :  Messrs.  Abbott,  Haynes,  Prince  and  Pierce. 

Ordered,  That  the  services  of  S.  J.  Reddick.  night- 
fireman  at  the  new  Public  Library  building,  be  dis- 
pensed with  from  May  3,  1894. 

Ordered,  That  the  services  of  James  A.  Berrill,  In- 
spector at  the  new  Public  Library  building,  be  dis- 
pensed with  from  May  17.  1894. 

Ordered,  That  the  salary  of  H.  C.  Packard.  Clerk  of 
the  Works  at  the  new  Public  Library  building,  be  at 
the  rate  of  Four  and  ^\  dollars  ($4.50)  a  day  from 
May  13,  1894. 


184 


A  bill  from  the  Bethlehem  Iron  Co.  bearing  the  ap- 
proval of  Mr.  E.  I).  Leavitt,  for  One  thousand  six  bun- 
dled and  seventeen  and  T^  dollars  ($1,617.40)  for 
the  complete  work  under  their  contract  dated  Jan.  3, 
L894,  was  received  and  approved  for  paymenl  by  the 
Corporation. 

A  request  from  William  II.  Gnieby,  Esq..  to  be  per- 
mitted to  take  one  of  the  terra-cotta  plant  pot-  now 
at  the  new  Public  Library  building,  for  temporary  use 
as  a  sample  at  bis  factory,  he  to  be  responsible  for  and 
to  guarantee  its  safe  return,  was  granted. 

1  P.M..  May  -I.  1894. 
Present:    Messrs.  A.bbott,  Prince  and  Haynes. 

■ 

The  President  reported  thai  he  had  signed  Special 
Order  No.  180  on  the  General  Electric  Co.  to  fur- 
nish and  set  a  fifty  horse  power  motor  complete  and 
in  running  order,  for  $1,459.00.  Report  accepted  and 
adopted  and  the  action  of  the  President  therein  ap- 
proved and  conlii  nied. 

4  P.M..  May  L5,  1894. 

Present  :  Messrs.  Abbott.  Haynes,  Pierce,  and  Rich- 
ards. 

A  report  w  ceived   from  Mr.  (i.  E.  Wolters,  the 

Superintendent  of  Construction,  new  Library  building, 
stating  that  the  Siemens  and  Halske  Co.  have  requested 
a  pavment  on  the  dynamos  furnished  under  their  eon- 
tract  dated  Nov.  20,  1893,  which  are  now  at  the  new- 
Library   building,  whereupon  it  was 

Voted,  That  the  President  be  authorized  to  make  a 
special  draft  on  the  City  Treasurer  in  favor  of  the  Sic- 
ilians £  Halske  Electric  Co.  of  America  for  the  sum  of 
$7,000.  the  same  being  fifty  per  cent,  of  the  sum  total 
of  their  contract  to  furnish  dynamos  for  the  new  Pub- 
lic Library  building. 

The  President  reported  that  he  had  signed  Special 
Order  iSo.  Isl  on  Ira  G.  Hersey,  to  furnish  bookcases 
in  the  Architectural  Librarj-  for  the  sum  of  $539.00. 
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4  P.M.,  May  22,  1894. 

Present :  Messrs.  Abbott,  Haynes,  Pierce  and  Rich- 
ards. 

Voted,  That  the  vote  of  May  1st  dispensing  with 
the  services  of  James  A.  Berrill,  Inspector  at  the  new 
Library  building;,  be  reconsidered. 

Voted,  That  James  A.  Berrill,  be  continued  in  the 
service  of  the  Library  at  the  rate  of  Three  dollars 
($3.00)  per  day  from  May  18,  1894. 

Ordered,  Tbnt  the  salary  of  James  A.  Berrill  be  at 
the  rate  of  Three  dollars  ($3.00)  per  dav  from  May 
18,  1894. 

A  communication  was  received  and  re;id  from  H.  C. 
Packard,  Chief  Inspector  at  the  new  Library  building, 
stating  that  extra  service  of  four  nights  on  May  8th 
to  11th  inclusive  had  been  rendered  by  George  Zittel, 
Jr.,  Engineer,  whereupon  it  was 

Ordered,  That  George  Zittel,  Jr.,  be  allowed  com- 
pensation at  the  rale  of  Two  dollars  and  fifty  cents 
($2.50)  per  night. 

4  P.M.,  May  29,  1894. 

Present :  Messrs.  Abbott,  Haynes,  Prince  and  Rich- 
ards. 

The  President  reported  that  he  had  signed  Special 
Order  No.  182  on  Ira  G.  Hersey  to  furnish  and  put  up 
si  dumb  waiter  casing  for  One  hundred  and  forty-three 
dollars  ($143.00),  which  was  approved. 

The  President  was  authorized  to  arrange  for  the 
purchase  of  a  pair  of  platform  scales  and  to  provide 
for  the  foundation  of  the  same  at  a  cost  of  Two  hun- 
dred and  thirty  dollars  ($230.00);  for  the  painting  in 
the  Librarian's  room  at  a  cost  of  Seventy  five  dollars 
( |75.00)  ;  and  for  an  additional  steam  pump  for  Three 
hundred  and  fifty  dollars  ($350.00). 

Voted,  That  Mr.  McKim,  the  Architect,  be  author- 
ized to  decorate  the  walls  of  the  Trustees'  room  in  the 
new  Public  Library  building;,  with  stuff  of  such  fabric 
and  color  as  he  shall  think  best,  subject  to  the  ap- 
proval oi   the  President  as  to  cost. 
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Voted,  That  the  mantel  piece  now  sel  up  in  the  [mi- 
posed  Shakespeare  Library  in  the  new  Library  building 
be  approved  Cor  purchase  at  a  cost  not  to  exceed  Eight 
hundred  dollars  ($800.00). 

4  P.M.,  Jixe    19,  1894. 

Present  :    Messrs.  Abbott,  liichards  and  Benton. 

The  President  reported  that  be  had  signed  Special 
Order  No.  L85  on  the  General  Electric  Co.  to  install 
wire-  from  where  the  underground  service  enters  the 
building  to  the  switchboard,  and  to  change  the  six- 
light  outlet-  on  main  staircase  to  twenty-five  light 
outlets,  tor  the  sum  of  Two  hundred  and  sixty-three 
dollars  ($263.00). 

That  be  had  ordered  on  June  15  of  the  L  P.  Mor- 
ris Co.,  subject  to  the  approval  of  the  Trustees,  two 
cross-head  bodies  of  steel  castings,  for  the  elect  lie  light 
engines. for  Two  hundred  and  twenty  dollars  ($220.00), 
stating  that  bis  action  was  based  upon  the  recommend- 
ation of  Mr.  E.  D.  Leavitt,  the  consulting  engineer, 
whereupon  it  was 

Ordered,  That  the  action  of  the  President  as  above 
reported,  be  confirmed  and  approved. 

Upon  recommendation  of  Mr.  E.  I).   Leavitt  it  was 

Ordered,  That  the  Siemens  &  Halske  Electric  Co.  be 
allowed  a  further  payment  of  twenty-live  per  cent., 
that  is,  Thirty-live  hundred  dollars  ($8500.00)  on  their 
bill  for  dynamos  in  the  new  Library  building,  in  addi- 
tion to  the  fifty  per  cent,  authorized  at  the  meeting  of 
the  Corporation  May   15,   1894. 

Two  communications  dated  June  11  th.  were  re- 
ceived from  Mr.  E.  D.  Leavitt.  giving  abstracts  of  tie- 
Inspector-'  reports  upon  the  progress  of  the  work  upon 
the  electric  light  engines  for  the  new  Library  building 
now  being  built  at  the  I.  P.  Morris  Co's  establishment 
in  Philadelphia,  which  were  lead  and  ordered  to  be 
placed  on  file. 

4  P.M..  Jink  21,  1894. 

Voted,   That    the    President    be    authorized    to    sign 
special    order   upon   Ira  G.  Mersey  for  a   dumb   waiter. 
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enclosure  and  pneumatic  tube  on  the  special  libraries 
floor  including  the  painting  for  the  sum  of  One  hun- 
dred and  eighty-five  dollars  ($185.00),  also  special  or- 
der on  W.  J.  McPherson  for  painting  the  walls  and 
ceiling  of  the  Architectural  Library  for  One  hundred 
and  ninety-three  dollars  and  twenty  cents  ($193.20); 
and  the  special  libraries  gallery  for  Two  hundred 
and  six  dollars  ($206.00). 

3  P.M.,  June  22,  1894. 

Present  :  Messrs.  Abbott,  Richards  and  Benton. 
A  bill  was  received  from  Messrs.  .Norcross  Bros., 
dated  January  1,  1894,  amounting  to  Five  thousand 
seven  hundred  and  ninetv-one  dollars  and  twentv-two 
cents  ($5,791.22)  lor  work  upon  the  new  Public  Li- 
brary building,  approved  by  the  Superintendent  of 
Construction  and  by  the  Clerk  of  the  Works,  and  pre- 
sented by  the  President  with  his  recommendation  that 
it  be  paid,  whereupon  on  motion  of  Mr.  Richards  it  was 

Voted,  That  the  same  be  authorized  for  payment. 

Voted.  That  the  President  be  authorized  to  make 
such  adjustment  of  the  matters  in  dispute  between  the 
Trustees  and  Messrs.  Woodbury  &  Leighton,  under 
their  contract  as  upon  consultation  with  the  Corpora- 
lion  Counsel  may  be  found  expedient  for  the  best  in- 
terests of  the  city. 

Voted,  That  the  President  and  Mr.  Richards  be  a 
committee  with  power  to  procure  such  furniture  for 
the  new  Library  building  as  may  be  immediately 
necessary  at  an  expenditure  of  not  exceeding  Twelve 
thousand  dollars  ($12,000). 

4  P.M..  Jr\K  20.  1894. 

Present  :    Messrs.  Abbott  and  Richards. 

The  President  reported  that  as  authorized  at  the 
meeting  of  June  2  1.  1894,  he  had  signed  Special  Or- 
ders Nos.  184  and  180  ;  the  first  on  Ira  G.  Hersev.  to 
furnish  and  put  up  dumb  waiter  casing  and  pneumatic 
tube,  for  One  hundred  and  eighty-live  dollars  ($185.01)  i: 
and  the  hitter  on  W.  J.  McPherson  to  paint  walls  and 
ceiling  of  Special  Libraries   Staircase    Hall   and    Archi- 
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tectural  Library  with  Neolith   for   Three  hundred   find 
ninety-nine  dollars  and  twenty  cents  ($399.20). 

The  President  was  authorized  to  sign  n  special  order 
for  a  ten-horsepower  motor  for  the  book  railways  at  a 
cost  of  Four  hundred  and  eighty-six  dollars  ($486.00). 

P.M.,  July  6,  L894. 

Present:  Messrs.  Abbott,    Prince  and  Richards. 

Voted.  That  the  President  he  authorized  and  requested 
to  execute  a  contract  with  .Tames  A.  .McNeill  Whistler 
to  decorate  the  wall  at  the  northwesterly  end  of  Bates 
Hall  in  the  new  Public  Library  building  for  the  sum 
of  Fifteen  thousand  dollars  ($15,000). 

Ordered*  That  new  machinery  be  provided  for  the 
bindery  in  the  new  Library  building  at  a  cost  not  to 
exceed  Seven  hundred  dollars  ($700.00). 

The  President  reported  that  in  accordance  with  the 
vote  of  the  Corporation  of  June  22d,  1894,  he  had 
made  an  arrangement  with  Messrs.  Woodbury  &  Leigh- 
ton  in  settlement  of  the  amounts  due  tor  the  fulfilment 
of  their  contract  of  July  22d,  1889,  together  with  all 
extra  work  done  under  it  for  the  sum  of  Eighteen 
thousand  dollars  ($18,000.00),  and  he  laid  before  the 
Trustees  a  letter  dated  this  day  from  the  Corporation 
Counsel  approving  that  settlement,  whereupon  it  was 

Voted,  That  the  agreement  with  Messrs.  Woodbury 
and  Leighton  lor  the  settlement  of  the  amount  to  be 
paid  them  under  the  terms  of  their  contract  of  .Inly 
22nd.  ISS',1.  and  lor  extra  work  thereunder,  for  the 
sum  of  Eighteen  thousand  dollars  ($18,000)  he  ratified 
and  confirmed,  and  that  the  President  be  authorized 
and  directed  to  execute  such  agreement  in  behalf  of 
the  Corporation 

Voted,  That  the  gift  ol  an  oil  painting  by  Domingo 
Fernandez  received  from  Miss  Ellen  Chase,  and  at 
present  displayed  in  the  periodical  room  of  the  new 
Public  Library  building,  be  gratefully  accepted,  witli 
an  expression  of  the  thanks  of  the  Trustees  for  the 
same. 

The  President  reported  that  as  authorized  at  the 
meeting  ol'  June  26th.  he  had  signed  special  order  No. 
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187  on  the  General  Electric  Company  to  furnish  and  put 
up  a  ten-horse-power  motor  for  Four  hundred  and 
eighty-six  dollars  ($486.00). 

Two  reports  were  received  and  read  from  Mr.  E.  D. 
Leavitt,  one  stating  that  the  engines  building  at  the  I. 
P.  Morris  Co's  works  will  not  be  completed  before  the 
latter  part  of  August;  and  the  other  upon  the  Epstein 
Electric  Accumulator,  which  were  ordered  to  be  placed 
on  file. 

Ordered,  That  after  the  first  of  August  next  all  vis- 
itors be  prohibited  access  to  the  new  Public  Library 
buildino- 
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4  P.M.,  July  17,  1894. 

Present :   Messrs.  Abbott  and  Richards. 

A  letter  dated  July  loth  from  Mr.  E.  D.  Leavitt 
was  received,  reporting  upon  the  work  on  the  electric 
light  engines  at  the  I.  P.  Morris  Co's  and  was  ordered 
to  be  placed  on  file. 

The  President  was  authorized  to  sign  Special  Order 
No.  188  on  Ira  G.  Hersey  to  substitute  moulded  pan- 
eled wainscot  for  bookcases,  and  for  other  work  in  the 
Bates  Hall  for  the  sum  of  One  thousand  and  twenty- 
six  dollars  ($1,026.00). 

Ordered,  That  the  President  be  requested  to  com- 
municate with  the  City  Government  to  the  effect  that 
the  sum  of  Twelve  thousand  dollars  ($12,000.00)  will 
be  required  to  cover  the  expense  of  moving  from  the 
old  Library  to  the  new  one. 

A  bill  from  Messrs.  A.  B.  &  E.  L.  Shaw  of  Two  hun- 
dred dollars  ($200.00)  for  designing  a  model  chair  for 
the  new  Library  building,  was  received  and  laid  on 
the  table. 

4  P.M.,  July  24.  1894. 

Present:   Messrs.  Abbott  and  Richards. 

The  President  was  authorized  to  sign  special  orders 
as  follows  : 

No.  189  on  Messrs.  Norcross  Bros,  to  perforin  addi- 
tional work  on  air  ducts  in  engine  room  for  Four  hun- 
dred dollars  ($400.00)  ; 
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No.  190  on  W.  J.  McPherson,  to  paint  with  Neo- 
lith  Patent  Libraries  Nos.  1  and  2  for  Two  hundred  and 

twenty-nine  dollars  and  forty  cents  ($229.40);  and 

No.  191  on  Norcross  Bros,  to  build  pine  plank  plat- 
form and  brick  support-;  for  Eighty  dollars  ($80.00)  : 
also  to  contract  with  Messrs.  Norcross  Bros,  to  remove 
the  granite  pedestals  on  either  side  of  the  main  en- 
trance of  the  new  Library  building  and  to  cut  and  set- 
new  ones  in  the  place  thereof  lor  Four  hundred  and 
seven  dollars  |  s  107  00). 

12  M..  August  1.  1894. 

Presenl  :   Messrs.  Abbott,  1'rince  and  Richards. 

Voted,  Thai  upon  its  removal  to  the  new  building, 
the  Parker  Library  be  designated  as  n  special  library 
and  the  hooks  be  restricted  to  hall  use. 

A  letter  was  received  and  read  from  Mr.  McKim 
stating  that  the  statue  of  Sir  Harry  Vane  by  Macmon- 
nies.  ii  gilt  from  Mr.  Charles  G.Weld,  has  been  shipped 
to  the  Trustees.      Ordered  to  he  placed  on  file. 

The  President  was  authorized  to  sign  a  special  order 
on  Messrs  Norcross  Bros,  to  cut  down  and  finish  sur- 
faces of  fifty  panels  in  Bates  Hall  for  Two  hundred  and 
sixty-one  dollars  i  $261.00). 

Two  letters  were  received  from  Mi1.  E.  D.  Leavitl 
embodying  reports  of  the  Inspector  upon  the  progress 
of  the  work  upon  the  engines  ;it  the  1.  P.  Morris  Co., 
which  were  read  and  ordered  to  he  placed  on  file. 

4  P.M..  August  7.  1894. 

Present  :    Messrs.  Abbott  and  Richards. 
A  communication  dated  August  3d  was  received  and 
read  from  His  Honor  the  Mayor  suggesting  that  everv 

.  DO  o  . 

effort  should  be  made  to  secure  the  money  needed  lor 
moving  from  the  old  Library  building  to  the  new  from 
the  regular  appropriation  for  this  \  ear.  and  the  Presi- 
dent was  authorized  to  make  suitable  reply  thereto. 

Messrs.  Abbott  and  Richards,  a  committee  at  the 
meeting  of  dune    '2'2.    1894,    upon    the    subject    of  tin? 
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furniture  for  the  new  Public  Library  building,  reported 
that  they  had  contracted  for  such  furniture  for  the  sum 
of  Four  thousand  and  ninety-seven  dollars  and  seventy 
five  cents  ($4097.75),  and  for  seven  hundred  chairs 
according  to  pattern  for  the  sum  of  Four  dollars  and 
nine  cents  ($4.09)  each  Report  accepted  and  approved. 
The  President  was  authorized  to  sign  special  orders 
on  Messrs.  Bowker,  Torrey  &  Co.,  the  first  to  omit  the 
bases  of  columns  provided  for  in  their  contract,  and 
the  second  to  carve  niche  heads  in  the  vestibules  of 
the  new  Library  building,  the  result  of  this  substitu- 
tion  being  a  deduction  of  One  thousand  six  hundred 
and  sixty-one  dollars  ($1661.00)  from  the  original  con- 
tract- 
He  was  further  authorized  to  enter  into  a  contract 
with  Elmer  E.  Garnsey  for  decorating  Lobby  No.  6  for 
the  sum  of  One  thousand  five  hundred  dollars  ($1,500). 
He  was  also  authorized  to  provide  for  a  clock  for 
the  court-yard  of  the  new  Public  Library  building  at  a 
cost  not  to  exceed  Four  hundred  dollars  ($400.00). 

3  P.  M.,  August  14,  1S94. 

Present  :   Messrs.  Abbott  and  Richards. 

The  President  reported  that  acting  under  authority 
granted  at  the  meeting  of  May  29,  1894,  he  had  con- 
tracted with  Elmer  E.  Garnsey  to  furnish  in  place  com- 
plete, wall  covering  and  window  drapery  for  the  Trus- 
tees' room  of  the  new  Public  Library  building  for  the 
sum  of  Five  hundred  dollars  ($500.00).  Report  accepted 
and  approved. 

The  President  was  authorized  to  sign  Special  Order 
No.  193  upon  Ira  G.  Hersey  to  furnish  and  put  up 
working  tables  and  a  partition  in  the  bindery  for  the 
sum  of  Four  hundred  and  sixty-nine  dollars  ($469.00). 

lie  was  also  authorized  to  contract  with  Ira  G.  Her- 
sey to  move  the  large  windows  on  Bates  Hall  floor  of 
the  new  Public  Library  building  on  the  Boylston  and 
Blagden  Street  sides  to  the  line  of  the  marble  work  : 
and  other  work  referred  to  in  a  letter  of  Messrs.  Mc- 
Kim.  Mead  and  White  dated  August  11.  1894,  for  the 
sum  of  Four  hundred  and  fifty  dollars  ($450.00). 
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4  P.M..  August  21,  1894. 

Present:    Messrs.  Abbott  and  Richards. 

The  proposition  of  Messrs.  Moore  &  Co.,  teamsters, 
to  remove  the  Barton  Library  to  the  new  building  for 
the  sum  of  Sixty  dollars  ($60.00),  provided  that  the 
packing  and  unpacking  be  done  by  employees  of  the 
Library,  was  accepted,  and  the  Executive  Ollicer  was 
authorized  to  arrange  for  the  removal  upon  the  terms 
set  forth  therein. 

Ordered,  That  the  President  be  authorized  to  sign 
a  Special  Order  upon  I).  P.  Gosline  to  complete  the 
Plenum  fan  for  the  sum  of  Eleven  hundred  forty-three 
dollars  ($1,143.00 

3  P.M.,  August  28,  L894. 

Present  :    Messrs.  Abbott  and    Richards. 
The  President    laid   before    the   Corporation  a  letter 
from  Mr.  E.  D.   Leavitt  enclosing  a  letter  and  proposal 

of  the  Epstein  Electric  Accumulator  Company  Limited 
for  an  installation  of  batteries  for  the  new  Library, 
with  a  recommendation  that  no  action  thereon  be 
taken. 

3  P.M..  Sept.  5,  1804. 

Present:    Messrs.  Abbott.  Prince  and  Richards. 

The  President  recommended  that  Matthew  Maguire 
be  temporarily  employed  as  porter  at  the  new  Library 
building  from  Sept.  3,  at  Two  dollars  twenty-five  cents 
($2.25)  a  day,  and  that  Henry  Niederauer  be  employed 
on  probation  as  engineer  at  the  new  Library  building. 

Recommendations  approved  and  adopted,  whereupon 
it  was 

Ordered,  That  Matthew  Maguire  be  employed  at 
Two  dollars  twentv-five  cents  ($2.25)  a  day  from  Sept. 
3,  1894. 

The  President  reported  that  he  had  signed  Special 
Order  No.  197  on  Messrs.  S.  D.  Hicks  &  Son  to  furnish 
and  put  up  galvanized  iron  elbows  in  the  engine  room 
of  the  new  Library  building;  for  the  sum  of  Sixty  dol- 
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lars  ($60.00).  Report  accepted  and  the  President's 
action  therein  approved. 

Voted,  That  the  President  be  authorized  and  re- 
quested to  execute  a  contract  with  Daniel  Chester 
French  to  design  and  furnish  bronze  doors  for  the 
main  entrance  of  the  new  Public  Library  building  for 
a  sum  not  exceeding  Twenty-live  thousand  dollars 
($25,000). 

Ordered.  That  the  President  have  authority  to  con- 
tract with  Messrs.  R.  C.  Fisher  &  Co.  for  tooling  and 
repairing  the  Entrance  Hall  of  the  new  Public  Library 
for  Two  thousand  two  hundred  dollars  ($2,200.00). 

He  was  also  authorized  to  sign  a  special  Oider  on 
W.  J.  McPherson  to  omit  the  work  of  painting  twenty- 
eight  panels  under  the  windows  in  Bates  Hall  of  the 
new  Public  Library  building,  deducting  therefor  the 
sum  of  One  hundred  and  twenty-nine  dollars  ($129.00) 
ordered  bv  the  Trustees  at  the  meeting  of  March  2, 
1894. 

He  was  further  authorized  to  contract  with  Elmer  E. 
Garnsey  for  the  painting  of  the  corridor  on  the  Boyls- 
ton  St.  side  and  the  panels  in  Bates  Hall  above  referred 
to  for  the  sum  of  Six  hundred  and  fifty  dollars  ($650). 

3  P.M.,  Sept.  11,1894. 

Present :   Messrs.  Abbott,  Prince  and  Richards. 

The  Executive  Officer  reported  that  the  Hon.  Mel- 
len  Chamberlain  had  deposited  on  September  4,  1894, 
about  two-thirds  of  his  collection  in  the  new  Library 
building  agreeably  to  his  proposition  dated  February 
14,  1893,  and  that  he  proposes  to  retain  the  remainder 
to  put  into  better  order.     Report  accepted. 

A  report  dated  September  5,  1894,  was  received  and 
read  from  Mr.  E.  I).  Leavitt  on  the  progress  of  the 
work  upon  the  engines  at  the  I.  P.  Morris  Co.,  and  was 
ordered  to  be  placed  on  file. 

4  P.M.,  Sept.  18,  1S94. 

Present:  Messrs.  Abbott  and  Richards. 
The  Executive  Officer  reported   that   Henry  Nieder- 
auer  who  was  appointed  to  the  position  of  engineer  at 
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the  new  building  at    the   meeting   of  September   5th, 
had  entered  upon  his  duties  on  September  Loth,  whei 
upon   it  was 

Ordered.  That  Benry  Niederauer  be  employed  as 
engineer  from  September  loth,  L894,  al  the  rate  of 
One  thousand  one  hundred  dollar-  ($1,100.00)  per 
annum. 

The  President  reported  that  be  had  made  a  special 
order  on  the  City  Treasurer  in  favor  of  W.  J.  Mc- 
Phersou  for  the  sum  of  One  thousand  lour  hundred 
dollars  ($1,400.00),  on  account  of  his  contract  for 
painting  in  the  new  Library  building,  dated  March  12, 
1894.     Report  accepted  and  approved. 

He  also  reported  that  as  authorized  at  the  meeting 
of  August  7.  L894,  he  had  signed  a  contract  with 
Ehmr  E.  Garnsey  for  mural  decorative  painting  in 
Lohhv  No.  7.  in  the  new  Public  Library  building  for 
the  sum  of  Fifteen  hundred  dollars  ($1,500.00),  and 
with  Messrs.  Mellish, Byfield  &  Co.  to  furnish  furniture 
lor  the  sum  of  Seven  thousand  nine  hundred  thirty- 
one  dollars  twenty-live  cents  ($7,931.25). 

He  further  reported  that  he  had  signed  Special  Or- 
ders No.  L98  and  L 9 9,  the  lirst  on  Messrs.  Norcross 
Bros,  to  lay  floor  in  corner  of  court  yard  of  the  new 
Public  Library  lor  Seven  hundred  and  sixty-two  dollars 
($762.00)  :  the  second  as  authorized  at  the  meeting  of 
September  5,  1894,  on  Klmer  E.  Garnsey  to  paint  bor- 
der in  Bates  Hall  and  certain  corridors  for  the  sum  of 
Six  hundred  and  fifty  dollars  (^650.00). 

Ordered.  That  the  action  of  the  President  he  ap- 
proved. 

He  laid  before  the  Corporation  a  letter  from  the  I. 
P.  Morris  Co.  date  I  September  Kith  and  one  from  Mr. 
K.  D.  Leavitt  dated  September  11th.  both  in  reference 
to  the  electric  light  engines,  explaining  the  delay  in 
getting  them  ready,  which  were  read  and  ordered  to 
he  placed  on  iile. 

4  P.M..  Sept.  25,  1894. 

Present:    Mes<rs.  Abbott,  Richards  and  Benton. 
The    President   reported   that    as    authorized    at  the 
meeting  of  Sept.  5th,  1894,  he  had  signed   Special  Or- 
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der  No.  200  on  W.  J.  McPherson,  to  omit  certain 
painting  in  the  new  Library  building,  and  to  deduct 
therefor  the  sum  of  One  hundred  and  twenty-nine  dol- 
lars ($129.00)  from  his  contract.  r... 

Two  reports  were  received  from  Mr.  E.  D.  Leavitt, 
upon  the  progress  of  the  work  upon  the  engine  for 
the  new  Library  building,  stating  that  one  should  be 
shipped  in  about  two  weeks,  and  the  second  two  weeks 
thereafter,  and  that  in  his  opinion  nothing  more  can 
be  done  to  accelerate  the  work.  Read  and  ordered  to 
be  placed  on  file. 

Voted,  That  the  President  be  authorized  to  corres- 
pond with  Augustus  St.  Gaudens  in  regard  to  a  bust 
of  C.  F.  McKim,  Esq. 

4  P.M.,  Oct.  2,  1804. 

Present :  Messrs.  Abbott,  Prince,  Richards  and  Ben- 
ton. 

The  request  of  Mr.  A.  D.  McClellan  that  the  dele- 
gates of  the  National  Paint,  Oil  and  Varnish  Associa- 
tion be  permitted  to  visit  the  new  Library  building 
during  the  week  beginning  October  8,  1894,  was  re- 
ferred to  the  President  with  the  understanding  that  he 
is  to  decline  to  grant  this  permission. 
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4  P.M.,  Oct.   10,  1801, 

Present  :   Messrs.   Abbott,  Richards  and  Benton. 

Mr.  G.  E.  Wolters,  the  Superintendent  of  the  Archi- 
tects, presented  a  financial  statement  of  the  work  upon 
the  new  Library  building. 

Voted,  That  a  copy  be  sent  to  each  Trustee  and  that 
one  be  transmitted  by  the  President  to  His  Honor  the 
Mayor  in  reply  to  his  communication  of  October  '.'. 
1804. 

A  communication  was  received  from  the  Board  of 
Health  in  relation  to  the  roosting;  of  pigeons  in  the 
rear  of  the  new  Library  building. 

Ordered  to  be  placed  on  file. 

I  pon  the  recommendation  of  the  President  it  was 

Ordered.  That  Henry  Niederauer  be  appointed  tern- 


19G 


porarily  custodian  of  the  new  Library  building,  his  du- 
ties to  be  prescribed  by  the  Corporation  from  time  to 
time. 

The  President  reported  that  he  had  signed  Special 
Order  No.  201  on  Ira  (J.  Hersey  to  furnish  and  put  up 
storm  doors  in  the  vestibule  of  the  new  Library  build- 
ing for  the  sum  of  Five  hundred  and  eleven  dollars 
($511.00.) 

Voted,  That  this  action  of  the  President  he  approved. 

1  P.M.,  Oct.  23,  L894. 

Presenl  :  Messrs.  Abbott,  Richards,  Benton  and  How- 
ditch. 

A  letter  was  received  and  read  from  Mr.  E.  I>.  Leav- 
itt  stating  that  the  engines  for  the  new  Library  build- 
ing  at  the  1.  P.  Morris  Co.  are  all  together  and  that 
the  Inspector  of  the  work  promises  to  commence  ship- 
ping the  first  engine  this  week  Ordered  to  be  placed 
on  file. 

4  P.M.,  Oct.  30,  1894. 

Present  :  Messrs.  Abbott,  Richards  and  Bowditch. 

Voted,  That  the  President  be  authorized  to  order 
and  to  contract  for  changes  in  the  -team  fittings  at 
present  in  the  new  Library  building,  as  he  shall  be 
advised  as  necessary  by  the  architects  and  engineers, 
in  order  to  adapt  them  to  the  engines  at  a  cosl  not  to 
exceed  Two  thousand  dollars  ($2,000). 

4  P.M.,  Nov.  6,  L894. 

Present  :  Messrs  Abbott.  Richards,  Benton  and  Bow- 
ditch. 

The  Trustees  discussed  the  fitness  of  the  boilers  in 
the  new  Library  building  for  the  ermines  that  have 
been  contracted  for.  and  reports  thereon  were  received 
and  read  from  Messrs.  Frederic  Tudor,  William  Q. 
Fairbairn  and  A.  M.  Mattice,  whereupon  it  was 

Voted,  That  the  President  be  requested  to  telegraph 
to  Mr.  Leavitt,  and  ask  him  to  meet  the  Trustees  in 
consultation  upon  the  subject  as  soon  as  possible. 
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The  President  reported  that  he  had  signed  Special 
Order  No.  202  upon  the  General  Electric  Company  to 
furnish  and  put  up  a  motor  for  the  book  railway  for  the 
sum  of  Three  hundred  and  five  dollars  ($305.00). 

Report  accepted  and  the  action  of  the  President 
therein  approved. 

A  letter  dated  Nov  2d  was  received  and  read  from 
Mr.  E.  D.  Leavitt,  transmitting  a  report  of  the  Inspec- 
tor of  the  engines  for  the  new  Library  building  stat- 
ing that  the  shipment  thereof  will  begin  next  Mon- 
day.    Ordered  to  be  placed  on  file. 

A  bill  of  Mr,  Louis  Weissbein  of  Thirty  dollars 
($30.00)  for  services  as  referee  upon  matters  relating 
to  the  new  Library  building  between  the  Trustees  and 
Messrs.  Woodbury  &  Leighton,  was  authorized  for 
payment. 

4  P.M.,  Nov.  9,  1894. 

Present :  Messrs.  Abbott,  Richards,  Benton  and  Bow- 
ditch,  and  Mr.  Leavitt. 

A  special  meeting  of  the  Corporation  was  held  in 
the  Trustees'  room  at  the  new  Library  building,  for  the 
purpose  of  consulting  with  Mr.  E.  D.  Leavitt,  upon  the 
subject  of  the  adaptability  of  the  boilers  in  use  at  the 
new  Library  building  for  the  engines  which  have  been 
contracted  for. 

The  subject  for  which  the  special  meeting  was  called 
was  discussed  at  length  and  Mr.  Leavitt  stated  that  he 
would  make  a  report  thereon  in  writing,  to  be  .sub- 
mitted at  the  next  meeting  of  the  Trustees,  on  Novem- 
ber 13,   1894, 

4  P.M.,  Nov.  13,  1894. 

Present :  Messrs.  Abbott,  Benton  and  Bowditch. 

The  President  reported  that  he  had  signed  Special 
Order  No.  203  on  Ira  G.  Hersey  to  omit  from  his  con- 
tract dated  Oct.  1892,  certain  clauses  allowing  therefor 
the  sum  of  Two  thousand  three  hundred  dollars 
($2,300). 

Report  accepted  and  the  action  of  the  President 
approved. 
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A  letter  dated  November  13.  IS'.H.  was  received  and 
read  from  Mr.  E.  I).  Leavitt,  transmitting  a  report 
signed  by  Mr.  A.  M.  Mattice  upon  the  condition  of  the 
boilers  at  the  new  Library  building,  and  after  discus- 
sion the  subject  was  referred  to  the  President  tore- 
quest  Mr.  Leavitt  to  make  in  writing  his  recommenda- 
tions as  to  what  it  is  necessary  to  do  upon  the  boilers 
to  adapt  them  to  the  engines. 

4  P.M.,  Nov.  20,  L894. 

Present  :  Messrs.  Abbott.  Prince.  Richards,  Benton, 
and  Bowditch. 

A  communication  was  received  from  the  City  Gov- 
ernment, approved  by  the  Mayor  November  8,  1894, 
authorizing  His  Honor  the  Mayor  to  have  made  a  suit- 
able marble  or  bronze  bust  of  the  late  Oliver  Wendell 
Holmes,  the  same  to  be  placed  i i i  the  new  Library 
building.      Read  and  ordered    to  be  placed  on  file. 

Reports  upon  the  condition  of  the  boilers  at  the  new 
Public  Library  building,  dated  Nov.  L5,  and  Nov.  10, 
respectively,  were  received  and  read  from  Mr.  William 
U.  Fairbairn  and  Mr.  E.  1).  Leavitt,  whereupon  it  was 
Voted,  That  the  President  be  requested  to  obtain  an 
inspection  of  the  boilers  at  the  new  Public  Libra r\ 
building  and  a  report  thereon  from  some  disinterested 
inspector,  as  to  what  is  necessary  to  be  done,  if  any- 
thing, to  fit  the  boilers  to   run  safely  with  the  engines. 

A  letter  dated  November  19th,  from  Mr.  E.  D.  Leav- 
itt, enclosing  for  approval  a  drawing  of  separators  for 
the  boilers  at  the  new  Library  building,  and  a  copy  of 
the  1.  P.  Morris  Co's  offer  for  building  the  same  for 
the  sum  of  Five  hundred  and  sixty  dollars  ($560.00) 
was  received  and  read  and  laid  upon  the  table. 

4   P.M..  Nov.  27.  L894. 

Present  :  Messrs.  Abbott,  Prince,  Richards,  Benton 
and  Bowditch. 

The  following  was  received  and  read  and  ordered  to 
be  placed  on  file  :  — 
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MUTUAL  BOILER  INSURANCE  CO.  OF  BOSTON. 

Inspector's  Report. 
Boston  Public  Library,  Copley  Square,  Boston,  Mass.     Boiler  No.  1. 

Internally. 
The  shell  plates  at  the  water  line  and  beside  the  tubes  are  slightly 
pitted.  The  tubes  are  somewhat  pitted.  This  pitting  is  not  considered 
serious.  The  top  right  hand  brace  is  very  slack  and  should  be  made 
taut  before  the  boiler  is  used.  In  our  judgment  the  stays  in  this 
boiler  are  sufficient  to  allow  it  to  carry  with  safety  125  pounds  steam 
pressure,  if  the  tension  is  made  uniform  on  braces. 

Externally. 
Shell  plates  and  flanges  show  no  defects.  There  was  no  indication 
of  any  leakage  from  rivets,  seams,  or  tube  ends.  The  fusible  plug 
was  found  defective,  and  should  be  renewed.  The  blow-off  pipe 
should  be  changed  as  explained  to  attendant.  Other  than  stated  the 
boiler  and  its  appliances  were  satisfactory. 

E.  A.  TENNEY,  Inspector. 

Voted,  That  the  changes  above  referred  to  be  made 
and  that  a  policy  of  insurance  in  the  Mutual  Boiler 
Insurance  Co.  of  Boston  be  taken  out  with  the  condi- 
tion that  monthly  reports  upon  the  boilers  be  made  to 
the  Trustees. 

A  communication  dated  November  23,  1894,  was 
received  and  read  from  Mr.  E.  D.  Leavitt,  transmitting 
the  report  of  the  Inspector  at  the  works  of  the  I.  P. 
Morris  Co.  for  the  month  ending  Sept.  30,  1S94. 

Ordered  to  be  placed  on  file. 

4  P.M:,  Dec.  4,  1894. 

Present:     Messrs.  Abbott.    Richards,    Benton,    and 
Bowditch. 

On  the  recommendation  of  the  President  it  was 
Voted,  To  approve  of  the  settlement  of  the  contract 
of  November  23,  1891.  with  David  Mcintosh  for  plas- 
tering at  the  new  Library  building  and  for  painting  in 
the  Bates  Hall  and  main  staircase,  and  the  Trustees' 
room,  for  the  sum  of  Forty-eight  thousand,  eight  hun- 
dred and  ten  dollars  and  eighty-two  cents  ($48,810.82) 
and  to  waive  the  time  limit  clause  in  said  contract. 

The  President  was  authorized  to  sign  Special  Orders 
Nos.  141  and  102,  dated  March  27.  1893,  and  Decem- 
ber 15,  1893,  upon  Diivid  Mcintosh,  for  painting  in 
the  Bates  Hall  and  the  main  staircase  and  in  the  Trus- 
tees' room  of  the  new  Public  Librarv  building,  for  the 
sum  of  Six  thousand  seven  hundred  and  seventeen  dol- 
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lars  and  twenty  cents  ($6,717.20)  and  One  thousand 
four  hundred  six  dollars  sixty-one  cents  ($1,406.61) 
respectively. 

Voted,  That  the  estimates  as  presented  by  the  Pres- 
ident, of  the  amounts  of  the  appropriation  required  to 
remove  the  Library  to  the  new  building,  amounting  to 
Twelve  thousand  dollars  ($12,000.00)  be  presented  to 
His  Honor  the  Mayor  in  response  to  his  Circular  No. 
KM.  dated  November  12,  1894. 

-1  P.M.,  Dec.  II.  L894. 

Present:    Messrs.  Abbott.  Richards  and  Bowditch. 

A  letter  dated  December  7.  1894,  was  received  and 
read  from  His  Honor  the  Mayor  conveying  the  inform- 
ation that  he  has  arranged  for  the  provision  of  the 
money  needed  for  the  removal  to  the  new  Libr;ir\ 
building,  according  to  the  estimate  submitted. 

Ordered  to  be  placed  on  file. 

A  number  of  proposals  from  truckmen  for  the  re- 
moval of  the  books  and  other  material  to  the  new 
Library  building,  were  received  and  considered,  where- 
upon it  was 

Voted,  To  accept  the  proposal  of  F.  Knight  &  Son 
for  the  sum  of  Two  thousand  dollars  ($2,000.00)  for 
the  removal  of  the  books,  and  of  Three  dollars  ($3.00) 
to  Five  dollars  ($5.00)  per  load  for  the  removal  of 
other  material. 

The  President  was  authorized  and  requested  to  make 
a  contract  for  this  work  as  proposed. 

A  letter  dated  December  8,  was  received  and  read 
from  Mr.  E.  I).  Leavitt  embodying  the  report  of  the 
Inspector  of  the  electric  light  engines  for  the  month 
ending  October  I.  IS(.)4.     Ordered  to  be  placed  on  file. 

4  P.M..  Dec.  18,  1894. 

Present:   Messrs.  Abbott,  Benton  and  Bowditch. 

A  communication  dated  December  12,  1894,  was 
received  and  read  from  His  Honor  the  Mayor  stating 
that  he  would  have  prepared  for  the  City  Council  an 
order  providing  that   the  money  promised  in  his  letter 
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of  December  7,  1894,  for  the  removal  to  the  new 
Library  building  should  not  lapse  with  the  fiscal  year. 

The  President  reported  that  he  had  signed  Special 
Order  No.  204  on  the  General  Electric  Co.,  to  furnish 
a  marble  switchboard  in  complete  working  order  for 
the  sum  of  One  thousand  six  hundred  dollars  ($]  ,600.). 

Ordered,  That  the  action  of  the  President  as  reported 
by  him  be  ratified  and  confirmed  as  the  action  of  the 
Corporation. 

A  letter  dated  December  13,  1894,  was  received  and 
read  from  Mr.  E.  D.  Leavitt,  stating  that  the  I.  P. 
Morris  Co.  had  informed  him  that  men  will  be  sent  at 
once  to  erect  the  engines  at  the  new  Library  building. 


4  P.M.,  Jan.  1,  1895. 

Present :  Messrs.  Abbott,  Richards,  Benton  and  Bow- 
ditch. 

The  bill  of  Messrs.  A.  B.  &  E.  L.  Shaw  of  June  20, 
1894,  amounting  to  Two  hundred  dollars  ($200.00)  for 
designing  sample  chair  and  making  patterns,  together 
with  their  letter  of  December  20,  1894,  declining  to 
accept  One  hundred  dollars  ($100.00)  in  payment 
therefor,  was  referred  to  the  committee  upon  furniture 
for  the  new  Library  building,  appointed  June  22,  1894, 
consisting  of  the  President  and  Mr.  Richards,  with 
power. 

The  President  reported  that  he  had  signed  Special 
Order  No.  205  on  Ira  G.  Hersey,  to  furnish  and  put 
up  storm-doors  at  the  Dartmouth  Street  entrance, 
and  put  in  ten  additional  coat  closets,  all  for  the  sum 
of  One  thousand  and  forty-nine  dollars  ($1,049.00) 
which  action  was  confirmed  and  ratified  by  the  Trus- 
tees. 

A  communication  dated  December  26,  1894,  was  re- 
ceived and  read   from  Mr.  E.  D.  Leavitt  embodying  the 
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report  of  the  Inspector  of  the  work  on  the  electric 
liiHit  engines,  for  the  month  ending  November  30, 
1894.      Ordered  to  be  placed  on  (He. 

Voted,  That  the  President  he  requested  to  prepare 
and  present  to  the  Board  such  suggestions  in  respect 
to  the  regulations  governing  the  service  of  the  Librar} 
in  the  new  building  as  he  may  deem  besl  calculated  to 
serve  its  interests. 

-1  P.M..  Jan.  8,  1896. 

Present;  Messrs.  Abbott.  Prince,  Richards,  Benton, 
and  Bowditch. 

The  following  order  of  the   City  Council,  reported 

by  the  Clerk  as  having  been  received  January  7.  1895, 

was   read. 

••  ( !m  of  Boston, 

••  In  (  ommon  (<>i  \<  u..  December  20,  1894. 

"  Ordered,  Thai  the  Trustees  of  the  Public  Library  be  requested 
to  cause  a  bust  of  the  Late  John  Boyle  O'Reilly  to  be  placed  in  the 
new  Public  Library  building;  the  expense  attending  the  Bame  to  be 
charged  to  any  unexpended  appropriations  thai  may  be  selected  and 
approved  by  His  Honor  the  Mayor. 

••  Passed.     Scut  up  for  concurrence. 

■  In   Board  of  Aldermen,  December  24,  concurred. 

"  The  foregoing   order  was  presented  to  the  Mayor  December  26, 
1894,  ami  was  nol  returned  by  bira  within  ten  days  thereafter. 
•  A  true  copv.  Attest : 

"JOHN  T.  PRIEST, 

11  Assist.  City  Clerk." 

Laid  upon  the  table  for  further  consideration. 

Voted.  That  the  President  and  Mr.  Prince  be  a  com- 
mittee on  furniture  for  the  Trustees'  room  in  the  new 
Public  Library  building,  with  power. 

The  Executive  Officer  was  called  upon  to  make  a 
report  upon  the  subject  of  the  removal  of  the  books 
to  the  new  Library  building,  which  he  did  verbally. 

The  President  reported  that  as  authorized  at  the 
meeting  of  September  5,  1894.  he  had  signed  a  con- 
tract with  Mr.  Daniel  C.  French  to  design,  make,  and 
put  in  place  three  pairs  of  bronze  doors  for  the  new- 
Public  Library  building  for  the  sum  of  Twenty- five 
thousand  dollars  [$25,000.00).  Report  accepted  and 
approved. 
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4  P.M.,  Jan.  15,  1895. 

Present  :  Messrs.  Prince,  Richards,  Bowditch  and 
Benton. 

A  letter  was  received  and  read  from  Benjamin  0. 
Low,  Esq.,  requesting  permission  to  visit  the  new  Li- 
brary building,  and  the  Executive  Officer  was  directed 
to  reply  to  this  and  to  all  similar  communications  that 
a  general  order  has  been  given  by  the  Trustees  that 
no  passes  be  issued  to  the  new  Library  building. 

4  P.M.,  Jan.  19,  1895. 

Present :  Messrs.  Abbott,  Richards  and  Bowditch. 
The  following  was  received  and  read  and  ordered  to 
be  placed  on  file. 

"City  of  Boston. 
"In  Common  Council,  Jan.  3,  1895. 
"  Ordered,  That  the  City  Auditor  be  authorized  to  transfer  Twelve 
thousand  dollars  (f  12,000)  from  the  surplus  revenue  of  1894-95  to  a 
special  appropriation  for  the  removal  of  the  books  and  other  property 
now  iu  the  Public  Library  to  the  new  Public  Library. 

"  Passed.     Yeas  50,  nays  none.     Sent  up  for  concurrence. 

"  In  Board  of  Aldermen,  January  ;?,  1895. 
"  Concurred.     Yeas  11,  nays  none. 
"  Approved  bv  the  Mayor,  January  4,  1895. 
"A  true  copy.  "  Attest: 

"  [Signed]  JOHN  T.  PRIEST, 

"Assist.  City  Clerk." 

The  President  laid  before  the  Corporation  a  letter 
dated  January  18,  1895,  which  was  read,  offering  to 
present  to  the  Public  Library  two  heads  by  the  sculp- 
tor Greenough,  and  was  laid  upon  the  table  for  further 
consideration. 

Ordered,  That  the  new  Library  building  be  thrown 
open  for  public  inspection  for  one  week  beginning  on 
Friday,  February  1,  1895,  and  that  Mr.  Richards  be  a 
committee  to  make  the  necessary  police  and  other 
arrangements. 

Ordered,  That  the  Honorable  the  Mayor  and  City 
Council  and  Heads  of  Departments  be  specially  invited 
to  visit  and  to  inspect  the  new  Public  Library  building 
on  Thursday,  January  31,  1895. 
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4  P.M..  Jan.  22,  1895. 

Present:  Messrs.  Abbott, Richards,  Benton  and  Bow- 
ditch. 

Ordered.  That  the  hid  of  Ira  (i.  Hersey  to  furnish 
shelving  for  Patent  Li  bran  No.  1  in  the  new  Library 
building  for  Six  hundred  and  fifty  dollars  ($650.00)  be 

accepted,  and  that   the   President    be  authorized  to  exe- 
cute a  contract  therefor. 

Ordered.  Thai  the  employeeson  the  pay-roll  hitherto 
charged  to  the  the  "  Library  Department,  Dartmouth 
Street,"  from  this  date  be  transferred  to  the  regular 
pay-roll  of  the  Library. 

■I  1\M  .  Jan.  29,  1895. 

Present  :  Messrs.  Abbott,  Richards,  Benton  and  Bow- 
ditch. 

The  claim  of  the  Lindemann  Terra  Cotta  Roofing 
Tile  Company  and   the  claim   of  the  Trustees  against 

that    company  were    referred     to    the     President,  with 
power,  to  place  these  matters  in    the  hands  of  the  City 

Solicitor. 

4  P.M..  Feb.  1^.  1895. 

Present:  Messrs.  Abbott, Richards,  Benton  and  Bow- 
ditch,  and  the  Librarian,  Mr.  Putnam. 

A  communication  dated  February  6,  1895,  signed 
by  the  City  Messenger,  was  received,  conveying  the 
thanks  of  the  City  Council  to  the  Trustees  for  cour- 
tesy extended  on  the  occasion  of  the  opening  of  the 
new  Public  Library,  and  their  congratulations  on  its 
completion. 

Read  and  ordered  to  be  placed  on  file. 

A  communication  dated  February  11.  1895,  was  re- 
ceived and  read  from  the  Clerk  of  Committees  at  City 
Hall  referring  to  the  Trustees  by  vote  of  the  Commit- 
tee on  Library  Department,  for  reports  as  to  the  expe- 
diency of  passing  the  following  orders  : 

'2.  That  C.  F.  McKim  be  employed  to  design  and 
erect  a  suitable  tablet  or  memorial  to  be  placed  in  the 
new  Public  Library  to  commemorate  the  erection  and 
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completion  thereof,  the  cost  of  the  same  to  be  charged 
to  the  appropriation  for  incidental  expenses. 

Referred  to  Mr.  Benton  and  Dr.  Bowditch  to  report 
at  the  next  meeting  of  the  Corporation. 

The  subject  of  the  employment  of  a  fireman  was 
referred  to  Dr.  Bowditch  and  Mr.  Richards. 

Voted,  That  the  Trustees  of  the  Public  Library  of 
the  City  of  Boston  desire  to  thank  the  Board  of  Police 
Commissioners  for  their  courtesy  in  furnishing  a  detail 
of  men  for  duty  at  the  new  Public  Library  building  on 
the  occasion  of  the  recent  opening,  and  they  also  de- 
sire, through  the  Board  of  Police  Commissioners,  to 
express  their  appreciation  to  the  officers  on  duty  for 
their  very  courteous  and  efficient  service  at  that  time. 

Mr.  Richards  offered  a  motion  that  when  the  Library 
is  open,  Bates  Hall  be  kept  open  until  10  P.M.,  which 
was  referred  to  the  Librarian. 

The  President  submitted  a  partial  statement  of  the 
sums  due  on  account  of  commission  to  Messrs.  McKim. 
Mead  &  White,  which  was  laid  upon  the  table. 

4  P.M.,  Feb.  19,  189-5. 

Present:  Messrs.  Abbott,  Richards,  Benton  ami  Bow- 
ditch. 

The  Librarian  made  a  verbal  report  with  respect 
to  the  opening  of  the  Library  to  the  public  and  the 
resumption  of  the  service  between  the  Central  Library 
and  the  Branches  and  that  of  the  Bates  Hall,  Period- 
cal  and  Patent  Rooms ;  and  the  subject  wis  referred 
to  the  President  and  Librarian  with  power. 

Mr.  Benton,  for  the  Committee  on  the  subject  of  the 
communication  of  the  City  Government  in  relation  to 
the  employment  of  C.  F.  McKim,  Esq.,  to  design  and 
erect  a  suitable  tablet  or  memorial  to  commemorate 
the  erection  of  the  new  Library  building,  reported 
thereon,  and  recommended  the  passage  of  the  follow- 
ing :— 

Voted,  That  in  the  opinion  of  the  Trustees  the  Li- 
brary building  is  not  yet  so  far  completed  as  to  render 
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it  expedient  that  any  definite  action   be  taken  on  this 
order  al  the   present  time. 

Report  accepted  and  recommendation  of  the  Com- 
mittee adopted,  and  t  lie  Clerk  was  instructed  to  com- 
municate a  copy  of  this  vote  to  the  Clerk  of  Commit- 
tees. 

The  President   called    the   attention  of  the  Trusti 
to  a  communication    from    the   Hon.  John  C.  Ropes  in 
regard  to  the  acceptance  of  the    lions  in   the  staircase 
hall,  and  it  was 

Voted,  That  the  thanks  of  the  City  of  Boston 
be  and  hereby  are  given  to  the  Associations  of  the 
Officers  oi'  the  Second  and  of  the  Twentieth  Re| 
ments  of  Massachusetts  Volunteer  Infantry  for  tin- 
gifl  of  two  lions  in  Siena  marble,  now  placed  in  the 
staircase  hall  of  the  new  Public  Library  building,  in 
commemoration  of  the  officers  and  men  of  the  Second 
and  Twentieth  Regimeuts  of  Massachusetts  Volunteer 
[nfantry,  who  fell   in   the    War  of  the  Rebellion. 
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4  P.M.,  Feb.  26,  1895. 


Present :  Messrs.  Abbott,  Richards,  Benton,  and  Bow- 
ditch. 

Voted,  on  the  recommendation  of  the  Librarian,  that 
Monday,  March  11th,  be  fixed  for  the  opening  of  the 
Library  in  all  its  departments. 

The  President  reported  that  he  had  signed  Special 
Order  No.  200  on  Ira  G.  Hersey  to  furnish  and  put  up 
book-cases  in  Patent  Room  No.  1  for  the  sum  of  Five 
hundred  and  sixty  dollar^  $560.00). 

Report  accepted  and  the  action  of  the  President  ap- 
proved. 

He  further  reported  the  March  1st  statement  of 
the  Dartmouth  St.  estate  building;  fund,  which  was  re- 
ceived  and  ordered  to  be  placed  on  file. 

4  P.M.,  March  5,  1895. 

Present :  Messrs.  Richards,  Benton  and  Bowditch. 

The  request  of  the  Hon.  Mellen  Chamberlain  that 
gratings  be  placed  upon  the  windows  between  the 
room  containing  his  collection  of  manuscripts  and  the 
corridor,  was  referred  to  the  President,  with  power. 

Voted,  That  when  the  Library  is  opened  to  the  pub- 
lic it  be  until  6  o'clock  in  the  evening  only,  until  April 
1st,  1895. 

The  subject  of  a  gate  to  be  placed  at  the  foot  of  the 
Special  Libraries  staircase  was  referred  to  the  Libra- 
rian to  report. 

4   P.M.,  March  19,  1895. 

Present  :    Messrs.  Richards,  Benton,  and  Bowditch. 

Voted,  That  the  President  be  requested  at  his  dis- 
cretion to  correspond  with  James  McNeill  Whistler  and 
inform  him  that  the  Trustees  desire  to  withdraw  their 
proposition  to  him  for  certain  decorations  in  Bates  Hall. 

The  recommendation  of  this  date  of  Messrs.  McKini, 
Mead  .aid  White  that  a  settlement  be  effected  of  the 
contract  of  the  Snead  and  Company  Irons  Work,  waiv- 
ing the  forfeiture  clause  therein,  was  laid  over  to  the 
next  meeting  of  the  Corporation. 
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The  proposition  of  W.  E.  Bertwell  to  furnish  mate- 
rial and  labor  upon  the  engines,  as  set  forth  in  his  let- 
ter of  March  18th  and  recommended  for  acceptance 
by  Messrs.  McKim,  Mead  and  White,  was  referred  to 
the  President  with  power. 

Reports  from  Mr.  E.  D.  Leavitt  of  the  inspection  on 
the  work  of  the  electric-light  engines  at  the  I.  P.  Mor- 
ris  Company,  and  of  the  inspector  of  the  Mutual 
Boiler  Insurance  Co.  of  Boston  of  an  examination 
made  by  him  March  S.  189">.  on  the  boilers,  were  re- 
ceived and  read  and  ordered  to  he  placed  on  file. 

4  P.M..  Makcb  26,  L895. 

Present:  Messrs.  Abbott.  Prince,  Richards,  Benton 
and  Bowditch. 

It  was  voted,  to  accept  the  work  under  contract  of 
the  Snead  and  Co.  Iron  Works,  waiving  the  forfeiture 
contained  in  Clause  ID. 

Voted,  That  the  Librarian  he  authorized  to  arrange 
for  the  opening  of  the  Library  in  the  evening  up  to 
the  hour  of  10  o'clock  as  soon  as  the  engines  arc  ready 
for  the  furnishing  of  electric  light,  and  that  the  Regis- 
tration Department  be  closed  at  9  o'clock,  and  that  no 
books  be  issued  after  that  hour. 


1  P.M.,  April  2,  1895. 

Present  :  Messrs.  Prince.  Benton,  and  Bowditch. 

On  recommendation  contained  in  the  report  of  the 
Chief  Engineer,  it  was 

Voted,  That  the  position  of  *;  Clerk  of  the  Works 
and  Inspector "  be  abolished  from  and  after  April  4, 
1895. 


4  P.M.,  Apiml  9,  1895. 

Present :  Messrs.  Prince,  Benton  and  Bowditch. 
The  following  communication  was  received  and  read 
from   His   Honor  the  Mayor  : 
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"Office  of  the  Mayor,  City  Hael. 

"  April  8,  1895. 
"  To  the  Trustees  of  the  Public  Library. 
"  Gentlemen: — 
"  Please  send  me  at  your  earliest  convenience  a  statement  giving 
the  following  information  : — 

"  1.     A  list  of  all  contracts  outstanding  for  the  building  and  fur- 
nishing  of  the  new  Public  Library,  including  decorations. 

"  2.    Amount  due,  or  to  become  due,  on   the   contracts    now  out- 
standing. 

"  3.     The  balance  of  the   appropriation  for  the  new  Library  build- 
ing, after  making  all  these  payments. 

"  Very  truly  yours, 
"  (Signed)  Edwhst  U.  Curtis, 

Mayor." 

and  the  same  was  referred   to   the   Librarian  with   the 
request  to  prepare  the  information  called  for. 

A  communication  was  received  from  the  City  In- 
spector with  regard  to  the  electric-light  plant  and  re- 
ferred to  the  President. 


4  P.M.,  April  16,  1895. 

Present  :    Messrs.  Prince,  Richards  and  Benton. 

A  communication  wras  received  from  Messrs.  McKim, 
Mead  and  White,  stating  that  they  no  longer  claim 
services  of  an  Inspector  and  Clerk  of  the  Works,  and 
it  was 

Ordered,  That  Hubbard  C.  Packard  be  paid  Twenty- 
seven  dollars  ($27.)  in  full  for  services  as  Inspector  and 
Clerk  of  the  Works  to  April  11,  1895. 

The  Librarian  presented  a  list  of  furniture  for  the 
Central  Library,  and  he  was  authorized  to  contract  for 
and  purchase  the  same  at  an  expense  of  One  thousand 
fifty-nine  dollars  ($1059.)  to  be  charged  to  the  building 
fund. 

An  application  was  received  from  Messrs.  McKim, 
Mead  and  White  for  permission  to  hold  a  private  re- 
ception m  the  Central  Library  building  the  evening  of 
April  25th  and  was  referred  to  Mr.  Richards  to  report 
thereon. 

The  Librarian  presented  the  following  report  of  in- 
formation in  answer  to  the  communication  from  His 
Honor  the  Mayor  received  at  the  last  meeting; : — 
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"  The  following  schedule  haa  been  prepared  by  the  Auditor  upon 
information  furnished  by  the  architects,  and  assuming  it  to  be  cor- 
rect, as  to  which  I  have  nol  personal  knowledge,  it  gives,  I  think, 
the  information  required  by  His  Honor  the  Mayor:— 

Ni  u   Pi  blh    Libras?  Building, 
Boston,  Mass.,  April   1,  1895. 

Am't   eon-      Ann  certified     Balance  un- 
Name  of  account,  tracted  for.        and  paid.  certified. 

John  T.  Scully,  47,714.44  7.711. It 

Woodbury  and  Leighton, 

1st  contract 
i;.  Guastavino, 
l;.  ( !.  Pisher  and  Co. 
Batterson,  See  and  Eisele, 
Post    and  Mel  old    1, 

David  Mcintosh  I, 

>) 
Snead  and  ( !o.  Iron  Works 
.\i.  T.  Davidson, 
E.  E.  (iarnsey, 
Bethlehem  Lron  Works, 
Knight  and  Sons. 

McPherson, 

N.  E.  Telephone  and  Tel- 
egraph ( "• 

Lindemann  Terra  ( lottaCo 

Woodbury  and  Leighton, 
2d  contract 

Norcross  Brothers, 

Bowker,  Torrey  and  Co., 

Ira  G.  llersey, 
General  Electric  Co., 
[saac  X.  Tucker, 
E.  A.  Abbey. 
John  Sargent, 
A.  St.  Gaudens, 
Pnvis  de  Chavannes. 

D.  C.  French. 
Archer  and  Pancoast, 
Siemens  and  Halske. 
I.  P.  Morris  Co., 

E.  D.  Leavitt, 
Furniture, 
Construction, 

Architects'  commission 
Heating  and  ventilating, 
Architects'  com'n,7^  per  ct 
Incidentals, 

Total  appropriation. 
Amount  contracted, 


213,596.7fl 

313,596.79 

s:,.;,  ii.iii 

85,544.04 

18,784.40 

48,784.40 

:.7.27:;. 

.77,27:5. 

13,602.43 

13,062.43 

.Ml.' Kill. 

50,900. 

l-.71o.Sl 

18,716.81 

20,K23. 

20,823. 

76,419.75 

70,419.75 

:;.s;i4. 

3,894. 

1,500. 

1,500. 

1,617.40 

1,617.40 

7-. 10 

78.10 

9,158.91 

5,158.01 

997.12 

997.12 

36,209.54 

35,209.54 

756,233.87 

755,733.87 

500. 

52,857. 

52,372.50 

4S4..",0 

110,459. 

1o2.sk;. 

7,c.4:;. 

92.251.50 

*;;,,  ion. 

27,151.50 

20,680.43 

11,730. 

8,950.43 

7,999. 

7,216.h7 

7s2.i:i 

15,000. 

7,560. 

7,600. 

L5.000. 

7. .".00. 

7,500. 

50,000. 

;',.()(  iO. 

47,000. 

.-,(1.(1(10. 

1,982.37 

18.067.63 

25,000. 

2.")  .ooo. 

14.52S. 

13,481.87 

1,046.13 

14.000. 

10,500. 

3,500. 

17.170. 

17.170. 

6,293.8H 

5,733.01 

,">60.S2 

15,392.03 

15,392.03 

51  069.71 

45,3**9.24 

1,  O07.2U7 .4!t 

.%670.47 

2,115,824.10 

20S..V20.01 

105.7H1.10 

07  .(.24.72 

8,10(5.38 

70,255.0(5 

60,723. 

532.06 

5,26&.88 

5,027.25 

241.13 

59,955.55 

59,055.55 

S2,3.-)7.()K4.ly 

2,139,628.01 

217,466.18 

$2,308 

,854.89 

2..'i.-.7.0'.i4.1«.l 

11,700.70 
l>ill  for  furniture,  received  on  13th  inst.  3,321.75 

88,438.95 
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Voted,  That  the  Clerk  be  directed  to  transmit  a 
copy  of  the  foregoing  report  to  His  Honor  the  Mayor 
as  comprising  the  information  requested  by  him  so  far 
as  the  Trustees  are  now  able  to  give  the  same. 

Voted,  That  the  Clerk  be  directed  to  inform  J. 
McNeill  Whistler  that  the  Trustees  do  not  desire  to 
continue  negotiations  with  him  in  reference  to  decora- 
tions for  the  Central  Library  building,  and  also  give 
the  same  information  to  Messrs.  McKim,  Mead  and 
White. 

4  P.M.,  April  23,  1895. 

Present :  Messrs.  Abbott,  Benton,  Prince  and  Rich- 
ards. 

The  Librarian  submitted  certain  items  in  addition  to 
those  reported  at  the  last  meeting  as  to  be  included  in 
the  statement  requested  by  the  Mayor,  and  the  Clerk 
was  instructed  to  withhold  the  statement  until  after 
further  consideration  by  the  Trustees. 

Upon  recommendation  of  the  architects,  it  was 
Voted,  To  accept  the  work   under  contracts  of  Bow- 
ker,  Torrey  and  Co  ,  Norcross  Brothers,  General  Elec- 
tric Co.,  and   Isaac   N.  Tucker,  waiving  the   forfeiture 
clause  contained  in  each. 

The  President  submitted  an  estimate  for  a  marble 
table  and  base  to  take  the  place  of  the  wooden  table 
in  the  Delivery  Room,  and  it  was 

Voted,  That  the  President  be  authorized  to  contract 
with  Messrs.  Bowker,  Torre}'  and  Co.  for  such  a  table 
and  base  to  cost  not  exceeding  One  thousand  nine  hun- 
dred and  ninety-six  dollars  ($1,996.). 

Mr.  Richards  made  a  verbal  report  on  the  applica- 
tion from  Messrs.  McKim,  Mead  and  White  for  permis- 
sion to  hold  a  private  reception  in  the  Central  Library 
building  on  the  evening  of  April  25,  1895,  and  it  was 
Voted,  That  such  application  be  referred  to  Messrs. 
Prince  and  Richards  with  power. 


•no 

—   I  _ 


4  P.M.,  April  30,  1895. 

Present :  Messrs.  Abbott,  Benton,  Bowditch  and  Rich- 
ards. 

The  following  communication  was  received  and  read : 

"  City  of  Boston.  Aimtino   DEPARTMENT, 
City  Hull,  April  :j(),  18«.».->. 

"Samuel  A.  B.  Abbott,  Esq.,  President  Board  of  Trustees  <>r  Public 
Libran , 

"  Dear  Sir:— 
"The  Mayor  directs  me  i<>  sec  that  a  vote  of  the  Trustees  is  here- 
after attached  to  cadi  draft,    I  therefore  return  these  bills  that  there 
may  be  the  vote  passed  by  your  Board  as  required  by  the  Mayor. 

••  Verj  truly, 
(Signed)  "James  II.  Dodge, 

•■  <  it y  Auditor." 

Ordered,  That  the  following   bills  be   paid   and    the 
President  sign  the  proper  requisition  therefor  : — 

General  Electric  Co.  dated  April  15,  $9,479.30 

Bowker,  Torrey  and  Co.  ■•     April  15,  7.727.5!) 

Mellish,  Byfield  and  Co.  "    April  12,  3,321.75 

Edwin  A.  Abbey  "     April  15,  2.000 


Isaac N.  Tucker  "  April  1.",,  1.7:55.50 

Frederic  Tudor  ••  April  17,  650. 

George  Miles  ••  March  11,  r>47. 

W.  E.  Bertwell  "  March  20,  553.06 

Walworth  Construction  Co.      ••  Jan.  1.  532.06 

Norcross  Brothers  "  April  15.  484.60 

J.  B.  Hunter  and  Co.  "  March  19,  233. 

M.T.Davidson  ■•  February  125. 

E.  I).  Leavitl  "  April  8,  54.50 

A.  A.  Sanborn  "  March  12.  45.42 

A  bill  of  Messrs.  McKim,  Mead  and  White,  dated 
April  22d,  on  account  of  commissions  was  submitted 
and  ordered  to  be  laid  upon  the  table. 

A  suggestion  being  offered  that  funds  might  be 
raised  by  private  subscription  to  enable  the  east  wall 
of  the  upper  corridor  to  be  frescoed  by  John  S.  Sar- 
gent, Esq.,  in  continuation  of  the  design  already  con- 
tracted for,  after  discussion  it  was 

Voted,  That  the  President  be  authorized  to  prepare 
a  resolution  expressing  the  views  of  the  Trustees  with 
reference  to  the  desirability  of  such  an  undertaking. 
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4  P.M.,  Mat  6,  1895 


Present :  Messrs.  Prince,  Benton,  Bowditch  and  De 
Normandie. 

Voted,  That  the  Librarian  invite  Messrs.  Norcross 
Brothers  to  examine  the  platform  in  front  of  the  Li- 
brary building  and  to  furnish  to  the  Trustees  an  esti- 
mate of  the  cost  of  the  work  necessary  to  put  it  into 
proper  condition. 

Upon  motion  of  Mr.  Benton  it  was 

Voted,  That  the  President  pro  tern  be  requested  to 
ascertain  at  once  upon  what  terras  a  release  can  be  ob- 
tained from  any  contract  which  may  have  been  made 
with  Messrs. Bowker,  Torrey  and  Co.  under  vote  of 
April  23,  1895,  for  a  marble  table  for  the  Delivery 
Room. 

The  matter  of  blinds  and  awnings  for  certain  win- 
dows in  the  Delivery  Room,  the  main  staircase  hall, 
etc.,  was  referred  to  the  Librarian  to  confer  with  the 
architects,  and  report. 

4  P.M.,  May  7,  1895. 

Present :  Messrs.  Benton,  Bowditch,  De  Normandie 
and  Prince. 

In  the  matter  of  the  contract  with  Messrs.  Bowker, 
Torrey  and  Co.  for  a  marble  table,  the  President  pro 
tern,  reported  an  offer  from  them  to  release  the  Trus- 
tees from  such  contract  upon  payment  of  the  sum  of 
Two  hundred  and  twenty-five  dollars  ($225.00.). 

Voted,  That  the  President  pro  tern  be  authorized  in 
behalf  of  the  Trustees  to  accept  such  offer  in  case  no 
preferable  one  can  be  secured. 

A  communication  from  Messrs.  A.  B.  and  E.  L.  Shaw 
claiming  payment  to  be  due  upon  a  bill  for  sample 
chairs  was  received  and  read,  and  the  Clerk  was  in- 
structed to  notify  Messrs.  bhaw  that  the  Trustees  do 
not  regard  the  bill  as  one  to  which  they  are  liable  or 
which  they  ought  to  pay. 

The  President  pro  tern  for  the  committee  as  to  furni- 
ture for  the  Trustees'  room  reported  progress. 
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Voted,  That  Mr.  Benton  be  a  committee  to  examine 
and  report  a  draft  of*  a  statement  in  response  to  the 
communication  from  the  Mayor  dated  April  8,  1805. 

A  bill  of  Mr.  C.  F.  McKim  dated  December  1,  181)4. 
to  the  amount  of  Two  thousand  twenty-seven  and  6(1/ 
100  dollars  ($2,027.60)  was  ordered  to  be  laid  on  the 
table  in  connection  with  the  commission  account  of 
Messrs.  McKim,  Mead  and  White. 

4  P.  M..  May  14.  1895. 

Present:  Messrs.  Benton.  Bowditch,  De  Normandie 
and  Prince. 

Voted,  That  the  Librarian  order  Venetian  blinds  for 
the  windows  in  the  Delivery  Room  at  a  cost  not  to 
exceed  twenty-one  cents  ($.21)  a  square  foot. 

Voted,  That  the  President  pro  tern  employ  Messrs. 
Woodbury  and  Leigh  ton  to  construct  two  iron  venti- 
lators in  the  granite  platforms  in  front  of  the  Library 
building  for  the  sum  of  Two  hundred  and  fifty  dollars 
($250. )  in  accordance  with  their  bid  of  May  lo,  1895. 

Dr.  Bowditch  submitted  a  communication  from  Mr. 
E.  D.  Leavitt  dated  May  13,  1895,  requesting  the  Trus- 
tees to  notify  the  1.  P.  Morris  Company  that  the  low 
pressure  piston  packing  springs  are  not  satisfactory, 
and  it  was 

Voted,  That  the  Clerk  notify  the  I.  P.  Morris  Com- 
pany accordingly. 

Voted,  That  Dr.  Bowditch  act  as  committee  in  the 
matter  of  the  completion  and  acceptance  of  the  en- 
gines. 

The  President  pro  tern  reported  that  Messrs.  Bowker, 
Torrey  and  Co.  had  assented  to  take  Two  hundred  dol- 
lars ($200.)  in  place  of  Two  hundred  and  twenty-five 
dollars  ($225.)  for  cancellation  of  the  contract  for  a 
marble  table,  such  cancellation  to  be  on  the  terms  set 
forth  in  the  communication  from  them  dated  May  7, 
1895.      Upon  his  recommendation  it  was 

Voted,  That  the  contract  be  cancelled  and  that 
the  sum  of  Two  hundred  dollars  ($200.)  be  paid  to 
Messrs.  Bowker,  Torrey  and  Co.  for  release  therefrom 
in  accordance  with  the  above  offer. 
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In  the  matter  of  the  request  for  the  Mayor  dated 
April  8,  1895.  for  a  statement  as  to  finances,  Mr.  Ben- 
ton, the  special  committee,  reported  progress. 

Voted,  That  the  bill  of  Mr.  C.  F.  McKim  dated  De- 
cember 1,  1894,  and  commission  account  of  Messrs. 
McKim,  Mead  and  White,  be  taken  from  the  table  and 
referred  to  Mr.  Benton  in  connection  with  the  matter 
of  the  above  statement. 

A  communication  from  the  architects  dated  April  27, 
1895,  recommending  for  acceptance  the  final  certificate 
amounting  to  Twenty-five  thousand  six  hundred  and 
five  and  70/100  dollars  ($25,605.70)  on  the  contract 
with  Ira  G.  Hersey  was  referred  to  the  President  pro 
tern-  to  report  upon  at  the  next  meeting. 

The  President  pro  tern  reported  suggestions  from  the 

architects  with  relation  to  the  finishing  of  the  ceiling 

in  the  Delivery  Room.   Upon  his  recommendation  it  was 

Voted,  That  it  is  inexpedient   to   take  action  in  the 

matter  at  present. 

4  P.M.,  May  21,  1895. 

Present :  Messrs.  Benton,  Bovvditch,  De  Normandie 
and  Prince. 

A  communication  dated  May  16,  1895,  from  the  I. 
P.  Morris  Co.  with  reference  to  the  piston  packing  of 
the  engines  was  received  and  read  and  ordered  to  be 
placed  on  file. 

The  Librarian  was  authorized  to  purchase  certain 
articles  as  per  list  submitted  by  him  chargeable  to  the 
following  accounts  : — 

Building,  One  hundred  twenty-two  and  10/100  dol- 
lars ($122.10) 

Bills  chargeable  to  the  Building  appropriation  amount- 
ing to  Thirty-two  thousand  nine  hundred  fifty  and  95/ 
100  dollars  ($32,950,95),  (including  the  final  certificate 
due  upon  the  Hersey  contract)  were  referred  to  the 
President  pro  tern  to  examine  and  report  upon  at  the 
next  meeting. 

Voted,  That  Dr.  Bowditch  and  Mr.  De  Normandie 
be  a  committee  with  lull  power  upon  the  matter  of 
arrangement  of  the  court  yard  of  the  Library  building. 
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4  P.M.,  May  28,  1895. 

Present  :     Messrs.    Bowditch.    De    Xormandie    and 
Prince. 

A  communication  from  the  Siemens  and  Halske 
Electric  Co.  dated  May  22,  1895,  with  reference  to  the 
payment  of  the  balance  on  their  contract,  was  received 
and  read  and  ordered  to  be  placed  on  file 

A  communication  dated  May  7, 1895,  from  .1.  McNeill 
Whistler,  Esq.,  was  received  and  read,  and  the  Libra- 
rian was  instructed  to  request  from  Mr.  McKim  and 
Mr.  Abbott  information  ;is  to  the  correctness  of  the 
statements  made  therein. 

A  communication  dated  May  27,  1895,  from  Night- 
ingale and  Childs  tendering  an  estimate  lor  certain 
pipe  coverings  was  referred  to  the  Librarian  to  exam- 
ine and  report. 

The  President/?ro  tern,  to  whom  was  referred  at  the  last 
meeting  the  list  of  bills  chargeable  to  the  Building  ap- 
propriation, reported.     Upon  his  recommendation  it  was 
Voted,  To  accept  the  work  under  the  contract  of  Ira  G. 
Hersey  waiving  the  forfeiture  provided  for  by  (Jlau.se  ID. 

Ordered,  That  the  following  bills  amounting  to  the 
sum  of  Thirty-two  thousand  nine  hundred  fifty  and 
95/100  dollars  ($32,950.95),  chargeable  to  the  Building 
appropriation,  be  allowed  and  paid  : — 


Ira  (J.  Hersev, 

$25.60.">.70 

M.llish,  Byfield  and  Co., 

3,834.60 

Millwood  Farm, 

600. 

A.  H.  Davenport, 

488. 

J.  H.  Pray,  Sons  and  Co.. 

•27n..-,i  i 

Norcross  Brothers, 

:::«;.  97 

R.  Guastavino. 

141.76 

Smith  and  Lovett, 

11C. 4.', 

George  Miles, 

SO.  15 

General  Electric  Co., 

66.12 

James  I.  Wingate  and  Son, 

701.54 

E.  D.  Leavitt, 

59. 

E.  W.  Bailey  and  Co.. 

52.60 

Wakefield  Rattan  Co., 

cu.73 

David  Mcintosh, 

39.05 

Boston  Belting  Co., 

27.50 

John  A.  Robertson, 

■22. 94 

F.   Haven, 

17.01 

John  Evans  and  Co., 

13. 

Williams  and  Everett, 

7.75 

J.  B.  Hunter  and  Co., 

423.9S 

Kelley  and  Co.. 

25. 

$32,950.95 
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Dr.  Bowditch  submitted  drafts  of  resolutions  .... 
concerning  the  Sargent  frescoes  drawn  by  the  commit- 
tee in  accordance  with  the  vote  of  April  30,  1895. 

The  Librarian  was  authorized  to  purchase  as  fol- 
lows : — .  .  .  Building,  to  the  amount  of  Twenty-five 
dollars  ($25.). 

The  Librarian  was  instructed  to  report  a  plan  for 
the  arrangement  and  use  of  the  Special  Libraries'  floor. 

4  P.M.,  June  4,  1895. 

Present :  Messrs.  Benton,  Bowditch,  De  Normandie 
and  Prince. 

Voted,  That  the  Librarian  be  authorized  to  order  of 
Messrs.  Nightingale  and  Childs,  pipe  coverings  accord- 
ing to  their  estimate  of  May  27th  at  a  cost  not  to  ex- 
ceed Three  hundred  forty-seven  and  53/100  dollars 
($347.53)  less  the  credits  described. 

Ordered,  That  the  City  Auditor  be  requested  to  ar- 
range for  the  payment  as  soon  as  may  be  of  the  bills 
allowed  on  March  28,  1895,  amounting  to  the  sum  of 
Thirty-two  thousand  nine  hundred  fifty  and  95/100 
dollars  ($32,950.95);  also  the  bill  of  William  E.  Bert- 
well  dated  May  29,  1895,  amounting  to  Three  hundred 
and  sixty-five  dollars  ($365.)  allowed  this  day,  all  of 
the  above  being  chargeable  to  the  Building  appropria- 
tion. 

Voted,  That  the  electric  light  engines  be  operated 
from  this  time  forward. 

Dr.   Bowditch submitted   also  a   statement 

from  Mr.  Abbott  as  to  the  negotiations  with  Mr.  Whist- 
ler. 

4  P.M.,  June  11,  1895. 

Present :  Messrs.  Benton,  Bowditch  and  De  Nor- 
mandie. 

The  communication  of  Mr.  Whistler,  dated  May  7th, 
being  taken  from  the  table,  it  was 

Voted,  That  the  Clerk  respond,  acknowledging  re- 
ceipt of  the  same  and  enclosing  copy  of  the  letter  ad- 
dressed to  Mr.  Whistler  on  April  18,  1895. 
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The  Librarian  was  authorized  to  purchase  according 
to  the  list  submitted  by  him,  .  .  .  Building,  Fifty-eight 
and  75/100  dollars  ($58.75);  and  to  order  Venetian 
blinds  for  the  Brown  Library  and  office  at  twenty-one 
cents  a  square  foot. 

Voted,  That  Mr.  J.  H.  Benton,  jr.,  chairman  pro  tern 
in  behalf  of  the  Trustees,  sign  such  drafts  and  requisi- 
tions as  may  be  necessary  under  vote  of  the  Trustees 
ordering  payment  of  the  bills  allowed  May  18th  and 
June  4th,  1895. 

A.8  to  the  statement  to  be  made  in  answer  to  the 
communication  of  the  Mayor  dated  April  8.  1895,  Mr. 
Benton,  the  committee,  reported  progress. 

4  P.M.,  June  18,  1895. 

Present:  Messrs.  Benton.  Bowditeh  and  De  Xor- 
mandie. 

The  discussion  of  the  matter  of  the  communication 
from  the  Mayor  dated  April  8,1895,  being  resumed, 
Mr.  Benton  submitted  the  draft  of  a  letter  in  reply  un- 
der date  of  June  10,  1895,  which  upon  motion  wan 
adopted,  and  directed  to  be  transmitted  to  the  Mayor 
in   behalf  of  the  Trustees. 

The  Librarian  was  authorized  to  order  or  purchase 
according  to  the  list  submitted  by  him,  .  .  .  Building, 
One  hundred  and  sixty-five  dollars  ($165.). 

The  Clerk  was  instructed  to  request  from  the  archi- 
tects, a  duplicate  of  the  sketch  previously  submitted, 
for  seats  in  the  court-yard. 

Mr.  Benton  submitted  copy  of  a  communication  un- 
der date  of  June  18,  1895,  which  as  Chairman  pro 
tempore  he  had  addressed  to  the  Mayor  urging  the 
need  of  a  provision  in  the  new  loan  bill  for  Fifteen 
thousand  dollars  ($15,000). 

Voted,  That  the  action  of  the  Chairman  pro  tempore 
be  approved  and  confirmed. 

Ordered,  That  the  following  named  bills  certified  to 
be  correct  by  the  Auditor  and  approved  and  presented 
by  the  Librarian,  be  allowed  and  paid,  and  that  J.  H. 
Benton,  Jr.,  Chairman  pro  tempore  sign  the  necessary 
requisitions  therefor,  to  wit : — 
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Bills  chargeable  to  the  Building  appropriation 
amounting  to  the  sum  of  Thirteen  hundred  fourteen 
and  42/100  dollars  ($1,314.42)  as  follows:— 


Mellish,  Byfielcl  and  Co., 

$895.85 

Millwood  Farm, 

250. 

E.  I).  Leavitt, 

56.22 

Charles  TV.  Leatherbee, 

53.29 

F.  Haven, 

40.6(5 

John  A.  Robertson, 

7. 

Edison  Electric  Illuminating  Co., 

5.40 

si, 3 14.42 


4  P.M.,  June  25,  1895. 

Present  :  Messrs.  Benton,  Bowditch,  Carr  and  De 
Normandie. 

Voted,  That  the  Chief  Engineer  present  at  the  next 
meeting  a  written  report  upon  the  ventilating  fan,  to- 
gether with  such  suggestions  as  he  may  see  fit  to  make 
as  to  what  should  be  done  to  place  it  in  condition  for 
perfect  operation. 

Voted,  That  Mr.  Carr  and  the  Librarian  be  a  com- 
mittee to  examine  the  contract  with  E.  D.  Leavitt, 
and  report  as  to  whether  the  services  of  the  Inspector 
for  the  engines  are  further  required. 

In  accordance  with  the  previous  action  of  the  Board, 
it  was 

Voted,  To  pay  Ira  G.  Hersey  the  sum  of  Twenty- 
five  thousand  six  hundred  five  and  70/100  dollars 
($25,605.70),  this  sum  being  in  full  settlement  of  con- 
tract including  all  extras  less  deductions. 

The  Librarian  was  authorized  to  purchase  or  order 
the  following: — .  . .  Building,  Twenty-five  dollars  ($25.). 

Mr.  Benton  reported  that  the  item  of  Fifteen  thou- 
sand dollars  ($15,000.)  had  been  incorporated  in  the 
loan  bill  as  for  furniture  and  maintenance. 

10.80  A.M.,  June  28,  1895. 

Present  :  Messrs.  Benton,  Bowditch,  Carr  and  De 
Normandie. 

The  following  communication  was  received  and 
read  : — 


220 


•  Museum  <>i    Kim.  Arts, 

IJoston,  June  27,  18!»5. 
"To  the  Trustees  of  the  Boston  Public  Library. 
"  Gentlemen: — 

"  On  the  30th  of  April  your  honorable  board  voted  that  the  work 
of  Mr.  Sargent  already  in  position  in  the  apper  staircase  hall  of  (he 
Library  building,  demonstrates  most  clearly,  in  the  interest  of  the 
library,  and  ot  the  city  at  large  of  having  the  whole  decoration 
completed  by  the  same  hand,  and  lhat  you  regretted  that  you 
had  no  funds  at  your  disposition  which  could  be  used  fortius  purpose. 

"It  gives  me  great  pleasure  to  inform  you  thai  the  neeessarv 
amount  has  been  raised  b\  public  subscription,  in  testimony  of  the 
general  appreciation  of  Mr.  Sargent's  work,  and  of  the  Btrong  desire 
that  his  conception  for  the  decoration  of  the  hall  should  be  fully  car- 
ried out. 

•■Messrs.  s.  ]).  Warren,  Augustus  Hemenway  and  ESdwnrd  W. 
Hooper  have  been  appointed  trustees  of  this  fund.  Upon  receiving 
your  assurance  lhat  the  hall  in  question  will  be  reserved  for  Mr.  Sar- 
gent  until  his  work  there  is  completed,  they  will  proceed  to  make  a 
contract  with  him  for  the  execution  of  that  portion  of  his  design 
which  he  is  not  already  under  engagement  to  do  for  yon.  and  this  will 
be  offered  :>s  a  i^ift  to  the  Library  in  the  name  of  the  subscribers, 
whom  I  have  the  honor  to  represent. 

•■  Very  respectfully  yours. 
(Signed)  Edward   Robinson.*' 

The  following  resolutions  were  unanimously  adopted 
and  directed  to  be  extended  upon  the  records,  and  a 
copy  thereof  transmitted  to  Mr.  Robinson  : — 

Resolved,  That  the  Trustees  have  learned  with  cor- 
dial satisfaction  that  the  necessary  sum  has  been  sub- 
scribed for  the  completion  of  the  series  of  paintings 
by  John  S.  Sargent,  Esq.,  for  the  upper  stair-case  hall 
of  the  Library  building. 

That  the  Trustees  extend  sincere  acknowledgment 
to  those  who  have  thus  by  their  generosity  provided 
for  the  completion  of  a  design  of  such  importance,  not 
merely  to  the  architectural  beauty  of  the  Library 
building  but  to  the  cause  of  decorative  art  in  America. 

Resolved,  That  the  eastern  wall  of  the  upper  st  ur- 
ease hall  be  reserved  for  such  decoration  by  Mr.  Sar- 
gent in  accordance  with  the  contract  to  be  made  with 
him  bv  the  Trustees  of  the  Fund. 

A  communication  from  E.  D.  Leavitt,  Esq.,  dated 
June  27,  1895,  was  received  and  read,  and  the  Clerk 
was  instructed  to  communicate  to  the  Mayor  such  part 
of  it  as  refers  to  the  danger  from  wet  steam,  and  re- 
quest that  the  City  Engineer  be  instructed  to  inspect 
the  steam  plant  at  the  Library  building  and  give  his 
opinion  in  the  matter. 
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Dr.  Bowditch  and  Mr.  De  Normandie  as  committee 
were  authorized  to  order  not  exceeding  eight  oaken 
seats  for  the  arcade  ;it  a  cost  of  not  exceeding  Forty- 
five  dollars  ($45.)  ench. 

11.30  A.M.,.  July  10,  1895. 

Present :  Messrs.  Carr,  De  Normandie  and  Prince. 

Concerning  the  ventilating  fan,  the  following  were 
received,  read  in  part,  and  referred  to  Mr.  Carr  as 
committee  with  full  power  : — Report  of  the  Chief  En- 
gineer, dated  June  27th  ;  communications  from  Fred- 
eric Tudor,  dated  June  26th,  27th  ;  from  Nutter, 
Barnes  and  Co.  dated  June  27th ;  from  1.5.  F.  Sturte- 
vant  dated  June  19th  and  26th  ;  from  Boston  Blower 
Co.  dated  June  28th  ;  from  the  Hanson  Machine  Co. 
dated  June  26th  ;  and  from  the  Starbuck  Fan  Co.  dated 
July  2nd. 

The  Librarian  was  authorized  to  purchase  or  order 
the  following  according  to  the  list  submitted  by  him  : — 
.  .  .  Building,  Thirty-five  and  50/100  dollars  ($85.50). 
Voted,  That  the  resolutions  passed  May  28th  con- 
cerning the  space  for  the  Sargent  paintings  be  amended 
in  the  third  paragraph  thereof  so  as  to  read  as  follows  : 
— "  That  the  upper  stair-case  hall  so  far  as  its  decora- 
tion has  not  already  been  contracted  for,  be  reserved 
for  such  decoration  by  Mr.  Sargent  in  accordance  with 
the  contract  to  be  made  with  him  by  the  Trustees  of 
the  Fund." 

In  the  matter  of  the  communication  from  Mr.  E.  D. 
Leavitt.  dated  June  28th,  1895,  alleging  danger  from 
wet  steam  from  the  boilers,  the  Clerk  reported  that 
upon  the  request  of  the  Trustees,  the  City  Engineer 
had  inspected  the  steam  plant  and  would  submit  a 
written  recommendation. 

The  anonymous  offer  reported  by  the  Librarian  for 
a  screened  railing  for  a  part  of  the  north  domed  room 
occupied  by  the  Ticknor  collection,  was  referred  to 
the  Librarian  to  consult  with  the  architects  as  to  the 
fitness  of  the  design,  and  report. 
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12  M.,  July  17,  1895. 

Present:  Messrs.  Bowditch,  Can  and  De  Normandie. 

The  Librarian  was  authorized  to  purchase  or  order 
according  to  the  list  submitted  by  him  : — .  .  .  Building. 
Two  and  50/100  dollars  ($2.50). 

The  Librarian  was  authorized  also  to  employ  two 
laborers  at  Two  dollars  ($2.)  a  day  each  to  as-qst  in  the 
re-arrangement  of  the  departments  upon  the  Special 
Libraries  floor. 

The  following  bills  approved  by  the  Librarian  and 
certified  to  be  correct  by  the  Auditor  and  submitted 
by  her.  were  allowed  and  ordered  paid,  and  the  Chair- 
man pro  tern  authorized  to  draw  the  necessary  requisi- 
tion therefor,  to  wit: — 

Bills  chargeable  to  the  Building  appropriation 
amounting  to  Eleven  hundred  twenty-live  and  G  1/100 
dollars  ($1120.01  )  as  follows:— 

Mellish,  Byfield  and  Co..  dated  July  in,  1895.  8610.77 

Archer  and  Pancoast,  May  14.  1895.  362.45 

Lamson  Con.  Store  Service  Co.,  June  22,1895.  123.63 

A.  A.  Sanborn.  Jane  27,  IS'.)").  Ui. 

Charles  w.  Leatherbee,  June  15,  1895.  10.88 

F.  Haven ,  id  ay  -'7 .  1 8i  15 .  1.8* 

81,125.61 

10  A.M.,  August  19,  1895. 

Present:    Messrs.  Carr.  De  Normandie  and  Prince. 

The  following  communications  were  received  and 
read: — From  the  City  Engineer  dated  July  18th  which 
was  laid  on  the  table  and  the  Librarian  instructed  to 
report  further  concerning  the  same  ;  from  \V.  H. 
Preble,  dated  July  81st,  placed  on  file;  from  R.  Gnas- 
tavino  dated  August  -id,  laid  on  table  and  Clerk  in- 
structed to  respond  thereto  in  accordance  with  the 
statement  of  the  Inspector  ;  Snead  and  Co.  Iron  Works 
dated  August  loth. 

The  offer  of  the  Snead  and  Company  Iron  Works 
contained  in  their  above  communication  was  accepted, 
and  the  Clerk  authorized  to  have  the  work  done  in 
accordance  therewith. 

The  Librarian  was  authorized  ....  also  to  order 
two  chandeliers  for  the  Delivery  Room  according  to 
the  design  furnished  by  the  architects,  the  cost  not  to 
exceed  Three  hundred  dollars  ($300.)  each. 


August  15, 

$432. 

May  20, 
July  18, 
May  28, 
June  20, 

277. 
250. 
209.55 
200. 

August  1, 

120.14 

July  12, 
July  21. 
Feb.  21, 

102.06 

42.50 
42.38 

July  15. 

"    15, 

14.50 
8.34 
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The  following  bills  approved  by  the  Librarian  and 
certified  to  be  correct  by  the  Auditor  and  submitted 
by  her,  were  allowed  and  ordered  paid,  and  the  Presi- 
dent pro  Lem  authorized  to  draw  the  necessary  requisi- 
tions therefor  : — 

Bills  chargeable  to  the  Building  appropriation 
amounting  to  Seventeen  hundred  four  and  47/100  dol- 
lars ($1,704.47)  fts  follows  : — 

Mellish,  Byfleld  and  Co., 
Charles  L.  Hesselbach, 
Woodbury  and  Leighton, 
Siemens  and  Halske  Electric  Co., 
Bowker,  Torrey  and  Co., 

E.  D.  Lcavitt, 
General  Electric  Co., 
Archer  and  Pancoast  Co., 
Austen  and  Doten, 
J.  B.  Hunter  and  Co., 

F.  Haven, 

$1,704.47 

12  Mv  Sept.    17,  1895. 

Present :  Messrs.   Benton,  Carr  and  De  Normandie. 

The  Librarian  was  authorized  to  order  or  purchase, 
.   .   .  Building,  Two  dollars  ($2.). 

The  following  bills  approved  by  the  Librarian  (ex- 
cept as  otherwise  noted)  and  certified  to  be  correct  by 
the  Auditor  and  submitted  by  her,  were  allowed  and 
ordered  paid,  and  J.  H.  Benton,  Jr.,  the  Chairman  pro 
tempore  was  authorized  to  draw  the  necessary  requisi- 
tions therefor  : — 

Bills    chargeable    to    the    Building   appropriation 
amounting  to  Sixteen  hundred    ten  and  15/100  dollars 

1,610.15)  as  follows:— 

Archer  and  Pancoast  Co.,  August  20,  $1,235.98 

Not  certified  to  by  the  Librarian 
Mellish  and  Byrield,  September  16,  345.07 

Seth  W.  Fuller,  June  27,  29.10 

$1,610.15 
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4  P.M.,  Oct.  2,  1890. 

Present :   Messrs.  Benton,  De  Normandie  and  Prince. 

Ordered,  That  the  following  bills  presented  for  allow- 
ance by  the  Auditor,  be  allowed  and  paid,  and  the 
President  pro  tempore,  sign  special  drafts  therefor  : — 

Chargeable  to  the  Building  appropriation  : — 

Oct.  1,  Siemens  and  Halske  Electric  Co.  Bal- 
ance on  contract  (certified  by  ar- 
chitects), $8,500 

The  Librarian  was   authorized   to   purchase  or  order 

according  to  the  list  submitted  by  him,  .  .  .   Building, 

Forty-eight  and  63/100  dollars  (#48.63). 

4  P.M.,  Oct.  8,  1895. 

Present:  Messrs.  Benton.  Bowditch,  Carr,  De  Nor- 
mandie and  Prince. 

The    Librarian    was  authorized   to    order    or    pur- 
chase according  to  the  list  submitted  bv  him, 

Building,  Twelve  and  61/100  dollars  ($12.61). 

A  communication  from  McKim,  Mead  and  White 
with  reference  to  the  Chavannes  panel,  together  with 
their  certificate  for  the  payment  of  the  sum  of  Sixteen 
thousand  dollars  ($16,000.)  to  M.  Puvis  de  Chavannes 
on   account,  were  read  and  laid  upon  the  table. 

A  communication  from  E.  D.  Leavitt,  Esq.,  dated 
August  19,  1895,  with  reference  to  the  electric  light 
engines  was  read  and  ordered  to  be  placed  on  file. 

4  P.M.,  Oct.  15,  1890. 

Present  :  Messrs.  Benton.  Bowditch.  Carr.  De  Nor- 
mandie and  Prince. 

The  Librarian  was  authorized  to  purchase  according 
to  the  list  submitted  by  him  .  .  .  Building,  Eleven  and 
22/J00  dollars  ($11.22).  Also  to  order  the  ceiling  of 
the  lobby  above  the  Chavannes  panel  to  be  painted  at 
a  cost  of  Forty-three  dollars  ($43.) 

The  following  bills,  approved  by  the  Librarian  ex- 
cept as  otherwise  stated,  certified  to  be  correct  by  the 
Auditor  and  presented  by  her,  were  allowed  and  or- 
dered paid,  and  the  President  authorized  to  draw  the 
necessary  requisitions  therefor  : — 
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Bills  chargeable  to  the  Building  appropriation 
amounting  to  Thirteen  hundred  forty-six  and  86/100 
dollars  ($1,346.86):— 


Balance  due  Messrs.  Woodbury  and 

Leighton  on   account  of  contract 

dated  July  22,  1889, 

$500. 

Oct.  15, 

Mellish,  Byfield  and  Co., 

302.25 

"     4, 

Durand-Ruel  and  Sons, 

(Not  approved  by  Librarian) 

163.54 

Sept.  20, 

Nightingale  and  Child, 

359.64 

Aug.  22, 

Frank  Haven, 

16.43 

Oct.  5, 

Rice  Kendall  Co., 

15. 

$  1,346.86 

Also  the  certificate  of  the  architects  for  Eighty  thou- 
sand francs  (80,000  frs.)  in  favor  of  M.  Puvis  de  Cha- 
vannes  being  payment  on  account  of  his  contract 
dated  July  7,  189o,  for  which  sum  the  President  was 
authorized  to  make  a  special  draft. 

The  following  communications  were  received,  read 
in  part,  and  ordered  placed  on  file  : — 

From  Frederic  Tudor  dated  October  7,  1895,  with 
reference  to  the  radiation  in  the  Newspaper  Room, 
from  Edward  Robinson,  Secretary  Art  Commission, 
dated  September  30,  1895,  with  reference  to  the  statue 
of  Sir  Harrv  Vane. 

Voted,  That  the  communication  from  the  Art  Com- 
mission be  referred  to  the  President  and  Mr.  De  Nor- 
mandie  with  request  to  report. 

Voted,  That  Dr.  Bowditch  and  Mr.  Carr  be  a  com- 
mittee to  cause  such  immediate  examination  of  the 
boilers,  dynamos,  elevator  and  other  appliances  under 
the  charge  of  the  Engineer,  as  may  be  necessary  to 
ascertain  their  present  condition  and  capacity  for  use 
and  what  if  anything,  requires  to  be  done  to  further 
perfect  them  for  use. 

4  P.M.,  Oct.  22,  1895. 

Present :  Messrs.  Benton,  Bowditch,  Carr,  De  Nor- 
mandie  and  Prince. 

The  Librarian  was  authorized  to  purchase  according 
to  the  list  submitted  by  him,  ....  Building,  Forty- 
four  and  25/100  dollars  ($44.25). 

A  communication  was    received    from    S.  H.  Pearce 
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dated  October  21,  18i»5,  suggesting  the  allotment  to 
Charles  Sprague  Pearce  for  mural  decoration,  of  space 
on  the  walls  of  the  Library  building,  and  the  Librarian 
was  directed  to  respond  to  this  and  similar  communi- 
cations that  the  Trustees  having  no  funds  in  their 
hands  for  further  decorations  are  not  in  a  position  to 
arrange  for  them 

Communications  from  the  Massachusetts  Fan  Co , 
dated  October  15;  L895;  Frederic  Tudor,  dated  Octo- 
ber 17,  1895,  were  received,  read  in  part,  and  referred 
to  the  committee  upon  heating,  ventilation,  etc..  ap- 
pointed October   l(i.  1S95. 

4  P.M.,  Oct.  29,  1895. 

Present:  Messrs.  Benton,  Carr,  De  Norma  ndie  and 
Prince. 

The  Librarian  was  authorized  to  purchase  according 
to  the  list  submitted  by  him.  .  .  .  Building,  Twenty- 
six  dollars  ($26.00.) 

A  communication  from  the  I.  P.  Morris  Co.  dated 
October  26,  1895,  was  read  and  referred  to  the  com- 
mittee on  heating,  etc.,  appointed  October  16,  18'Jo. 

A  communication  from  K.  Guastavino  dated  August 
26,  1895,  was  received  and  read. 

4  P.M.,  November  5,  1895. 

Present :  Messrs.  Benton,  Bowditch  and  De  Nor- 
mandie. 

The  following  order  was  received  and  read  and  re- 
ferred to  the  President  and  Mr.  De  Normandie  to  re- 
port what  formal  answer  shall   be  returned  thereto  : — 

"  City  of  Boston. 
"In  Common  Council,  Oct.  24,  1895. 
"  Ordered,  that  the  Trustees  of  the  Public  Library  be  requested  to 
inform  the  City  Council  what  action  they  have  taken  toward  provid- 
ing busts  of  John  Boyle  O'Reilly  and  Oliver  Wendell  Holmes  for  the 
Public  Library  building. 

"  Passed.     Sent  up  for  concurrence. 

"In  Board  of  Aldermen,  October  28,  concurred. 
"  A  true  copv.  Attest: 

(Signed)  "  JOHN  T.  PRIEST. 

••Assist.  City  Clerk." 
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The  Auditor's  monthly  exhibit  for  the  month  ending 
October  31,  1895,  was  received  and  ordered  to  be 
placed  on  file,  including  the  November  1st  draft,  and 
showing  ....  expenditures  on  account  of  the  new 
Library  building  for  the  month,  Twenty  thousand  three 
hundred  forty-three  and  23/100  dollars  ($20,343.23), 
for  the  year,  One  hundred  sixty-one  thousand  two  hun- 
dred thirty-two  and  68/100  dollars  ($161,232.68). 

The  Librarian  was  authorized  to  purchase  according 
to  the  list  submitted  by  him  : — .  .  .  Building,  Forty- 
seven  and  95/100  dollars  ($47.95.) 

A  communication  from  Mary  Emory  Greene  dated 
October  22,  1895,  with  reference  to  a  possible  mural 
decoration  by  Abbott  H.  Thayer  was  received,  read 
and  laid  upon  the  table. 

4  P.M.,  Nov.  12,  1895. 

Present:  Messrs.  Benton,  Bowditch.  Carr,  De  Nor- 
mandie  and  Prince. 

A  communication  from  the  Superintendent  of  Streets 
dated  November  12th  with  reference  to  the  projection 
of  the  sidewalk  and  stairs  of  the  Library  into  Hunting- 
ton Avenue,  was  received  and  read,  and  laid  on  the 
table  for  further  consideration. 

The  matter  of  the  examination  and  repair  of  the 
leaks  in  the  roof  of  the  Library  building  was  referred 
to  Mr.  Carr  and  the  Librarian  with  power. 

The  communication  of  Miss  Mary  Emory  Greene 
with  reference  to  possible  mural  decoration  by  Abbott 
H.  Thayer  was  upon  motion  taken  from  the  table  and 
referred  to  the  President  and  Librarian  to  make  fur- 
ther response  thereto  embodying  the  views  -  of  the 
Trustees. 

Mr.  Benton  as  committee  reported  upon  the  bill  of 
C.  F.  McKim  under  date  of  December  1,  1894,  that 
the  same  had  been  revised,  and  submitted  the  revised 
bill  amounting  to  Seventeen  hundred  twenty-eight  and 
90/100  dollars  ($1,728.90).  Upon  his  recommenda- 
tion it  was 
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Voted,  That  C.  F.  McKim  be  requested  to  furnish 
an  itemized  statement  of  the  payments  which  make  up 
the  charge  of"  Freight,  Customs  tees,  etc.,"  in  his  bill 
dated  December  1,  1894.  approved  by  McKim.  Mead 
and  White.  November  s.  1895. 

Mr.  Benton  as  committee  further  reported  upon  the 
commission  account  of  McKim,  Mead  and  White,  re- 
ferred to  him.      Upon  his  recommendation  it  w&B 

Voted,  That  it  is  inexpedient  to  make  further  pay- 
ments at  the  present  time  if  any  be  due,  on  the  com- 
mission account  of  McKim.  Mead  and  White,  and  that 
the  same  be  laid  on  the  table  for  further  consideration 
and  adjustment. 

4   P.M..  Nov.  19,  1895. 

Present:  Messrs.  Benton.  Bowditch,  De  Normandie 
and  Prince. 

The  following  bills  approved  by  the  Librarian,  certi- 
fied to  be  correct  by  the  Auditor,  and  submitted  by 
her,  were  allowed  and  ordered  paid  and  the  Pres- 
ident authorized  to  sign  the  necessary  requisitions 
therefor : 

Chargeable  to  the  Building  appropriation  to  the 
amount  of  Three  hundred  seventy-eight  and  14/100 
dollars  ($378.14)  as  follows  :— 


Nov.  11. 

Mellisli.  Byfield  and  (  <>.. 

1215. 

Nov.  11. 

General  Electric  Co., 

45.10 

Nov.  5. 

James  I.  Wingate  and  Son. 

43. 

Nov.  18. 

John  Pasek. 

25. 

Nov.  9. 

C.  A.  Bray, 

22^0 

June  1. 

L.J.  and  W.  -J   Doogue,     * 

Smith  and  Lov<jit. 

10.50 

Oct.  4. 

10. 

Nov.  11. 

Ira  C  Bereej . 

6.95 

1378.14 

4  P.M.,  Dec.  3,  1890. 

Present :    Messrs.  Benton,  Bowditch,  De  Normandie 
and  Prince. 

The    communication   from    the    Superintendent   of 
Streets   dated  November    11,  1895,  was   upon    motion 
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taken  from  the  table  and  referred  to  the  Librarian  with 
instruction  to  respond  that  the  sidewalk  structure  re- 
ferred to  had  been  removed  by  the  Water  Board  with 
the  understanding  that  it  was  to  be  replaced  without 
expense  to  the  Library  Department ;  that  assuming  its 
projection  into  Huntington  Avenue  to  be  no  longer 
permissible,  the  plan  of  reconstructing  it  suggested  by 
the  Superintendent  of  Streets  would  be  satisfactory  to 
them  ;  but  that  the  Trustees  have  no  funds  available 
for  its  replacement  or  reconstruction. 

There  was  received  and  ordered  to  be  placed  on  file 
the  Auditor's  monthly  exhibit  for  the  month  ending 
November  30th,  1895,  including  the  December  1st 
draft,  and  showing  ....  expenditures  on  account  of 
the  new  Library  building  for  the  month,  Three  hun- 
dred seventy-eight  and  14/100  dollars  ($378.14);  for 
the  year,  One  hundred  sixty-one  thousand  six  hundred 
ten  and  82/100  dollars  ($161,610.82). 

The  matter  of  a  breakage  in  the  piston  of  the  ele- 
vator reported  by  the  Librarian,  was  referred  to  the 
committee  on  engines  and  machinery,  appointed  Octo- 
ber 15,  1895. 

A  communication  from  William  H.  Preble,  dated 
November  19th,  was  received,  read  and  ordered  placed 
on  file. 

Voted,  That  a  representation  be  made  to  the  City 
Government  by  the  President  in  behalf  of  the  Trus- 
tees as  to  the  need  of  funds  for  the  purchase  of  furni- 
ture and  fixtures  for  the  Central  Library  building. 

4  P.M.,  Dec.  20,  1895. 

Present :  Messrs.  Benton,  Bowditch,  Carr,  De  Nor- 
mandie  and  Prince. 

A  communication  from  the  Superintendent  of  Streets 
dated  December  16th  with  reference  to  the  curbing  on 
Huntington  Avenue  was  received  and  read  and  ordered 
placed  on  file. 

The  Librarian  was   authorized   to   purchase  or  order 
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according  to  the  lists  submitted  by  him,  the  following: 
.  .  .  Building,  Twenty-three  and  43/100  dollars  ($23.43). 

Mr.  Benton  submitted  a  communication  addressed 
to  him  by  Messrs.  McKim,  Mead  and  White  under  date 
of  December  10th  with  reference  to  the  commission 
account  laid  on  the  table  November  l'ith,  and  upon 
motion  it  was 

Voted,  That  such  communication  be  laid  upon  the 
table. 

A  communication  from  McKim,  Mead  and  White 
under  date  of  November  21st  with  reference  to  the 
personal  bill  of  C.  F.  McKim  was  received  and  read 
and  ordered  placed  on  file. 

The  following  bills  approved  by  the  Librarian,  certi- 
fied by  the  Auditor  to  be  correct  and  presented  by  her 
for  allowance,  were  allowed  and  ordered  paid,  and  the 
President  was  authorized  to  sign  the  necessary  requisi- 
tion therefor  : 

Bills  chargeable  to  the  Building  appropriation 
amounting  to  One  hundred  thirtv-four  and  10/100  dol- 
lars ($134.10)  as  follows.— 

Oct.  10, 1895.  Archer  and  Pancoast  Co.,  $64.37 

Nov.2.">.  Era  G.  Hereey,  15.33 

Oct.  30.  David  Mcintosh,  Lft.97 

Nov.  21.  Bowker,  Torrey  and  Co.,  s.43 

$134.10 

Voted,  That  the  bill  of  Charles  F.  McKim  dated 
December  1,  181)4,  for  the  sum  of  One  thousand  seven 
hundred  twenty-eight  and  90/10U  dollars  ($1,728.90), 
chargeable  to  the  Building  appropriation,  be  taken 
from  the  table,  allowed  and  paid,  and  that  the  Presi- 
dent sign  the  necessary  requisition  therefor. 

4  P.M.,  Jan.  3,  1896. 

Present :  Messrs.  Benton,  Bowditch,  Carr,  De  Nor- 
mandie  and  Prince. 

The  Librarian  was  requested  to  procure  an  estimate 
for  doors  of  wire  or  glass  for  the  shelving  of  the 
Barton-Ticknor  room. 
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The  Librarian  was  authorized  to  purchase  according 
to  lists  submitted  by  him,  ....  Building,  Eleven  dol- 
lars and  50/100  ($11.50). 

The  Auditor's  monthly  exhibit  for  the  month  of 
December  was  received  and  ordered  placed  on  file, 
showing  ....  expenditures  on  account  of  the  new 
Library  building  for  the  month,  One  thousand  eight 
hundred  sixty-three  dollars  ($1,863)  ;  for  the  year,  One 
hundred  sixty-three  thousand  four  hundred  seventy- 
three  and  82/100  dollars  ($163,473.82). 

A  communication  from  the  I.  P.  Morris  Co.  dated 
December  28,  1895,  accompanied  by  a  certificate  from 
E.  D.  Leavitt  dated  January  3,  1896,  was  received  and 
read.  Upon  motion  of  Mr.  Carr  for  the  committee  on 
engines,  etc.,  it  was 

Ordered,  That  the  I.  P.  Morris  Co.be  paid  the  sum  of 
Fifteen  thousand  four  hundred  and  fifty-three  dollars 
($15,453)  on  account  of  their  contract  dated  January 
23,  1894,  and  extras  as  per  order  confirmed  by  the 
Trustees  June  19,  1894  ;  being  the  full  amount  of  such 
contract  and  extras,  less  10  per  cent,  and  that  the  Pres- 
ident be  authorized  to  draw  upon  the  City  Treasurer  a 
special  requisition  for  the  above  sum  chargeable  to  the 
Library  building,  Dartmouth  Street  appropriation. 

4  P.M.,  Jan.  10,  1896. 

Present :  Messrs.  Benton.  Carr,  De  Normandie  and 
Prince. 

Upon  motion  it  was 

Voted,  That  the  order  passed  at  the  last  meeting 
with  reference  to  the  payment  of  the  I.  P.  Morris  Co. 
be  reconsidered. 

Voted,  That  the  matter  of  payment  to  the  I.  P. 
Morris  Co.  be  referred  to  Mr.  Carr  for  investigation 
and  report  at  the  next  meeting. 

A  communication  from  E.  D.  Leavitt  dated  Jan- 
uary 3,  1896,  and  addressed  to  the  Librarian  from  E. 
D.  Leavitt  dated  January  7,  1896,  were  received  and 
read  and  referred  to  the  special  committee  upon  the 
engines. 
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The  Librarian  was  authorized  to  purchase  according 
to  the  lists  submitted  by  him  ....  Building,  Thirty- 
three  and  13/100  dollars  ($33.13.) 

Voted,  That  a  committee  consisting  of  Mr.  Carr  and 
the  Librarian  be  authorized  to  secure  additional  heat- 
ing apparatus  for  the  Special  Libraries  floor  at  an  ex- 
pense not  to  exceed  One  thousand  dollars  (£1,000). 

4  P.M.,  Jan    17.  1896. 

Present:  Messrs.  Benton,  Bowditch,  Carr,  De  Nor- 
mandie  and  Prince. 

The  following  bills  approved  bv  the  Librarian,  certi- 
fied bv  the  Auditor  to  be  correct  and  presented  by  her 
for  allowance,  were  allowed  and  ordered  paid  and  the 
President  was  authorized  to  sign  the  necessary  requisi- 
tions therefor  : 

Bills  chargeable  to  the  Building  appropriation 
amounting  to  Sixty-five  and  33/100  dollars  ($65  33) 
as  follows  : — 

Dec.  31,1895.        General  Electric  Co.,  $51.13 

Dec.  17,    "  J.  B.  Hunter  and  Co.,  14. 2D 

865.33 

Upon  recommendation  of  the  committee  on  engines, 
upon  motion  of  Mr.  Carr  it  was 

Ordered,  That  the  I.  P.  Morris  Co.  be  paid  the  sum 
of  Ten  thousand  dollars  ($10,000)  as  part  payment 
upon  their  contract  dated  January  23,  1804,  and  that 
the  President  sign  special  requisition  therefor. 

4  P.M.,  Jan.  24.  1896. 

Present:  Messrs.  Benton,  Bowditch,  Carr,  and  De 
Normandie. 

The  Librarian  was  authorized  ....  to  order  grilled 
doors  and  partitions  for  the  Barton-Ticknor  room  at  an 
expense  not  to  exceed  Twelve  hundred  dollars  (  $1,200.), 
and  by  way  of  experiment  to  have  one  of  the  sashes  of 
the  windows  in  the  Children's  Room  re-hung  with  a 
hinge  and  drop-catch. 


/ 


no'i 

Zoo 


4  P.M.,  Jan.  31,  1896. 

Present :  Messrs.  Benton,  Bowditch,  De  Normandie 
and  Prince. 

The  following  communication  from  the  Art  Com- 
mission was  received,  read  and  ordered  placed  on  file. 

"  Art  Commission,  City  of  Boston. 

"Museum  of  Fine  Arts,  Boston,  Jan.  *5, 1896. 
"To  the  Trustees  of  the  Public  Library. 
"  Gentlemen:  — 

"  I  am  instructed  to  inform  you  that  the  members  of  the  Art  Com- 
mission for  this  city  have  examined  the  bronze  statue  of  Sir  Harry 
Vane  which  has  been  presented  to  the  Library,  both  personally  and 
with  the  assistance  of  experts,  and  have  considered  carefully  the 
most  suitable  site  for  the  same.  As  a  result,  at  a  meeting  of  the 
Commission  held  yesterday,  it  was 

"Voted,  That  this  Commission  approves  of  the  design  of  the  statue 
of  Sir  Harry  Vane  in  the  Public  Library,  if  it  is  to  be  placed  in  one 
of  the  niches  at  the  sides  of  the  entranee-hall  of  the  Library  building. 
"I  also  beg  to  inform  you  that  at  the  same  meeting  Messrs.  Charles 
A.  Cummings  and  the  President  of  the  Trustees  of  the  Museum  of 
Fine  Arts,  to  be  elected,  were  appointed  a  committee  of  this  Com- 
mission to  confer  with  your  honorable  board  regarding  works  of  art 
from  the  old  Library  building  which  it  is  proposed   to  set  up  in  the 
new  building,  and  report  to  this  Commission. 
"Very  respectfully  yours, 
(Signed)  *  "Edward  Robinson, 

"Secretary." 

He  (the  Librarian)  submitted  also  a  communication 
from  Messrs.  McKim,  Mead  and  White  under  date  of 
January  28,  1896,  which  was  referred  to  the  committee 
on  heating  and  ventilating. 

The  Librarian  reported  also  a  communication  from 
Mr.  E.  D.  Leavitt  with  reference  to  the  claim  of  the  I. 
P.  Morris  Co.  for  extras.  Referred  to  the  committee 
on  engines,  etc. 

The  Librarian  also  reported  a  breakage  in  the  cross- 
road of  the  elevator  piston  and  a  report  from  Moore 
and  Wyman  as  to  certain  defects  in  tbe  apparatus  and 
their  estimate  for  remedying  the  same.  Referred  to 
the  committee  on  engines. 

The  Librarian  was  authorized  to  exchange  the  four 
small  second-hand  engines  in  the  basement  of  the 
Library  lor  such  equivalent  as  he  shall  deem  it  in  the 
interest  of  the  Library  to  accept. 

Voted,  That  the  President  and  Dr.  Bowditch  be  a 
committee  to  report  with  reference  to  furniture  for  the 
Trustees'  room. 


